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CITY  AND 


COUNTY  OF  SAN  FRANCISCO 


Office  of  Chief  Administrative  Officer 

TO:  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  THE  SIX-YEAR  CAPITAL  IMPROVEMENT  PROGRAM 


Gentlemen: 

Herein  submitted,  pursuant  to  Section  3.09,  Administrative  Code, 
is  the  Capital  Improvement  Program  Report  for  1972-73  through 
1977-78.  This  report  represents  Part  II  of  the  Committee's  annual 
report  and  contains  a capital  improveme.nt  program  schedule  for  the 
five-year  period  from  1973-74  through  1977-78,  a list  of  the 
approved  program  for  the  ensuing  budget  year,  and  a recommended 
bond  program.  Part  I of  the  annual  report,  containing  a recom- 
mended program  for  1972-73,  was  submitted  on  March  15,  1972. 

The  program  outlined  herein  reflects  the  general  pattern  of  fund- 
ing which  has  emerged  over  the  past  several  fiscal  years.  The 
Committee  desires  to  sound  a note  of  caution  that  this  program 
does  not  purport  to  meet  the  capital  improvement  and  maintenance 
needs  of  the  City,  but  rather  sets  forth  those  projects  which  are 
either  mandatory  in  nature  or  of  the  utmost  urgency.  There  are 
many  necessary  projects  v;hich  have  been  deferred,  but  which  are 
vitally  needed  if  the  City's  vast  capital  investmiCnt  is  to  be 
given  even  m.inimal  attention.  Many  of  the  deferred  projects,  in 
effect,  have  been  moved  beyond  the  time  span  of  our  Five-Year 
Program  because  of  the  noted  decreasing  level  of  funding. 

The  section  of  this  report  pertaining  to  projects  funded  by  the 
Road  Fund  and  Gas  Tax  contains  tentative  project  listings.  The 


Board  of  Supervisors  has  indicated  that  all  previously  approved 
i^rojects  are  to  be  reviewed  for  further  possible  action  by  the 
Board  and  such  action  will  not  have  been  taken  by  the  date  of 
this  report. 

The  General  Fund  portion  of  our  Capital  Improvement  Program  over 
the  fiscal  years  from  1969-70  through  1972-73  is  portrayed  in 
the  accompanying  graph.  This  chart  enables  one  to  compare  in 
broad  outline  the  principal  tax-funded  segments  of  the  Program, 
and  to  trace  the  trends  of  departmental  capital  budget  requests, 
recommendations  by  this  Committee,  and  actual  capital  improve- 
ment appropriations  during  that  period.  Of  particular  signifi- 
cance is  the  major  funding  segment  devoted  to  Municipal  Railway 
modernization  especially  when  compared  with  the  fact  that  cur- 
rent capital  improvement  funding  of  $4.96  miillion  meets  only 
aoproximately  23%  of  the  need  of  over  $22  million,  as  expressed 
by  the  responsible  city  departments  in  the  City  Planning  Com- 
mission's January  20,  1972,  Six-Year  Capital  Improvement  Pro- 
gram. With  reference  to  the  Municipal  Railway  modernization 
program,  this  Committee  believes  that  inclusion  of  rolling 
stock  equipment  purchases  in  the  Capital  Improvement  Program 
may  not  be  appropriate.  Such  expenditures  are  considered  to 
fall  more  logically  in  the  operating  budget.  Inclusion  of 
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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Office  of  Chief  Administrative  Officer 


TO:  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  THE  SIX-YEAR  CAPITAL  IMPROVEMENT  PROGRAM 


Gentlemen : 

Herein  submitted,  pursuant  to  Section  3.09,  Administrative  Code, 
is  the  Capital  Improvement  Program  Report  for  1972-73  through 
1977-78.  This  report  represents  Part  II  of  the  Committee's  annual 
report  and  contains  a capital  improveme.nt  program  schedule  for  the 
five-year  period  from.  1973-74  through  1977-78,  a list  of  the 
approved  program  for  the  ensuing  budget  year,  end  a recommended 
bond  program..  Part  I of  the  annual  report,  containing  a recom- 
mended program  for  1972-73,  was  submitted  on  March  15,  1972. 

The  program  outlined  herein  reflects  the  general  pattern  of  fund- 
ing which  has  emerged  over  the  past  several  fiscal  years.  The 
Committee  desires  to  sound  a note  of  caution  that  this  program 
does  not  purport  to  meet  the  capital  improvement  and  maintenance 
needs  of  the  City,  but  rather  sets  forth  those  projects  which  are 
either  mandatory  in  nature  or  of  the  utmost  urgency.  There  are 
many  necessary  projects  v/hich  have  been  deferred,  but  which  are 
vitally  needed  if  the  City's  vast  capital  investmient  is  to  be 
given  even  m.inimal  attention.  Many  of  the  deferred  projects,  in 
effect,  have  been  moved  beyond  the  time  span  of  our  Five-Year 
Program  because  of  the  noted  decreasing  level  of  funding. 

The  section  of  this  report  pertaining  to  projects  funded  by  the 
Road  Fund  and  Gas  Tax  contains  tentative  project  listings.  The 


Board  of  Supervisors  has  indicated  that  all  previously  approved 
i^rojects  are  to  be  reviewed  for  further  possible  action  by  the 
Board  and  such  action  will  not  have  been  taken  by  the  date  of 
this  report. 

The  General  Fund  portion  of  our  Capital  Improvement  Program  over 
the  fiscal  years  from  1969-70  through  1972-73  is  portrayed  in 
the  accompanying  graph.  This  chart  enables  one  to  compare  in 
broad  outline  the  principal  tax-funded  segments  of  the  Program, 
and  to  trace  the  trends  of  departmental  capital  budget  requests, 
recommendations  by  this  Committee,  and  actual  capital  improve- 
ment appropriations  during  that  period.  Of  particular  signifi- 
cance is  the  major  funding  segment  devoted  to  Municipal  Railway 
modernization  especially  when  compared  with  the  face  that  cur- 
rent capital  improvement  funding  of  $4.96  miillion  meets  only 
approximately  23%  of  the  need  of  over  $22  million,  as  expressed 
by  the  responsible  city  departments  in  the  City  Planning  Com- 
mission's January  20,  1972,  Six-Year  Capital  Improvement  Pro- 
gram. With  reference  to  the  Municipal  Railway  modernization 
program,  this  Committee  believes  that  inclusion  of  rolling 
stock  equipment  purchases  in  the  Capital  Improvement  Program 
may  not  be  appropriate.  Such  expenditures  are  considered  to 
fall  more  logically  in  the  operating  budget.  Inclusion  of 
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A-1 

FINANCING  PLAN 

A sununazy  of  the  amounts  and  recommended  sources  of  financing  for  projects  submitted  to  the  Capital  Improvement 


A.dvisory  Committee  for  fiscal  years  1973-74  through  1977-78  follows; 

G.  0.  Bonds,  proposed 

$387,700.0 

Recommended  appropriations  from  the  sales  tax  receipts 
and/or  ad  valorem  tax  fund,  all  departments  (alternate 
source  of  funds:  Multi-purpose  bonds;  includes 

Municipal  Railv/ay  debt  service) 

30,337.9 

Departmental  revenues 

52,954.6 

Gas  Taxes  and  Road  Funds 

9,216.2 

Other  sources 

250.0 

TOTAL  PROPOSED  FIVE-YEAR  CAPITAL  IMPROVEMENT  PROGRAM 


$480,458.7 
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PROPOSED  BOND 


PROGRAM 


A-2 


Date  of 
Siibmission 


Nov. , 1972 


Nov. , 1973 


June,  1974 


The  amount  of  the  bond  program  is  as  follows  (costs  in  millions  of  dollars): 

General  obligation  bonds 
Nonprofit  corporation  bonds 
Total  bond  program 


$481.7 

128.3 

$610.0 


Bond  Proposal 
General  Obligation  Bonds 

Sewer  Improvements 

Water  System  Improvements 

Street  Reconstruction  and 
Improvements 

Multi-purpose,  General  Improvements 

Cliff  House-Sutro  Baths,  So.  Bayshore 
Area  Shoreline  Park  and  Open  Space 
Acquisition  and  Development 

Community  College  Improvements 

Port  Improvements 

Embarcadero  Transit  Station 

Recreation  and  Park  Improvements 

Civic  Center  Improvements,  new  courts 
and  education  building 

Water  System  Improvements 


Amount 


$ 25.0 

39.0 

18.0 

6.0 

Not 

Deteinnined 

Not 

Determined 

43.3 

25.0 
9.9 

45.8 

30.0 


Date  of 
Submission 

June,  1974 


Nov. , 1974 


June,  1976 


Bond  Proposal 

Hetch  Hetchy  Transmission 
Line  Extension 

School  Improvements 

Multi-purpose,  General  Improvements 

War  Memorial  Rehabilitation 

Music  Arts  Building 

Legion  of  Honor  Improvements 

Fire  System  Improvements 

Multi-Purpose,  General  Improvements 

Water  Pollution  Control 

Hetch  Hetchy,  Coulterville  Powerhouse 

Main  Library,  New  Construction 

District  Mental  Health  Centers 

Senior  Citizen  Centers 


Amount 


$ 6.0 


Not 

Determined 

6.0 


15.3 

23.4 


1.3 


Not 

Determined 


6.0 


15.0 

44.0 


13.5 

Not 

Determined 
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Date  of 
Submission 

June,  1976 

Nov. , 1976 

Nov. , 1977 


Nov.,  1972 

Nov.,  1973 


Bond  Proposal 

Youth  Guidance  Center 

Hall  of  Justice  Improvements, 

Additional  Court  Rooms 

Multi-purpose,  General  Improvements 

M.  H.  de  Young  Museum  Improvements, 
new  east  wing 

New  Community  Hospitals 

Fire  System  Improvements 

Multi-purpose,  General  Improvements 

Hetch  Hetchy,  San  Joaquin  Pipeline  No.  4 


Amount 

Not 

Determined 

Not 

Determined 


6.0 


4.3 


25.9 

Not 

Determined 

6.0 

41.0 


* * * 

Nonprofit  Corporation  Bonds 

Yerba  Buena  Center,  sports  and  118.0 

^convention  center 

Social  Services  Improvements  5.2 

Sutter-Stockton  Garage  Expansion  5.1 


* * * 


Possible  Future  Bond  Proposals: 


Water  Pollution  Control 

County  Jail  Improvements 

District  Police  Stations  Improvements 

Public  Utilities  Office  Building 

Record  Center  and  Voting  Machine  Warehouse 

Central  Shops  Improvements 

Public  Health,  remodel  101  Grove  Street 

Hetch  Hetchy,  nev;  pov/er  generating  facilities 
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SECTION  B 


1 


EXPLANATORY 

1972-73  CAPITAL  PROGRAM 

Definitions 

The  tem  capital  improvement  program,  as  used  in  this  report, 
covers  a six-year  period  consisting  of  the  nev;  budget  year  1972- 
73  and  the  five  succeeding  fiscal  years.  The  1972-73  Capital 
Program  includes  the  funded  capital  budget  items  and  also  the 
proposals  for  financing  projects  from  sources  outside  the  budget 
during  1972-73.  The  term  unfunded  balance,  as  applied  to  a 
multi-phased  project,  refers  to  the  sum  of  additional  expendi- 
tures proposed  for  a given  project  during  that  five-year  period. 

The  term  recurring  budget  item  denotes  those  multi-phased  proj- 
ects which  involve  a repeated  activity  of  indefinite  duration. 


SOURCE  OF  FUNDS 


All  project  costs  are  to  be  funded  from  sales  taxes  and 
ad  valorem  property  taxes,  gas  taxes  and  road  funds,  revenues 
or  other  sources  (o) , as  indicated  under  the  heading  of  each 
program. 
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PROJECT  IDENTIFICATION  NUMBER 


The  project  identification  number  (P.I.N.)  is  designed  to  apply 
to  a particular  capital  improvement  project  and  only  that  one 
proposal.  Its  purposes  are:  1)  to  relate  a specific  project 
to  the  submitting  department;  2)  to  identify  the  capital  im- 
provement program  in  which  the  project  will  first  appear;  3)  to 
identify  the  fiscal  year  (1st  through  6th  year)  within  that  pro- 
gram when  the  department  seeks  funding;  and  4)  to  indicate  the 
departmental  priority  rating  for  that  project  on  its  first  s\ib- 
mission.  In  subsequent  capital  improvement  program  reports  the 
same  identification  number  will  be  repeated  through  all  phases 
of  the  project's  development  and  execution.  A new  identifica- 
tion number  would  be  assigned  only  if  the  scope  of  a project  is 
changed  substantially  upon  resubmission. 

The  project  identification  number  consists  of  eight  digits  ar- 
ranged in  three  major  components  as  shown  in  the  following 
example ; 

674.72.101 

The  first  component,  "674"  in  the  example,  is  a budget  index 
number  assigned  to  the  requisitioning  department. 

The  second  component,  "72"  in  the  example,  identifies  the  budget 
year  (1972-73)  of  the  six-year  program  for  which  the  particular 


project  was  initially  submitted.  The  present  report  covers  the 
six  fiscal  years  between  July  1,  1972,  and  June  30,  1978,  and 
"72"  appears  as  a constant  for  all  first  submissions.  Last  year 
"71"  was  a constant  for  new  submissions,  and  next  year  "73"  will 
be  the  constant. 

The  third  component,  "101"  in  the  example,  consists  of  two  ele- 
ments without  separation.  The  first  digit,  which  may  range  from 
1 to  6 , indicates  that  fiscal  year  within  the  six-year  capital 
improvement  program  when  the  requisitioning  department  asks  that 
the  project  be  initiated.  The  second  element,  "01"  in  the  example, 
consists  of  two  digits  ranging  from  01  to  89  and  reflects  the  de- 
partmental order  of  priority  for  projects  in  that  particular  fiscal 
year,  wherever  such  a sequence  is  feasible.  The  lower  this  two- 
digit  number  may  be,  the  higher  the  departmental  priority  that  was 
assigned  to  the  project  on  its  first  submission. 

The  City  Planning  Commission  has  reserved  the  block  of  nxambers 
from  90  to  99  in  this  second  element  to  designate  those  additional 
capital  improvement  projects  which  it  proposes  on  its  own  initia- 
tive to  the  respective  operating  departments.  The  Capital  Improve- 
ment Advisory  Committee  (CIAC)  has  also  used  this  block  of  nximbers 
to  propose  additional  projects. 
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COMP 

Maintenance 

(Costs 

ARATIVE  TABLE 

1972-73  Budget 

and  Repair  of  Pxiblic  Buildings 
in  thousands  of  dollars) 

C' 

Performing  Department 

Tax  Supported: 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recommended 

Appropriated 

Controller  - Central  EDP 

15.0 

15.0 

15.0 

15.0 

Calif.  Academy  of  Sciences 

40.6 

40.6 

31.1 

0 

Real  Estate  - Office 

10.0 

- 

8.8 

8.8 

Public  Works 

1,405.6 

1,280.3 

869.9 

816.3 

Public  Works  (contractual  services  - elevator 
and  fire  alarm  maintenance) 

190.0 

190.0 

169.5 

169.5 

Palace  of  the  Legion  of  Honor 

22.8 

20.3 

16.7 

0 

M.  H.  de  Young  Museum 

90.6 

90.6 

26.0 

20.0 

Center  of  Asian  Art  and  Culture 

12.0 

12.0 

12.0 

12.0 

Recreation  and  Park 

450.7 

450.7 

402.3 

402.3 

War  Memorial 

99.9 

99.9 

53.4 

47.4 

Municipal  Railway 

112.0 

107.5 

63.0 

63.0 

Total  Tax  Supported 

2,449.2 

2,306.9 

1,667.7 

1,554.3 

Revenue  Supported : 

International  Airport 

114.5 

114.5 

92.0 

92.0 

Water  Department 

171.0 

171.0 

171.0 

146.0 

Port  Commission 

236.0 

236.0 

148.0 

148.0 

Total  Revenue  Supported 

521.5 

521.5 

411.0 

386.0 

TOTAL  TAX  AND  REVENUE  SUPPORTED 

2,970.7 

2,828.4 

2,078.7 

1,940.3 
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1972-73  CAPITAL  BUDGET  ITEMS 

(Comparative  Table) 

The  following  table  shows  Departmental  Budget  Requests,  including  Supplemental  Budget  Requests,  and  Funding 
Recommendations  for  1972-73  from  the  CIAC  and  Mayor;  also  CIAC  Recommendations  for  1971-72  and  Budget  Appropriations 
for  1971-72  and  1972-73.  All  amounts  are  in  thousands  of  dollars. 


1971-72  1972-73 


CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recommended 

Appropriated 

Ad  Valorem  tax  supported  departments 

2,546.3 

1,494.6 

10,929.0 

9,511.4 

4,766.0 

1,945.6 

excluding  Municipal  Railway 

Municipal  Railway 

3,126.0 

1,643.4 

3,214.2 

3,214.2 

3,014.2 

3,014.2 

Total  Ad  Valorem  Tax  Supported 

5,672.3 

3,138.0 

14,143.2 

12,725.6 

7,880.2 

4,959.8 

Gas  Taxes  and  Road  Funds 

17,193.7 

3,900.3 

10,726.8* 

10,726.8* 

4,918.5* 

4,918.5* 

International  Airport  (revenues) 

920.0 

920.0 

1,539.1 

1,539.1 

14.1 

14.1 

Water  Department  (revenues) 

4,195.8 

4,195.8 

4,400.0 

4,400.0 

1,899.6 

1,899.6 

Hetch  Hetchy  (revenues) 

4,112.3 

3,924.2 

4,564.2 

4,564.2 

488.2 

488,2 

Port  Commission  (revenues) 

Totals 

1,338.0 

1,338.0 

820.0 

820.0 

400.0 

400.0 

33,432.1 

17,416.3 

36,193.3 

34,775.7 

15,600.6 

12,680.2 

*The  entire  Trafficways  program  is  under  review  for  major  changes.  See  Page  C 8 for  detail 
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P.I.N. 


As  Funded  by  Ad  Valorem  and  Sales  Taxes 
(Costs  in  thousands  of  dollars) 


Project  Description 


Department  Amount 

Requested Funded 


Unfunded 

Balance 


Fire  Department 


145.67.127  Redevelopment  Area  A-2 , fire  protection  work  (supplemental 
budget  request) 

145.67.126  Redevelopment  Area  E-1,  fire  protection  work  (supplemental 
budget  request) 


Police  Deoartment 


*161.72.113 


Hall  of  Justice,  install  bullet-resistant  glazing  for  first- 
floor  v.'indows  and  doors 


*161.72.114 


161.72.119 


*161.72.101 


*161.72.102 


*161.72.104 


Tv;in  Peaks  Coiamunication  Center,  install  security  measures 
and  related  structural  alterations 

Hall  of  Justice,  parking  area  entrance  and  exit,  security 
traffic  control  (supplemental  budget  request) 

Ingleside  Station,  install  security  measures  and  related 
structural  alterations 

Mission  Station,  install  security  measures  and  related 
structural  alterations 

Northern  Station,  install  security  measures  and  related 
structural  alterations  including  re-roofing  of  building 

Southern  Station,  install  miscellaneous  security  and  pro- 
tective features 


110.0  110.0  0 

225.3  225.3  0 


47.5 

22.8 

46.3 

40.0 

53.5 

56.0 


47.5  0 

22.8  0 

46.3  0 

40.0  0 

53.5  0 

56.0  0 


*161.72.106 


10.6 


10.6 
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P.I.N. 


Project  Description 


*161.72.107 

Police  Department  (Cont.) 

Taraval  Station,  install  security  measures  and  related 
structural  alterations 

*161.72.108 

Richmond  Station,  install  security  measures  and  related 
structural  alterations 

*161.72.109 

Central  Station,  install  security  measures  and  related 
structural  alterations 

*161.72.112 

Hall  of  Justice,  install  security  measures  and  related 
structural  alterations 

*179.72.101 

Superior  Court 

Hall  of  Justice,  3rd  floor,  install  protective  shields  in 
courtrooms  occupied  by  the  Superior  Court 

*183.72.101 

Treasurer 

Install  security  measures 

186.67.104 

Juvenile  Court 

Youth  Guidance  Center,  alter  five  cottages  to  provide 
proper  needed  ventilation  ($103.0  previously  appropriated 
to  alter  3 other  cottages) 

*233.70.101 

Department  of  Electricity 

Various  locations,  install  fire  and  police  alarm  systems 
in  new  underground  districts  (recurring  budget  item) 

Department 

Requested 

34.5 

47.0 

17.2 

49.0 

55.0 

7.4 

38.5 


Amount 

Fiinded 


34.5 

47.0 


17.2 


49.0 


19.0 


7.4 


33.1 


C-4 

Unfunded 

Balance 


0 


0 


0 


0 


36.0 


0 


181.2 


242.1 


100.0 


1,742.0 
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P.I.N. 

Project  Description 

Department 

Requested 

Amount 

Funded 

Unfunded 
Ra  1 a 

233.69.101 

Department  of  Electricity  (Cent.) 

Central  Radio  Station,  security  measures  (supplemental 
budget  request) 

Department  of  Public  Works  - General  Office 

18.1 

18.1 

0 

423.70.101 

Various  public  buildings,  misc.  replacement  and  reconstruction 
item.s  (recurring  budget  item) 

189.5 

27.0 

1,263.0 

*423.70.102 

Various  public  buildings,  misc.  minor  capital  improvements 
(recurring  budget  item) 

Department  of  Piablic  Health 

150.0 

25.0 

875.0 

500.71.103 

San  Francisco  General  Hospital,  modernize  ward  lavatories 
(supplemental  budget  request) 

20.7 

20.7 

0 

500.70.106 

Laguna  Honda  Hospital,  install  sprinkler  system 

40.4 

40.4 

0 

500.70.108 

Reconstruct  air  washers  in  surgery  ventilation  system 

31.2 

31.2 

0 

*500.71.107 

Laguna  Honda  Hospital,  install  exit  fire  doors  and  smoke 
barriers  at  ends  of  corridors  in  accord  with  Joint  Commission 
on  Accreditation 

86.2 

86.2 

0 

500.71.107 

Same  as  above.  (supplemental  budget  request) 

34.7 

34.7 

0 

500.71.108 

Laguna  Honda  Hospital,  enclose  stairs  (supplemental 
budget  request) 

23.1 

23.1 

0 

Mission  Mental  Health  Center,  building  and  improvements 

25.0 

18.8 

0 
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P.I.N. 


Project  Description 


*611.72.101 

*621.72.101 

*622.72.101 

651.67.103 

651.70.104 

651.70.105 

651.70.110 


Palace  of  the  Legion  of  Honor 

Install  total  security  and  fire  alairm  system  in  and 
around  building 


M.  H.  de  Young  Museum 


Install  total  security  and  fire  alarm  system  in  and 
around  building 


Center  of  Asian  Art  and  Culture 


Avery  Brundage  Wing,  install  fire  alarm  and  automatic 
sprinkler  systems  and  automatic  fire  door  as  recommended 
by  the  Gage-Babcock  Study 


Recreation  and  Park  Department  - General 

Reconstruction  and  Replacement 


Various  locations,  resurface  walks,  paths  and  parking 
areas  (recurring  budget  item)  (supplemental  budget 
request) 

Various  locations,  reconstruct  irrigation  systems 
(recurring  budget  item) 

Various  locations,  rehabilitate  and  reconstruct  children's 
areas  and  playgrounds  (recurring  budget  item) 

Various  locations,  rehabilitate  lighting  systems  (recur- 
ring budget  item) 


Department 

Requested 

40.0 

60.0 

18.2 

27.5 

90.0 

85.0 


Amount 

Funded 


40.0 


41.8 


6.7 


10.0 


60.0 

35.0 


C-6 

Unfunded 

Balance 

0 

18.2 

11.5 

290.0 

296.0 

425.0 


30.0 


20.0 


110.0 
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P.I.N. 


Project  Description 


Recreation  and  Park  Department  - General 

Reconstruction  and  Replacement  (Cont.) 

651.71.102  Various  locations,  rehabilitate  buildings  (recurring 
budget  item) 

651.71.102  Same  as  above.  (supplemental  budget  request) 


Recreation  and  Park  Department  - New  Capital 
Improvements 

Marina  Small  Craft  Harbor 

*648.71.103  East  section,  construct  convenience  station  and  related 
(ptn)  pumping  facilities  to  meet  State  loan  commitment 


General 


*656.71.101 


656.67.101 


656.67.106 


Hunters  Point  Redevelopment  Project,  recreation  and 
park  improvements  ($981.4  previously  appropriated) 

Marina  Yacht  Harbor,  construct  new  parking  area 
(supplemental  budget  request) 

Gilman  Playground,  various  improvements  (supplemental 
budget  request) 


655.67.508  Bayview-Hunters  Point,  recreation  center  planning 


Municipal  Railway 

Replace  rolling  stock  by  acquiring  new  motor  coaches, 
electric  coaches,  articulated  transit  cars  and  mini- 
buses 


736.69.102 


Department  Amount 

Requested Funded 


120.0  10.0 

65.0  32.5 


70.0 


70.0 


1,272.8 


333.3 


9.3 


9.3 


2.2  2.2 

20.0  20.0 


C-7 

Unfunded 

Balance 

527.0 

0 

155.0 

2,111.5 

251.2 

0 

2,070.0 


3,214.2 


3,014.2 


15,343.8 
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1972-73  CAPITAL  PROGRAM 


C-8 


As  Fxxnded  by  Gas  Taxes  and  Road  Funds 
(Costs  in  thousands  of  dollars) 


Pri. 

No . P » I »N , Project  Description 


Department  of  Public  Works  - Trafficways 


1 

2 

3 

4 

5 

9 

10 


The  Board  of  Supervisors  gave  tentative  approval  to  the  following 
projects  to  be  financed  from  Gas  Taxes  and  Road  F\inds  for  1972-73. 
However,  it  v/as  agreed  that  these  funded  proposals  shall  be  held 
in  abeyance  until  the  Finance  Committee  has  had  an  opportunity  to 
re-examine  these  newly  funded  projects  in  conjunction  with  previous 
appropriations  for  trafficv/ays  proposals  which  have  not  reached  the 
construction  bid  advertising  stage  in  order  to  determine  if  certain 
projects  can  be  postponed. 


670-68.101  Various  street  and  highv/ay  projects.  Select  System,  preliminary 

engineering  and  administrative  activities  (recurring  budget  item) 

670.68.102  Various  county  road  projects,  preliminary  engineering  and  adminis 
trative  activities  (recurring  budget  item) 


670.68.103  Various  street  improvements,  city  aid  as  supplement  to  assessment 
procedures  (recurring  budget  item) 

670.68.104  Various  locations,  construct  curbs  and  pavements  in  front  of  public 
property  (recurring  budget  item) 


670.68.105 


various  locations,  reset  curbs  and  construct  conform  pavements 
(recurring  budget  item) 


673.70.103 

673.70.103 


various  locations,  install  street  lighting  systems  in  new  under 
ground  districts  (recurring  budget  item) 


Various 

lighting 


locations,  provide  engineering  assistance  to  PUC  for  street 
systems  in  existing  overhead  districts  (recurring  budget 


item) 


Previous 

Appropriations 


157.0 

100.0 

22.0 

400.0 


1972-73 

Appropriations 


20.0 

20.0 


5.0 
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Pri. 

No. 


11 


12 

13 

14 


16 

17 

19 


21 

22 


23 


24 


P.I.N. 


673.70.104 


672.70.101 


672. 68 . 204 


672.71.101 


672.70.102 

672.70.103 

572.68.106 


675.68.120 


675.68.120 


670.72.101 


670.72.102 


Project  Description 

Department  of  Public  Works  - Trafficways  (Cont.) 

Various  locations,  construct  underground  street  lighting 
facilities  in  street  areas  outside  undergrovind  districts 
(recurring  budget  item) 

Various  intersections,  install  signals  and  channelization 
(recurring  budget  item) 

Various  locations,  modify  pedestrian  traffic  signals 

Various  locations,  install  traffic  signals  and  channelization 
at  intersections  presenting  safety  problems 

Various  intersections,  modify  signals  (recurring  budget  item) 

Various  intersections,  modify  and  reconstruct  traffic  control 
devices  (recurring  budget  item) 

Various  locations,  relocate  signals  and  street  lighting  facili- 
ties to  peimiit  removal  of  obsolete  or  surplus  trolley  poles 
and  light  standards  ($260.5  previously  appropriated) 

Market  Street  restoration;  beautification  of  neighborhood 
transit  stations  ($16,200.0  previously  appropriated) 

xMarket  Street  restoration;  beautification  of  neighborhood 
transit  stations  ($16,200.0  previously  appropriated) 

Mendell  St.,  betv/een  Evans  and  LaSalle  Aves.,  sidev/alk  narrowing, 
roadway  widening  and  street  reconstruction  (Change  in  scope, 
replaces  671.70.601  and  671.71.103) 

LaSalle  Ave.,  betv/een  Mendell  and  Lane  Sts.,  sidewalk  nairowing, 
roadway  widening  and  reconstruction  (Change  in  scope,  replaces 
671.70.601  and  671.71.104) 


Previous 

Appropriations 


1972-73  c 
Appropriations 


30.0 


100.0 

64.5 

165.0 


69.0 

18.0 


100.0 


500.0 


1,450.0 


161.0 


191.0 


-OK 


5 * . vn 


L-  - ■'.  J 

r i 


M 


<5»i€ 


-■<; 


0.9fti 

c.t^ 

O' 


1 * 


jtf 


.;a 


.W.;.q 


■ i*-. 


« 


>0£.cr,tT* 


, *# 

•Oi.' 32.*  iiwtitiiHt>  £.06  f,£g.<tgxa  ,a;-.'-t*  ^yt  **»'''  -uj  » a*  iCf.u*'.Ct^ 


pn.j  nu; 


%.*  ^ ' -i  * -,A*^ 


. ■■ 


noiir.::.^iist>4  &n:?  fi<uE  £X^nRjCM:-  vcixif* 

c:,7»y  ^Ji:|iifc  t:n‘>j;"’‘:.3-'‘  . -s 

.'i  , ’ ■ ~ ■ ■ « ' ■ - ■ " 

. ■*  t fau J 1 ? dfc'£i/:i  ' --  - p , v » . 

. * i 

'.<-!Io'*IFfltt  I r--  *®'  iHa'Eir>QC  - ^ 


.j&ri;ii.  odit5L::err  .•>»'u^£'<5i^i-‘i-t-0iJ.  ;ncx3-^2;^ii^i,  dt.T.  \ 
(iiaioiy  ( V-  3U-'„v«T-q  a,;0*:  l,cia>  .W-KkC'i-  =r3^ 


4^  ia,£*'v 

.-I  .r..4t& 

■ ^L.U^  iXd 

..:.  -v.«a 


'fit  Z •r 


, ’..{strcxv/y  5 T v'-  ^ 4 c? I- ■:  1 ?•- ■■  6* '' 


t M •- 


;Ui'tv'^i.-ic.  fj  .£0  >i  aXXa^J  Sna  £ft#53*:3 
,»ui3as  .r).  -'^rJartb^hJr; 

{ZZtl.ir.iKd 


..j‘-7n'>=  rl  '%c^-5a£lD»  .;>ii«i.‘%^  f‘CX-55Srali' tkt  'VV'  ■..•tm^^i 

■ ' . 


J*—  I . » 


loi. .era 


.CI.It.OTo 


n 


11 


1? 


Pri . 
No. 


P.I .N. 


Project  Description 


Previous 

Appropriations 


1972-73  C-10 

Appropriations 


Department  of  Public  Works  - Trafficways  (Cont.) 


25 

671.70.102 

Beideman  St.,  between  Ellis  and  O'Farrell  Sts.,  reconstruction 
($3.6  previously  appropriated  for  plans) 

26 

671.68.125 

Grove  St.,  between  Gough  and  Webster  Sts.,  reconstruction  ($14.0 
previously  appropriated  for  plans) 

27 

671.69.103 

Pierce  St.,  between  O' Farrell  St.  and  Golden  Gate  Ave.,  recon- 
struction ($13.3  previously  appropriated  for  plans) 

28 

671.69.104 

Steiner  St.,  between  Post  and  Bush  Sts.,  also  between  Fulton  and 
Ellis  Sts.,  reconstruction  ($23.4  previously  appropriated  for  plans) 

29 

670.72.103 

Hunters  Point  Redevelopment  Project  and  adjacent  areas,  street 
improvements 

30 

671.69.102 

Octavia  St.,  between  Sutter  and  Bush  Sts.,  pavement  reconstruction 

31 

674.71.101 

Street  side  landscaping  in  FACE  areas 

32 

670.72.108 

Noe  St.,  betv;een  Henry  and  Fourteenth  Sts.,  sidewalk  narrowing 
(FACE  neighborhood) 

33 

670.72.109 

Sanchez  St.,  between  Henry  St.  and  Duboce  Ave.,  sidewalk  narrowing 
(FACE  neighborhood) 

34 

675.70.203 

Elsie  Street  north  of  Virginia  Ave.,  construct  retaining  wall 

35 

670.68.201 

Harney  Way  and  Jamestown  Ave.,  construct  pedestrian  overcrossing 

36 

- 

Harney  Way  between  Bay shore  Freeway  and  Jamestown  Ave.,  street 
widening 

37 

- 

Downtov;n  area,  signalization 

38 

672.68.202 

Golden  Gateway  and  Jackson  Square,  install  signals  at  various 
intersections 

40.6 

172.0 

147.6 

258.':? 

171.0 

40.8 

118.0 

83.2 

63.0 


10.0 

97.0 

259.0 

116.0 
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Pri . 

No. 

P.I.N. 

Project  Description 

Previous 

Appropriations 

1972-73  C 

Appropriations 

Department  of  Public  Works  - Trafficways  (Cont.) 

- 

39 

672.69.101 

Chinatown,  install  signals  at  various  intersections  along  Grant 

Ave.  ($31.2  previously  appropriated) 

31.2 

40 

670.67.144 

Franklin  and  Gough  Sts.,  between  Sacramento  and  Lombard  Sts., 
install  traffic  signals 

70.0 

41 

672.71.102 

Cable  car  routes,  narrow  sidewalks  along  Powell  St.  between 

Sutter  and  California  Sts.,  and  install  signals  at  various 
intersections 

223.0 

42 

672.71.109 

Various  locations,  conduct  citywide  feasibility  study  for  estab- 
lishing bicycle  routes 

5.0 

45 

670.68.501 

Webster  St.  v/idening,  between  Post  and  California  Sts.,  constmct 

4-lane  divided  roadway 

560.0 

46 

670.72.104 

Keith  St.,  between  Fairfax  and  Evans  Aves.,  street  improvement 
(This  is  in  approved  India  Basin  Redevelopment  area) 

49.5 

47 

670.71.106 

Market  St.,  between  Ord  St.  and  Burnett  Ave.,  construct  median 
barriers 

146 . 7 

48 

670.71.103 

John  Muir  Drive,  between  Skyline  and  Lake  Merced  Blvds.,  replace 
drainage  facilities,  replace  roadway,  and  stabilize  adjacent 
slopes 

300.0 

49 

- 

Islais  Creek  Bridge,  reconstruct  leaf  lock  machinery 

95.0 

50 

- 

Broadway,  betv/een  Leavenworth  and  Hyde  Sts.,  pavement  reconstruction 

9.5 

51 

670.68.301 

Judah  St.,  between  5th  Ave.  and  LaPlaya,  narrow  sidewalks  between 

9th  Ave.  and  Sunset  Blvd.,  reconstruct  or  repave  other  blocks 

604.7 

52 

671.69.109 

Various  locations,  resurface  street  areas  in  the  Select  Street 

System  ($1,265.0  previously  appropriated) 

816.4 
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Pri . 

No. 

P.I.N. 

Project  Description 

Previous 

Appropriations 

1972-73 

Appropriations 

Department  of  Public  Works  - Trafficways  (Cont.) 

53 

671.69.109 

Various  locations,  resurface  street  areas  in  the  Select  Street 

System  ($1,265.0  previously  appropriated) 

500.0 

54 

671.69.105 

Golden  Gate  Park,  reconstruct  pavement  and  widen  roadway  along 

Middle  Drive  east  between  John  F.  Kennedy  Drive  and  South  Drive 

95.3 

55 

670.72.105 

Beacon  St.,  at  30th  St.,  install  guard  rail 

4.6 

56 

672.68.101 

Army  St.  Circle,  construct  grade  separation  structure 

1,100.0 

57 

674.72.101 

Telegraph  Hill  Blvd.,  restore  embankment  landscaping 

72.0 

58 

671.68.103 

Berry  St.,  from  DeHaro  to  3rd  St.,  pavement  reconstruction 

404.2 

59 

674.71.201 

Army  Street  Circle,  install  landscaping 

2 40.0 

60 

671.72.101 

Shipley  St.,  between  4th  and  Pitch  Sts.,  pavement  reconstruction 
(Yerba  Buena  Redevelopn;ent  Project  D-1) 

160.5 

61 

671.72.102 

Clara  St.,  between  4th  and  Pitch  Sts.,  pavement  reconstruction 
(Yerba  Buena  Redevelopment  Project  D-1) 

160.5 

62 

671.72.103 

Tehama  St.,  east  of  3rd  St.  and  west  of  4th  St.,  pavement 
reconstruction  (Yerba  Buena  Redevelopment  Project  D-1) 

52.1 

63 

671.72.104 

Clementina  St.,  east  of  3rd  St.  and  west  of  4th  St.,  pavement 
reconstruction  (Yerba  Buena  Redevelopment  Project  D-1) 

105.5 

64 

671.72.105 

Perry  St.,  east  of  3rd  St.,  pavement  reconstruction  (Yerba 

Buena  Redevelopment  Project  D-1) 

44.2 

65 

671.72.106 

Redevelopment  Area  A-2,  various  locations,  curb  reconstruction 

41.3 

66 

675.71.101 

Telegraph  Hill,  stabilize  east  slope,  to  prevent  rockfalls 
and  landslides  ($492.0  previously  appropriated  for  study 
under  Project  675.69.104 

110.0 
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Pri. 

No. 


P.I.N. 


Project  Description 


Previous 

Appropriations 


1972-73 

Appropriations 


69 

71 

72 

73 

75 

85 

86 

87 

88 
89 


675.72.102 


670.68.107 

672.72.107 


671.71.105 


670.72.107 


Department  of  Public  Works  - Trafficways  (Cont.) 

3rd  St.  Bridge  at  Islais  Creek,  replace  fenders  and  paint 

Van  Ness  Ave.,  between  Market  and  Bay  Sts.,  install  traffic 
signals 

Washington  and  Clay  Sts.,  widening  between  Kearny  and  Sansome  Sts. 

Scott  St.,  between  Turk  and  O’ Farrell  Sts.,  pavement  reconstmction 
(Redevelopment  Area  A-2) 

Sacramento  St.,  between  Stockton  and  Powell  Sts.,  reconstruction 

Drumm  St.  v/idening,  between  California  and  Jackson  Sts. 
(Redevelopment  Area) 

Clay  St.  v;idening,  between  Sansome  and  Drumm  Sts. 

Redevelopment  Area  E-1,  pavement  reconstruction 
Redevelopment  Area  E-1,  street  lighting 

Page  St.,  between  Franklin  and  Gough  Sts.,  sidewalk  narrowing 
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137.0 

229.4 

114.4 

47.5 

10.9 

15.5 

799.0 

205.0 

20.0 
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C-13 


P.I.N. 


Project  Description 


As  Funded  by  Revenues 
(Costs  in  thousands  of  dollars) 


Department  Amount 

Requested Funded 


Unfunded 

Balance 


Airports  Commission 


726.70.102 

Landing  field  and  road  pavement,  reconstruction 

14.1 

14.1 

2,465.9 

746.68.101 

Water  Department 

Various  locations,  renew  water  services  (recurring  budget 

1,500.0 

140.0 

8,860.0 

746.68.102 

item) 

Various  locations,  relocate  and  realign  water  mains 

125.0 

45.0 

905.0 

746-68.103 

(recurring  budget  item) 

Various  locations,  relocate  and  realign  water  services 

75.0 

40.0 

460.0 

746.68.104 

(recurring  budget  item) 

Various  locations,  replace  water  mains  (recurring  budget 

404.0 

347.6 

2,825.4 

746.68.105 

item) 

Various  locations,  reconstruct  and  restore  fences  (recurring 

35.0 

25.0 

119.0 

746.68.106 

budget  item) 

Various  locations,  grade  and  resurface  roads  (recurring 

25.0 

25.0 

30.0 

746.68.108 

budget  item) 

Y3.]fious  locations , water  mains , cement  mortar  lining 

412.0 

200.0 

2,712.0 

746.68.109 

(recurring  budget  item) 

Various  locations,  reconstruct  drain  and  air  valves  (recur- 

10.0 

8.0 

52.0 

746.68.110 

ring  budget  item) 

various  locations,  misc.  repair  and  improvements  to 

35.0 

15.0 

195.0 

buildings  (recurring  budget  item) 
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P.I.N. 

Project  Description 

Department 

Requested 

Amount 

Funded 

Unfunded 

n n ci 

Water  Department  (Cont.) 

746.72.101 

College  Hill  System,  replace  feeder  main 

250.0 

250.0 

0 

746.72.102 

Sionol,  replace  irrigation  pipelines 

38.5 

2.0 

36.5 

746.72.103 

Lombard  Reservoir,  replace  bulkhead  and  rehabilitate  fencing 

18.5 

18.5 

0 

747.68.101 

Various  locations,  water  main  extensions  (recurring  budget 
item) 

451.0 

356.0 

2,164.0 

747.68.102 

Various  locations,  provide  new  service  pipes  and  meters 
(recurring  budget  item) 

300.0 

275  .0 

2,100.0 

747.68.103 

Various  locations,  install  gate  valves  (recurring  budget 
item) 

27.5 

27.5 

1S6.0 

747.68.104 

Various  locations,  pipeline  electrolysis,  install  protective 
devices  (recurring  budget  item) 

30.0 

10.0 

40.0 

747.68.105 

Various  locations,  survey  property  lines  and  set  monuments 
(recurring  budget  item) 

15.0 

15.0 

124.0 

747.68.106 

Various  locations,  constmict  secondary  feeder  mains  (recurring 
budget  item) 

100.0 

100.0 

1,370.0 

Hetch  Hetchy  System 

756.70.114 

Services  to  Engineering  Division  (recurring  budget  item) 

267.7 

250.7 

1,312.3 

756.70.102 

Moccasin-Newark  transmission  line,  paint  towers  (recurring 
budget  item) 

26.0 

26.0 

134.0 

756.71.201 

Moccasin  Village  & O' Shaughnessy  Dam,  replace  electric  service 
panels  and  wiring  in  four  cottages 

5.0 

5.0 

0 

756.71.202 

0 ' Shaughnessy  Dam,  rehabilitate  drainage  system 

17.5 

17.5 

0 
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P.I.N. 


Project  Description 


Ketch  Hetchy  System  (Cent.) 

757.70.104 

Services  of  Engineering  Division  (recurring  budget  item) 

775.72.101 

Port  Commission 

Piers  9,  15,  17,  19-23  and  35,  substructure  improvements 
and  repairs 

775.72.102 

Various  piers  and  Agricultural  Building,  construct  sanitary 
sewers  and  connect  to  City  system  (replaces  775.70.307, 
increase  in  scope) 

775.72.103 

Public  access  to  Islais  Creek  and  Central  Basin 

Department  Amount 

Requested Funded 


199.9 

200.0 

100.0 

100.0 


188.9 

200.0 

100.0 

100.0 


C-15 

Unfunded 

Balance 

11.0 

1,000.0 

400.0 
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Source  of  Funds 


Ad  Valorem  and  Sales  Taxes 

Debt  Service  for  purchase  of  rolling 
stock  and  capital  improvements  for 
Municipal  Railway 

Gas  Taxes  and  Road  Funds 


G.  O.  Bonds,  proposed 

(excluding  multi-purpose  bonds) 

Departmental  Revenues 

Other  sources 


Totals 


D-1 

FISCAL  SUMMARY 

Capital  Improvement  Program,  1973-74  through  1977-78 
(Costs  in  thousands  of  dollars) 


Five-Year 


1973-74 

1974-75 

1975-76 

1976-77 

1977-78 

Totals 

12,807.8 

6,762.5 

4,940.0 

2,928.6 

2,899.0 

30,337.9 

(6,434.8) 

(4,056.0) 

(2,489.0) 

(1,182.0) 

(1,182.0) 

(15,343.8) 

3,255.7 

1,558.5 

1,476.3 

1,484.9 

1,440.8 

9,216.2 

178,000.0 

40,000.0 

98,500.0 

30,200.0 

41,000.0 

387,700.0 

13,774.6 

12,456.5 

10,056.5 

10,911.5 

5,755.5 

52,954.6 

50.0 

50.0 

50.0 

50.0 

50.0 

250.0 

207,888.1 

60,827.5 

115,022.8 

45,575.0 

51,145.3 

480,458.7 

CAPITAL 


IMPROVEMENT 


PROGRAM 
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1973-74  through  1977-78 
To  be  Funded  from  Ad  Valorem  and  Sales  Taxes 
(Costs  in  thousands  of  dollars) 

Pri . 

No. P.I.N. Project  Description 1973-74  1974-75  1975-76  1976-77  1977-78 


RECONSTRUCTION  AND  REPLACEMENT  ITEMS 
Municipal  Railway 


0 

736.69.102 

Replace  rolling  stock  by  acquiring  new  motor  coaches, 
electric  coaches,  articulated  transit  cars  and  mini- 
buses. Financing  via  HUD  grants  and  nonprofit  corpora- 
tion bonds.  ($10,494.3  previously  appropriated  to  this 
project  for  debt  service  in  addition  to  $2,000.0  appro- 
priated to  Project  736.68.101  for  establishing  the 
nonprofit  corporation) 

Vario’;s  Tax  Supported  Departments 

6,434.8 

4,056.0 

2,489.0 

1,132.0 

1,182.0 

1 

423.70.101 

Dept,  of  Public  Works,  various  public  buildings,  misc. 
replacement  and  reconstruction  items  (recurring  budget  item) 

200.0 

210.0 

220.0 

230,0 

240.0 

2 

736.68.119 

Municipal  Railway,  services  of  Engineering  Division  (recur- 
ring budget  item) 

120.0 

120.0 

120.0 

120.0 

120.0 

3 

651.70.105 

Recreation  and  Park  Dept.,  various  locations,  rehabilitate 
and  reconstruct  children's  areas  and  playgrounds  (recurring 
budget  item) 

85.0 

75.0 

75.0 

75.0 

75.0 

4 

651.67.103 

Recreation  and  Park  Dept.,  various  locations,  resurface 
walks,  paths,  and  parking  areas  (recurring  budget  item) 

50.0 

50.0 

50.0 

50.0 

50.0 

5 

651.71.102 

Recreation  and  Park  Dept.,  various  locations,  rehabilitate 
buildings  (recurring  budget  item) 

50.0 

50.0 

50.0 

50.0 

50.0 

6 

651.70.110 

Recreation  and  Park  Dept.,  various  locations,  rehabilitate 

20.0 

20.0 

20.0 

20.0 

20.0 

lighting  systems  (recurring  budget  item) 


0 


r~ 


>T-itex 

*.- 

^ifStsS  *-*ixi  i 4 CHrisJcil^  HA  leeyjl  ad  07 

(ir>al444t  ^ 4i»n»aiP^  nl 


»T-r^9i  »r^s«  ?<r>>Ta 


fv.:?>£ 

!».0i  '. 

'J  4.  ^ 

C.Oif* 

> 

4 

o.ou 

C.fJlf 

x.  "... 

C . cT 

o.eT 

..ex 

a-et 

'. . .-a 

t , '7x 

0.  -e 

o.ne 

V . jC 

0.  u€ 

0 w 

a.  ?:- 

.■' . C? 

0.^* 

e.<u 

. X.f* 

aoi  fQJ  i^oaccra;*! 


■^'ini 


Si 

’■  4 
1??w. 


a»®i  .if!W  CISA  W0IT3aRTfe«mH 

vgwiigyt  iggioi^tfiyi 


^IJti  bftC  «»l>c  ^ »4f4.'i;r;4  »«c1o44k>  ■ai'ii^fiSpa  l .t 

-awAij,? i Y3ji|.-iers  trrtj|  i f --,5.  j ^ .jU?r  A|ja  Iptfti  . •tatid 

»J^  (P  f ,t*trt^ 

St?  !:oi-fibi>»!  ni  «r;- ‘Tt*^  /-ssl  .aros^ 

brJ  t i 1 nt ri^  : ’>1  . gcr . * JIMrC  ^ I --<»ai»q[ 

' rT.-i-ra-joj^ro^  Jl'oiiqpion 


£•  c -^JQ  J* ^ Q a»  7 f r (“SI  V 

^j&-.  sB'ViCi.iSi'i.fO  ?.  '>i^'«-’‘  'i-'.ipfcf  ■ liUA  Jo  .5qaCI 

tctsfSs  -'.liaUfti  ;>njr':i>/jtrv/  i - ‘i:?  f ’’i  tiiitooei  fro*  JriK-.«“»4lq*a 


r^^lvX^  ?f*:-T*  xi’^a  i;- 


t -3^.-4111^ 

:d*t6vC  TAia 


JUtS^ii^riartsi  , inrc  :**oo/  ■fiiJ*:^:  r.',  , . eA  341*  nc-*-63t»a»^ 

= Jl' T'.iiT'g.  ;cl..‘'  t-rji  j;  * fts-i::>l  x ir.  tc* 

•'  ■*  r>||tfi<>l 


-1*  iriv  « .3qfC  o^V* 

oni'iM  -•=-.'  a4i:x.x  T.,x;.<*;i«q  ^!^mq  *a'iijtw 


ssrft  ?i  r^gisr  :■  X .k?!  f^rji^CJ.*  , .Jq»:;  xCtt??  brut  fit>1.3^B4KtOa€ 

{ :bbj:  ■» -v--^  i i3^x"£^/  agnlbliiNi 

‘i  ,^nol:ScJ^cL^'K■--^^  , ^SqaQ  tift.  m*^otTS^9iK 

ir&:l  Cii^*5dj'~yLi  eaatftv*  {i^d^X 


irl.OT.tl* 

-• 

h*  ' 

^Os£.0’'.U> 

£Oi.ra,tw 

sox.x^.iea 

oii-CT.xza 


Pri . 
No. 


P.I.N. 


Project  Description 


7 

8 

9 

10 

11 

12 


13 

14 

15 

16 

17 

18 


651.67.102 

651.70.104 

651.67.105 

692.72.101 

651.70.113 

186.67.104 

692.71.101 

659.70.101 

651.70.111 

691.67.190 

(ptn) 

691.67.190 

(ptn) 

691.67.190 

(ptn) 


Various  Tax  Supported  Departments  (Cont.) 

Recreation  and  Park  Dept.,  various  locations,  resurface 
courts  and  play  areas  (recurring  budget  item) 

Recreation  and  Park  Dept.,  various  locations,  reconstruct 
irrigation  systems  (recurring  budget  item) 

Recreation  and  Park  Dept.,  Candlestick  Park  Stadium,  repave 
parking  lot  (recurring  budget  item) 

Veterans'  Building,  Museum  of  Art,  install  fire  alarm 
(smoke  detection)  system 

Various  locations,  reconstruct  and  replace  fencing  (recurring 
budget  item) 

Youth  Guidance  Center,  alter  five  cottages  to  provide  proper 
needed  ventilation  ($141.5  previously  appropriated  to  alter 
3 other  cottages) 

Veterans'  Building,  Museum  of  Art,  renovate  north  gallery 

Camp  Mather,  various  buildings,  rehabilitation 

Recreation  and  Park  Dept.,  various  golf  courses,  resurface 
parking  areas  (recurring  budget  item) 

Opera  House,  rehabilitate  stage  lighting 


Opera  House,  rehabilitate  and/or  replace  stage  rigging  and 
cycloramas 

Opera  House  and  Veterans'  Building  (including  Museum  of 
Art),  general  rehabilitation  (lump  sum  entry;  proposals 
for  budget  year  are  listed  individually) 


1973-74 

1974-75 

1975-76 

1976-77 
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1977-78 

120.0 

90.0 

90.0 

90.0 

90.0 

74.0 

44.0 

44.0 

44.0 

44.0 

50.  Oo 

50  .Oo 

50 . Oo 

50.00 

50 . Oo 

(Candlestic! 
Park  fund) 

9.6 

25.0 

25.0 

25.0 

25.0 

25.0 

40.7 

43.9 

47.0 

49.6 

- 

21.5 

40.0 

40.0 

40.0 

20.0 

20.0 

30.0 

30.0 

30.0 

30.0 

30.0 

102.0 

120.0 
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300.0 


300.0 
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Pri . 
No. 


P.I.N. 


Project  Description 


CAPITAL  IMPROVEMENT  PROJECTS 

Redevelopment  Projects 

0 *656.71.101 

Hunters  Point  Redevelopment  Project,  recreation  and  park 
improvements  {$1,319.7  previously  appropriated) 

1 *423.70.102 

Various  Tax  Supported  Departments 

Dept,  of  Public  Works,  various  public  buildings,  misc. 
minor  capital  improvements  (recurring  budget  item) 

2 648.71.101 

Marina  Yacht  Harbor,  rehabilitation  and  improvements 
($111.3  previously  appropriated)  (replaces  Project 
656.67.101) 

3 *179.72.101 

Superior  Court,  Hall  of  Justice,  3rd  floor,  install 
protective  shields  in  courtrooms  occupied  by  the  Superior 
Court  ($19.0  previously  appropriated) 

4 *656.69.104 

Recreation  and  Park  Dept.,  various  locations,  protective 
lighting 

5 *261.70.101 

Alterations  to  Tax  Collector's  office.  Room  106  City  Hall 

6 *622.72.101 

Avery  Brundage  Wing,  install  fire  alarm  and  automatic 
sprinkler  systems  and  automatic  fire  door  as  recommended 
by  the  Gage-Babcock  Study  ($6.7  previously  appropriated) 

7 *233.70.101 

Department  of  Electricity,  various  locations,  install 
fire  and  police  alarm  systems  in  nev/  underground  districts 
annual  request  ($733.0  previously  appropriated) 

8 233.67.101 

Dept,  of  Electricity,  various  locations,  fire  & police 
alarms  in  underground  districts 

8 


1973-74  1974-75  1975-76  1976-77 

934.5  596.0  581.0 

150.0  150.0  150.0  150.0 

73.0  150.0 

36.0 

50.0  50.0  50.0  50.0 

40.0 
11.5 

452.1  310.0  315.0  320.0 
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1977-78 
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244.0 


te» 

* « 


o.lte 

o.3*ee 

?.i£e 

.v(«r 

0.0^1 

•f««X 

• 

■‘ 

a 

0.  ‘^“^1 

0 • ' 

o.o<  0.0*  e.c*  0 ..Oil 


- gfc  fj^rK^ 

jhi*4i  b*"^  . irt4Mk^ivv*w»ti  J \ 'J  ir'y^or/fi 

Mg'  imdbj^ 

.7Vfc»  ~T"  ^.*  ' '^'•^Vtttr  * JOSH  >i-i^*i  in  fl»C 

iuipJ-'  ‘ifSiii  , ^Jlfjfeij:  *:.*.- A4»«-*i>i'3jiri:  Ir>;»^ar3  -twfifli 

♦ * _ f 

b :jJR  . fiAJ^r  , ’■"■■. *t!»*  trnJrwtf* 

I*.*-  feii^rt'-  ’uJffivfS'i  I ^lUi 

\i^*  ‘4. -€^ 

inC  (trii^a*»L  Sc  ivi^rO  ''Oin-rv-ii^ 

--4t48[fc*5s<>^<5g3^  'uCa.;.'  i-recO 

*f!exJ3^!{»y<q.  •^‘-•'-i-'^***'’  » ic^'^  >j-f’  i .u  fioa'’F'*^3ftA 

t uJtt^li 

-?bi  nok£  Xibi  .7  ? n5i  .iri^iA 

.. jix.  ci-q*  ".TI.;*#  ^v^-5«tt*fS 

IT’#.:  :i..u  , -a;.  * J£cO^  ‘ . • rqrf3  ^ JT  * JMMtJSJKlt^'^ 

ii*  qcS‘.--^3.'X  ’Xi.t  Ur  sai- >;  t«<kf»  iKxi'J 

' {fcr9i4i:::tfii?^^  vl~  .i  iMitnKn 

•«r.U''-  I .*  5^  -1  , 5 r»il/S'sc*X  3t;^>t£V  .v  4M4jt>j:d 

•.ijna  ij-3ii>  ti/tL'OTlixr--*,/  nl  zjrtfdh 


l*>i  . i'l  .c^d*  ~ 


co:  0T.ft;»* 

» * 
ioi.st.^rt* 

I 

lox.or.ii:^ 
'ji,;T.scd* 


]rji..pC.^i* 

1 ji.co.ta 


Pri. 

No. 


P.I.N. 


Project  Description 


Various  Tax  Supported  Departments  (Cont.) 

9 *161.72.111 

Hall  of  Justice,  4th  Floor,  Bureau  of  Communications, 
provide  CO2  type  fire  protection  system  for  electric 
equipment 

10  *423.71.103 

Dept,  of  Public  Works,  reconstruct  steam  supply  and  return 
piping  loop  which  supplies  City -owned  buildings  in  Civic 
Center 

11  155.70.101 

Municipal  Court,  Hall  of  Justice,  install  improvements 
to  alarm  systems 

12  *173.71.101 

Sheriff's  Dept.,  Jail  #1,  install  steel  grilles  in  transom 
openings 

13  *173.71.102 

Sheriff's  Dept.,  Jail  #1,  install  steel  grilles  in  windows 
of  cells  and  recreation  area 

14  *161.72.115 

Police  Stables,  install  security  measures  and  related 
structural  alterations 

15  *161.72.110 

Police  Pistol  Range,  install  security  measures  and  related 
structural  alterations 

16  *161.72.116 

Police  Pistol  Range,  construct  a reinforced  concrete  block 
building  of  approximately  200  sq.  ft.  to  store  explosives 

17  *124.72.102 

Controller,  EDP  Center,  construct  alternate  source  of 
electrical  service 

18  *213.69.101 

Steinhart  Aquarium,  install  emergency  generator 

19  *500.71.111 

Laguna  Honda  Hospital,  remodel  toilet  rooms  and  install 
safety  devices  in  bathrooms  in  wards  as  recommended  by 
Joint  Commission  on  Accreditation  (buzzers,  water  con- 
trol, grab-rails,  etc.) 

19 
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Pri. 

No. 


P.I.N. 


20 

21 

22 

23 

24 

25 

25 


27 

28 

29 

30 

31 

32 


500.67.114 

*173.67.119 

*124.72.101 

*656.69.105 

*173.67.122 

*145.70.102 

*145.72.101 

145.69.103 

*173.67.120 

*161.71.103 

*233.71.101 

*173.67.101 

*173.70.101 


Project  Description 


Various  Tax  Supported  Departments  (Cont.) 


S.  F.  General  Hospital,  Bldg.  90,  enclose  main  stairway 
(supplemental  budget  request) 

Sheriff's  Dept.,  Jail  #2,  convert  cells  and  alter  washrooms 
to  provide  68  showers  ($20.9  previously  appropriated) 

Controller,  new  access,  protection  and  security  improvements 
to  areas  occupied  by  EDP  in  City  Hall 

Recreation  and  Park  Dept.,  various  locations,  athletic  field 
floodlighting 


10.8 

161.5 


150.0 


83.0  140.0  108.0  108.0  108.0 


Sheriff's  Dept.,  men's  building,  provide  new  toilet  room  8.0 

for  kitchen  workers 

Various  firehouses,  install  automatic  radio-controlled  48.0 

overhead  doors  and  modify  openings 

Various  firehouses,  install  radio  controls  for  apparatus  23.7 

doors  to  25  engine  companies  (replaces  145.70.101)  ($10.0 
previously  appropriated) 


Fire  Dept.  Engine  Cos.  25  & 42,  new  I'adio-controlled  overhead  6.2 

doors  (supplemental  budget  request) 


Sheriff's  Dept.,  Jail  #2,  men's  building,  install  66  stain-  149.5 

less  steel  tables  for  dining  and  passive  recreation 

Hall  of  Justice,  various  locations,  install  security  devices  25.0 


Central  Fire  Alarm  Station,  rebuild  roof  (security  measure) 


14.0 


Sheriff's  Dept.,  Jail  #2,  install  automatic  fire  sprinklers  71.3 

to  comply  with  San  Francisco  Building  Code 

Sheriff's  Dept.,  Jails  #2  and  #4,  install  modem  alarm  system  13.0 
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Pri. 


No. 

P.I.N. 

33 

*500.67.111 

34 

656.69.190 

35 

*656.67.503 

36 

*500.72.101 

37 

*656.69.101 

38 

*145.71.102 

39 

*621.71.101 

40 

*233.67.102 

41  *181.72.101 

42  *648.71.103 
(ptn) 

*423.71.102 


Project  Description 

Various  Tax  Supported  Departments  (Cont.) 

Dept,  of  Public  Health,  101  Grove  Street,  modernize  elevator 

Hunters  Point  Redevelopment  Project,  park  & recreational 
facilities  (Phase  I) 

Diamond  Heights  Redevelopment  Project,  Walter  Haas  Play- 
ground, new  construction  ($41.2  previously  appropriated) 

S.  F.  General  Hospital,  Outpatient  Dept.,  provide  one  X-ray 
room  and  X-ray  film  storage  facility  (replaces  500.71.117) 

Recreation  & Park  Dept,,  various  locations,  fencing 

Fire  Dept.,  various  firehouses,  install  security  doors 

M-  H.  de  Young  Museum,  install  sprinkler  system  in  various 
areas 

Dept,  of  Electricity,  Central  Radio  Station,  convert  over- 
head electric  and  communication  wiring  to  underground 

Additional  office  space  for  the  Board  of  Supervisors  on 
the  2nd  floor  of  City  Hall 

Marina  Sm.all  Craft  Harbor,  west  section,  construct  con- 
venience station  and  related  pumping  facilities  ($72.5 
previously  appropriated) 

Dept,  of  Public  Works,  streetside  landscaping  (Board  of 
Supervisors'  Resolution  515-68) 
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PROGRAM 
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1973-74  through  1977-78 
To  be  Funded  from  Gas  Taxes  and  Road  Funds 
(Costs  in  thousands  of  dollars) 

Pri . 


No. 

P.I.N. 

Project  Description 

1973-74 

1974-75 

1975-76 

1976-77 

1977-78 

Department  of  Public  Works  - Trafficways 

1 

670.68.101 

Various  street  and  highv/ay  projects,  Select  System, 
preliminary  engineering  and  administrative  activities 
(recurring  budget  item) 

20.0 

20.0 

20.0 

20.0 

20.0 

2 

670.68.102 

Various  county  road  projects,  preliminary'  engineering 
and  administrative  activities  (recurring  budget  item) 

20.0 

20.0 

20.0 

20.0 

20.0 

6 

670.68.103 

Various  street  improvements,  city  aid  as  supplement 
to  assessment  procedures  (recurring  budget  item) 

162.0 

162.0 

162.0 

162.0 

162.0 

7 

670.68.104 

Various  locations,  construct  curbs  and  pavements  in 
front  of  public  property  (recurring  budget  item) 

100.0 

100.0 

100.0 

100.0 

100.0 

8 

670.68.105 

Various  locations,  reset  curbs  and  construct  conform 
pavements  (recurring  budget  item) 

22.0 

22.0 

22.0 

22.0 

22.0 

9 

673.70.102 

Various  locations,  install  street  lighting  systems 
in  new  underground  districts  (recurring  budget  item) 

400.0 

500.0 

500.0 

500.0 

500.0 

10 

673.70.103 

Various  locations,  provide  engineering  assistance  to 

PUC  for  street  lighting  systems  in  existing  overhead 
districts  (recurring  budget  item) 

15.0 

10.0 

10.0 

10.0 

10.0 

11 

673.70.104 

Various  locations,  construct  underground  wired  street 
lighting  facilities  in  street  areas  outside  underground 
districts  (recurring  budget  item) 

30.0 

30.0 

30.0 

30.0 

30.0 

12 

672.70.101 

Various  intersections,  install  signals  and  channelization 
(recurring  budget  item) 

105.5 

111.0 

116.5 

122.0 

127.5 
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Pri . 


No. 

P.I.N. 

Project  Description 

Department  of  Public  Works  - Trafficway s (Cont.) 

13 

672.68.204 

Various  locations/  modify  pedestrian  traffic  signals 

15 

672.70.101 

Various  intersections,  install  signals  and  channeli- 
zation (recurring  budget  item) 

16 

672.70.102 

Various  intersections,  modify  signals  (recurring 
budget  item) 

17 

672.70.103 

Various  intersections,  modify  and  reconstruct  traffic 
control  devices  (recurring  budget  item) 

18 

672.70.104 

School  crossings,  install  signals  at  various  locations 
(recurring  budget  item) 

19 

672.68.106 

Various  locations,  relocate  signals  and  street  light- 
ing facilities  to  permit  removal  of  obsolete  or 
surplus  trolley  poles  and  light  standards  ($260.5 
previously  appropriated) 

20 

672.71.101 

Various  locations,  install  traffic  signals  and  channel!' 
zation  at  intersections  presenting  safety  problems 

29 

670.72.103 

Hunters  Point  Redevelopment  Project  and  adjacent  areas, 
street  improvements 

31 

674.71.101 

Streetside  landscaping 

Future  years 

- Inner  Richmond 

- Upper  Ashbury 

- Other  areas 

43 

672.72.105 

Various  neighborhood  shopping  districts,  beautification 

and  improvenent  study 


44 


672.72.101 


Neighborhood  street  improvement  demonstration  project 
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Pri. 

No. 


P.I.N. 


Project  Description 


Department  of  Piiblic  Works  - Trafficways  (Cont.) 

53  671.69.109 

Various  locations,  resurface  street  areas  in  Select 

System  ($1,265.0  previously  appropriated) 

66  675.71.101 

Telegraph  Hill,  stabilize  east  slope  to  prevent  rock 
falls  and  land  slides  ($492.0  previously  appropriated 
for  study  under  Project  675.69.104) 

67  675.72.101 

Municipal  Asphalt  Plant,  modify  exhaust  gas  cleaning 
system 

68  670.72.106 

Roosevelt  Way  at  17th  St.,  lower  intersection  to 
improve  sight  distance 

70  672.72.103 

Great  Highway,  study  v/ays  and  means  to  provide  pedestrian 
safety 

74  671.60.111 

Montgomery  St.,  between  Pacific  Ave.  and  Broadway, 
reconstruction 

76  671.68.115 

46th  Ave.,  between  Sutro  Heights  and  Anza  St., 
reconstruction 

77  671.68.124 

Margaret  Ave.,  between  Lakeview  Ave.  and  Summit  St., 
reconstruction 

78  671.68.122 

Waldo  Alley,  from  Leavenworth  St.  to  westerly  terminus, 
reconstruction 

79  671.71.108 

Kearny  St.,  between  Commercial  and  Clay  Sts.,  recon- 
struction (formerly  portion  of  671.70.105) 

80  671.68.113 

Steiner  St.,  between  Duboce  Ave.  and  Waller  St., 
reconstruction 

81  671.71.109 

Beach  St.,  between  Scott  and  Baker  Sts.,  reconstruction 
(includes  671.68.118) 
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1973-74  through  1977-73 
To  be  Funded  from  Revenues 
(Costs  in  thousands  of  dollars) 


P.I.I-7. 

Project  Description 

1973-74 

1974-75 

1975-76 

1976-77 

1977-78 

Airports  Commission  - Reconstruction  S Replacement 

726.70.101 

Services  of  the  Airport  Engineering  Division  for  reconstruction 
and  replacement  items  (recurring  budget  item) 

160. Or 

35  .Or 

35. Or 

35, Or 

35  .Or 

726.70.102 

Landing  field  pavement,-  reconstruction  (recurring  budget  item) 

480. Or 

400. Or 

400. Or 

400. Or 

400. Or 

726.71.101 

Replace  sewer  force  main  (Phase  I) 

230. Or 

Nev/  Capital  Improvements 

727.70.101 

Services  of  the  Airport  Engineering  Division  for  capital 
improvements  (recurring  budget  item) 

325 . Or 

40. Or 

40. Or 

40.  Or 

100. Or 

727.70,102 

Utilities  System,  enlarge  and  improve  system  (recurring  budget 
item) 

150. Or 

100. Or 

100. Or 

100. Or 

100 . Or 

727.70.103 

Landing  field  facilities,  improvements  (recurring  budget  item) 

60. Or 

30. Or 

30  .Or 

30. Or 

30.  Or 

727.71.101 

Passenger  terminal  facilities,  minor  improvements  (formerly 
portion  of  727. 6S. 201)  (recurring  budget  item) 

100. Or 

50. Or 

50.  Or 

50. Or 

50. Or 

727.69.104 

Roads  and  parking  facilities,  minor  improvements  (recurring 
budget  item) 

20.  Or 

20.  Or 

20. Or 

20. Or 

20. Or 

746.68.101 

Water  Department  - Reconstruction  & Replacement 

various  locations,  renew  water  services  (recurring  budget 

1,500.  Or 

1,500. Or 

1,500. Or 

1,500. Or 

1,500. Or 

item) 
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P.I.N. 


Project  Description 


Water  Department  - Reconstruction  s Replacement  (Cont.) 

746.68.102 

Various  locations,  relocate  and  realign  water  mains  (recurring 
budget  item) 

746.68.103 

Various  locations,  relocate  and  realign  water  services 
(recurring  budget  item) 

746.68.104 

Various  locations,  replace  water  mains  (recurring  budget  item) 

746.68.105 

Various  locations,  reconstruct  and  restore  fences  (recurring 
budget  item) 

746.68.106 

Various  locations,  grade  and  resurface  roads  (recurring  budget 
item) 

746.68.108 

Various  locations,  water  mains,  cerr.ent  mortar  lining  (recurring 
budget  item) 

746-68.109 

Various  locations,  reconstruc  . drain  and  air  valves  (recurring 
budget  item) 

746.68.110 

Various  locations,  misc.  repair  and  improvements  to  buildings 
(recurring  budget  item) 

746.72.102 

Sunol,  replace  irrigation  pipelines  ($2.5  previously  appropriated) 

746.72.105 

Potrero  Heights  Reservoir,  rehabilitate  roof 

747.68.101 

Water  Department  - New  Capital  Improvements 

Various  locations,  v;ater  main  extensions  (recurring  budget  item) 

747.68.102 

Various  locations,  provide  new  service  pipes  and  meters  (recurring 
budget  item) 

747.68.103 

Various  locations,  install  gate  valves  (recurring  budget  item) 
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1973-74 

1974-75 

1975-76 

1976-77 

1977-78 

165  .Or 

165. Or 

165. Or 

165 . Or 

165. Or 

85. Or 

85. Or 

85  .Or 

85.  Or 

85  .Or 

550. Or 

550. Or 

550. Or 

550. Or 

550 . Or 

21 . Or 

22. Or 

22. Or 

22  .Or 

22. Or 

16 . Or 

16.  Or 

16. Or 

16 . Or 

16 . Or 

500. Or 

500. Or 

500. Or 

500. Or 

500. Or 

10 . Or 

10. Or 

10. Or 

10. Or 

10. Or 

35.  Or 

35. Or 

35. Or 

35.  Or 

35. Or 

36. 5r 

12  .Or 

420. Or 

415. Or 

420. Or 

415. Or 

420. Or 

415. Or 

420. Or 

415. Or 

420 .Or 

415. Or 

48  .Or 

49.  Or 

49.  Or 

49.  Or 

49.  Or 
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P.I.N. 

Project  Description 

1973-74 

1974-75 

1975-76 

1976-77 

1977-7R 

Water  Department  - New  Capital  Improvements  (Cont.) 

747.68.104 

Various  locations,  pipeline  electrolysis,  install  protective 
devices  (recurring  budget  item) 

8. Or 

8. Or 

8. Or 

8. Or 

8. Or 

747.68.105 

Various  locations,  survey  property  lines  and  set  monuments 
(recurring  budget  item) 

24. Or 

25 . Or 

25. Or 

25 . Or 

25. Or 

747.68.106 

Various  locations,  construct  secondary  feeder  mains  (recurring 
budget  item) 

150 . Or 

150. Or 

150. Or 

150 . Or 

150. Or 

747.68.107 

Various  locations,  watershed  lands,  erosion  control  (recurring 
budget  item) 

10.  Or 

12.  Or 

12  .Or 

12. Or 

12. Or 

747.68.108 

Various  locations,  install  drain  and  air  valves  (recurring 
budget  item) 

16. 5r 

28.  Or 

28. Or 

28. Or 

28  .Or 

747.68.109 

Various  locations,  construct  fences  (recurring  budget  item) 

25.  Or 

25 . Or 

25. Or 

25. Or 

25. Or 

747.68.110 

Various  locations,  motorize  large  valves  (recurring  budget  item) 

35  .Or 

35  .Or 

35. Or 

35. Or 

35  .Or 

747.72.101 

City  water  distribution  system,  enlarge  centralized  telemetering 
and  control  system  (second  stage) 

450. Or 

980. Or 

Hetch  Hetchy  System  - Reconstruction  & Replacement 

756.70.114 

Services  to  Engineering  Division  (recurring  budget  item) 

260. 5r 

260. 5r 

260. 5r 

260. 5r 

260. 5 r 

756.69.102 

Moccasin  Village,  reconstruct  and  renovate  administrative 
offices  for  the  System 

64. Or 

756.71.107 

Various  locations,  rehabilitate  exterior  of  buildings 

66. Or 

44. Or 

22. Or 

756.72.101 

Dion  R.  Holm  Powerhouse,  repairs  and  additional  protection 
to  safeguard  facility 

120. Or 

756.70.111 

0 ' Shaughnessy  Dam,  replace  plumbing  in  various  cottages 

9.  Or 
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P.I.N. 

Project  Description 

1973-74 

1974-75 

1975-76 

1976-77 

Hetch  Hetchy  System  - Reconstruction  & ReDlacerr.ent  (Cont.) 

756.70.102 

Moccasin -Newark  transmission  line,  paint  towers  (recurring  budget 
item) 

29.  Or 

32. Or 

35. Or 

38. Or 

756.70.113 

Moccasin  Village,  replace  street  lighting 

5. Or 

756.71.203 

O' Shaughnessy  Dam,  rehabilitate  switchboard 

6 .6r 

756.71.401 

Oakdale  Maintenance  Yard,  replace  distribution  system  v/iring 

5.5r 

756.69.106 

Replacement  of  DC  distribution  system..  Muni  Transit  System, 

San  Francisco  ($2,000.0  previously  appropriated) 

4, 500. Or 

4, 500. Or 

4, 000. Or 

4, 000. Or 

756.72.102 

1401  Bryant  St.,  reconstruct  office 

4.5r 

756.72.103 

1401  Bryant  St.,  repair  roof  of  storage  shed 

3.5r 

756.72.104 

Install  underground  DC  feeders  in  underground  districts 

1,035. Or 

485. Or 

104. Or 

978. Or 

756.72.105 

Paint  and  repair  trolley  poles 

35. Or 

Ketch  Hetchy  System  - New  Capital  Improvements 

757.70.104 

Services  of  Engineering  Division  (recurring  budget  item) 

260. Or 

260. Or 

260. Or 

260 .Or 

757.71.203 

Moccasin  Dam.,  construct  concrete  blocks  in  spillway  apron 
and  extend  spillway  walls 

158. Or 

757.70.102 

Construct  spray  painting  facility  at  Moccasin  Shops 

22. or 

757.71.202 

South  Fork  Maintenance  Yard,  install  concrete  floors  in 
vehicle  storage  building 

5 .Or 

757.72.101 

Bryant  Substation,  construct  shop  for  electricians 

9. Or 
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P.I.N. 


Project  Description 


Port  Commission  - Reconstruction  & Replacement 

775.72.101 

Piers  9,  15,  17,  19-23  and  35,  substructure  improvements  and 
repairs 

775.70.103 

Army  Street  Terminal,  Pier  80,  undertake  additional  fill  and 
repairs  as  required  by  continuing  expected  subsidence  ($160.0 
previously  appropriated) 

775.70.115 

Various  piers,  reconstruct  piers  damaged  by  ships  and  other 
causes  (recurring  budget  item)  ($250.0  previously  appropriated) 

775.72.102 

Port  Commission  - New  Capital  Improvements 

Various  piers  and  Agricultural  Building,  construct  sanitary 
sewers  and  connect  to  City  system  (replaces  775.70.307, 
increase  in  scope) 

775.70.114 

Various  piers,  make  alterations  as  required  by  tenants  (recur- 
ring budget  item)  ($250.0  previously  appropriated) 

775.70.110 

Various  piers,  enlarge  existing  doors  of  warehouse  sheds  to 
accommodate  larger  cargo  handling  equipment  ($20.0  previously 
appropriated ) 

775.70.304 

Ferry  Building,  beautify  portions  of  exterior  and  make  interior 
improvements 

775.70.303 

Ferry  Building,  remodel  existing  garage  into  offices  and 
relocate  garage  to  adjacent  pier 
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1973-74 

500. Or 

100. Or 

100. Or 

100. Or 

150. Or 

20. Or 

100. Or 


1974-75 

500. Or 

100. Or 

150. Or 

100. Or 

150. Or 

150. Or 

1,000. Or 


1975-76 


100. Or 

150. Or 

100. Or 

150. Or 

150. Or 


1976-77 


100. Or 

150. Or 

100. Or 

150. Or 

150. Or 


1977-78 


150. Or 

150. Or 

150. Or 


50.  Or 
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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


RECOMMENDED  SIX-YEAR 
CAPITAL  IMPROVEMENT 

P RO  GRAM 


1973-74  through  1978-79  fiscal  years 


FEB  3 1978 


DOCUMENTS  DEPT. 
S.F.  PUBLIC  LIBRARY 


rjp — 7,  '.‘-j 


Submitted  by  At^AFITAL  IMPROVEMENT  ADVISORY  COMMITTEE 
pursuant  to  Administrative  Code  Section  d.uy  ^973 


CITY  AND  CO 


UNTY  OF  SAN  FRANCISCO 
Office  of  Chief  Administrative  Officer 


TO:  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  CAPITAL  IMPROVEMENT  PROGRAM,  PART  II 


Gentlemen: 

Herein  submitted,  pursuant  to  Ordinance  139-66,  is  the  recommended 
capital  Improvement  Program  for  1973-74  through  1978-79.  This 
report  is  Part  II  of  the  Committee's  annual  report  on  the  program. 
It  contains  a capital  improvement  sc?iedule  for  the  five-year  period 
from  1974-75  through  1978-79,  a list  of  the  approved  program  for 
1973-74,  and  a recommended  bond  schedule.  Part  I of  the  annual 
report,  containing  budget--;?ear  recommendations,  was  submitted  on 
March  15,  1973. 

The  Capital  Improvement  Program  for  the  five-year  period  reflects 
the  City  Planning  Commission's  report  of  January  20,  1973,  as 
adjusted  to  include  those  unfunded  projects  recommended  initially 
for  1973-74.  The  departmental  schedules  have  been  reviev/ed  with 
the  operating  departments  and  they  will  be  used  for  the  development 
of  the  budgetar^^  program  for  1974-75. 

The  Committee  is  encouraged  to  note  that  for  1973-74,  the  funding 
level  for  those  projects  funded  traditionally  from  the  ad  valorem 
tax  and  sales  tax  sources  increased  by  about  $2.0  millicn  in  com- 
parison with  1972-73  (excluding  the  Municipal  Railway  requirement) . 
While  they  realize  that  this  increase  for  1973-74  resulted  from 
the  allocation  of  General  Revenue  Sharing  funds,  the  Committee 
hopes  that  this  increased  level  of  funding  will  extend  into  subse- 
quent years  to  achieve  a capital  improvement  program  that  is  funded 


at  a level  consistent  with  the  continuing  requirements  of  the  City's 
extensive  physical  plant. 

While  the  Committee  evidences  some  optimism  regarding  the  capital 
program,  they  are  concerned  equally  with  the  continuing  erosion  of 
the  street  reconstruction  and  improvement  program.  In  recent  years 
increased  amounts  of  gas  tax  and  road  fund  receipts  have  been  used 
for  street  cleaning,  and  street  lighting  energy  and  sewer  mainte- 
nance. As  a result,  in  1973-74,  there  were  no  reserves  to  accommo- 
date these  programs.  Consequently,  the  capital  program  for  street 
reconstruction  and  improvement  was  reduced  to  approximately  $1.0 
million.  This  amount  does  not  begin  to  finance  the  many  physical 
requirements  of  the  street  system.  Therefore,  funds  appropriated 
previously  for  construction  projects  will  be  recommended  by  the 
Department  of  Public  Works  for  reappropriation  to  assure  that  funds 
are  available  for  most  urgently  needed  street  work  in  1973-74.  In 
1974-75,  there  will  be  no  funds  available  for  reappropriation.  With 
about  $13.9  million  in  gas  tax  receipts  expected  for  1974-75,  a 
decision  must  be  made  regarding  the  allocation  of  these  essential 
but  limited  receipts.  Based  on  this  projection,  there  are  insuffi- 
cient funds  to  provide  for  the  customary  maintenance  program,  to 
meet  the  requirements  of  the  street  reconstruction  and  improvement 
program,  and  to  provide  for  the  newly  added  noncapital  programs. 
Because  the  continuing  diversion  of  these  essential  receipts  can 


only  lead  to  the  neglect  and  subsequent  deterioration  of  the  street 
system,  it  is  the  recommendation  of  this  Committee  that  future  gas 
tax  and  road  fund  receipts  be  allocated  fully  for  the  support  of 
the  customary  street  maintenance,  and  reconstruction  and  improvement 
programs  of  the  Department  of  Public  Works. 

A further  concern  of  the  Committee  is  the  proposed  allocation  of 
revenues  received  hy  the  Water  Department  to  underwrite  general  fund 
expenditures.  Over  the  years,  with  the  reinvestm.ent  of  revenues, 
the  Department  has  had  sufficient  funds  to  provide  for  needed  im- 
provements to  the  water  system.  Hov/ever,  in  1972,  the  Department 
prepared,  and  the  electorate  approved,  a $39.0  million  bond  proposi- 
tion. The  reliance  on  bond  financing  was  necessary  because  contin- 
ued growth,  more  stringent  water  quality  and  safety  requirements, 
modernization  of  controls,  and  depreciation  of  certain  major  elements 
of  the  water  supply  system  required  improvements  which  were  beyond 
the  fiscal  capacity  of  current  revenues.  However,  bond  funds  are  an 
expensive  financial  medium  because  of  interest  requirements;  but,  if 
a policy  is  established  regarding  the  diversion  of  revenues  from  the 
maintenance  and  improvement  of  the  storage  and  distribution  system, 
it  will  require  a much  greater  reliance  on  bond  financing  rather  than 
a pay-as-you-go  basis  for  the  maintenance  and  improvement  program. 


The  Committee  has  observed  over  the  years  the  gradual  diversion  of 
sales  tax  receipts  to  noncapital  purposes.  In  1973-74,  no  funds  were 
allocated  from  sales  tax  receipts  to  buildings,  structures  and  im- 
provements for  the  physical  plant.  Additionally,  the  allocation  of 
gas  tax  receipts  have  now  reached  the  point  where  they  are  support- 
ing noncapital  activities  rather  than  the  reconstruction  and  improve- 
ment of  the  street  system.  While  an  initial  diversion  of  Water 
Department  revenues  will  not  cause  a deterioration  in  water  purity, 
the  philosophy  behind  the  first  allocation  may  be  a start  down  the 
same  road  traveled  previously  by  the  sales  tax  and  gas  tax  receipts. 

Funds  such  as  sales  tax  receipts  designated  originally  to  provide 
for  needed  improvements  to  the  physical  plant  on  a pay-as-you-go 
basis  have  been,  in  the  Committee's  opinion,  over-allocated  to 


noncapital,  recurring  expenditure  programs.  In  the  not  too  distant 
future  these  limited  receipts  may  not  be  able  to  keep  abreast  with 
the  never  ending  requirements  of  recurring  noncapital  obligations 
and  the  needs  of  the  physical  plant  will  be  totally  excluded.  Also, 
General  Revenue  Sharing  funds,  proposed  originally  for  one-time 
expenditures,  have  been  committed  to  a very  extensive  degree  to 
recurring  or  continuing  expenditure  categories.  The  Committee 
believes  that  there  is  a general  awareness  that  serious,  collective 
consideration  must  be  given  to  the  fiscal  future  of  the  City  and 
County  of  San  Francisco  in  all  programmatic  areas  before  the  future 
is  suddenly  now. 

subn^rtt^e^^ 


TXcmas  J.yMellon,  Chief  Administrative  Officer  and 
Capital  Improvement  Advisory  Committee 

/ ^76hn  D.  Crowley,  General  Manager,  Public  Utilities 

Nathan  B.  Cooper,  Controller 

m T an  R-  .Tarnhc;.  Director  of  Planninq 


Joseph  M.  Caverly,  General  Manager,  Recreation 
and  Park  Department 

S.  Myron  Tatarian,  Director  of  Public  Works 
John  H.  Tolan,  Jr.,  Mayor's  Deputy  for  Development 
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ACHIEVING 


SECTION  A 


THE  PROGRAM 


A-1 


FINANCING  PLAN 


The  following  is  a summary  of  the  sources  of  financing  and  amounts  required  to  achieve  the  recoimnended  capital 
improvement  program  contained  in  this  report  for  fiscal  years  1974-75  through  1978-79: 


Ad  Valorem  taxes  and  sales  taxes 

$ 45,057,600 

Gas  taxes  and  road  funds 

31,966,100 

Revenues 

61,660,000 

Other  sources 

29,859,700 

Proposed  bonds 

760,200,000 

TOTAL  PROPOSED  FIVE-YEAR  CAPITAL  IMPROVEMENT  PROGRAM 


$928,743,400 
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PROPOSED  BOND 


PROGRAM 


A-2 


The  following  table  of  proposed  bonds  reflects  the  recommended  bond  schedule  approved  by  the  City  Planning  Commission 
in  their  report  of  January  20,  1973,  and  changes  proposed  thereto  during  the  development  of  this  report. 

The  total  amount  of  the  bond  program,  by  type,  is  as  follows  (costs  in  millions  of  dollars); 


General  obligation  bonds 
Nonprofit  corporation  bonds 


532.7 

227.5 


TOTAL 


760.2 


Date  of 

Submission  Bond  Proposal 

General  Obligation  Bonds 

Nov. , 1973  School  reconstruction 

School  reconstruction  (children's 
centers) 

Hall  of  Justice,  additional  court 
rooms 


Amount 


$ 37.8 


2.4 


4.6 


June,  1974  Recreation  and  Park  improvements 

Civic  Center  improvements,  new 
courts  and  education  building 

Central  heating  and  cooling  plant 
(Civic  Center) 

Nov.,  1974  Multi-purpose,  general  improvements 

Open  space  acquisition  and  develop- 
ment 

Fire  system  improvements 


30.0 

45.8 

12.7 


6.0 


6.0 


10.3 


Date  of 

Submission  Bond  Proposal  Amount 

Nov.,  1974  Embarcadero  Transit  Station  $ 5.0 

Street  reconstruction  and  improve- 
ments 18.0 

Legion  of  Honor  improvements  1.3 

War  Memorial  rehabilitation  15.3 

Community  College  District  50.3 

Port  improvements  41.4 

Nov.,  1975  Multi-purpose,  general  improvements  6.0 

District  mental  health  centers  12.5 

Hetch  Hetchy  transmission  line 
extension 

June,  1976  Water  pollution  control  55.0 

Main  Library,  new  construction  26.0 


b; 
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Date  of 
Submission 

Bond  Proposal 

Amount 

Nov. , 1976 

General  Obligation  Bonds  (Cont.) 

Multi-purpose,  general  improvements 

$ 6.0 

Hetch  Hetchy,  Coulterville  Powerhouse 

48.4 

New  community  hospitals 

13.8 

Nov. , 1977 

Multi-purpose,  general  improvements 

6.0 

Hetch  Hetchy,  San  Joaquin  Pipeline 

No.  4 

45.1 

M.  n.  de  Young  Museum  improvements, 
new  east  wing 

4.3 

June,  1978 

Fire  system  improvements 

8.5 

Nov.,  1973 

Multi-purpose,  general  improvements 

6.0 

1973-74 

* * * 

Nonprofit  Corporation  Bonds 

Yerba  Buena  Center,  sports  and  con- 

vent ion  center 

220.0 

1973-74 

Social  Services  improvements 

7.5 

A-3 


Possible  Future  Bond  Proposals : 

Water  pollution  control 

County  Jail  improvements 

District  Police  Station  improvements 

Public  Utilities  office  building 

Records  Center  and  voting  machines  warehouse 

Central  Shops  improvements 

Public  Health,  101  Grove,  remodel 

Hetch  Hetchy,  new  power  generating  facilities 

Youth  Guidance  Center 

Senior  Citizen  Center 

Laguna  Honda  improvements 

School  improvements 

Water  system  improvements 
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Sources  of  Financing 

All  project  costs  are  to  be  funded  from  ad  valorem  property  taxes  or 
sales  taxes,  except  as  follows,  or  by  the  heading  under  each  section 
of  the  five-year  program;  1.04  cent  funds  - e;  gas  taxes  - g;  road 
funds  - s;  revenues  - r;  other  sources  - o (e.g.,  grants,  bequests, 
state  or  federal  subventions,  etc.) 

Project  Identification  Number 


The  project  identification  number  (P.I.N.)  is  designed  to  apply  to  a 
particular  capital  improvement  project  and  only  that  one  proposal. 

Its  purposes  are:  1)  to  relate  a specific  project  to  the  submitting 
department;  2)  to  identify  the  capital  improvement  program  in  which 
the  project  will  first  appear;  3)  to  identify  the  fiscal  year  (1st 
through  6th  year)  within  that  program  when  the  department  seeks  fund- 
ing; and  4)  to  indicate  the  departmental  priority  rating  for  that 
project  on  its  first  submission.  In  subsequent  capital  improvement 
program  reports  the  same  identification  number  will  be  repeated 
through  all  phases  of  the  project's  development  and  execution.  A new 
identification  nuniber  would  be  assigned  only  if  the  scope  of  a proj- 
ect is  changed  substantially  upon  resubmission. 

The  project  identification  number  consists  of  eight  digits  arranged 
in  three  major  components  as  shown  in  the  following  example; 


674.73.101 


B-1 


S 


The  first  component,  "674"  in  the  example,  is  a budget  index  number 
assigned  to  the  requisitioning  department. 

The  second  component,  "73"  in  the  example,  identifies  the  budget  year 
(1973-74)  of  the  six-year  program  for  which  the  particular  project 
was  initially  submitted.  The  present  report  covers  the  six  fiscal 
years  between  July  1,  1973,  and  June  30,  1979,  and  "73"  appears  as 
a constant  for  all  first  submissions.  Last  year  "72"  was  a constant 
for  new  submissions,  and  next  year  "74"  will  be  the  constant. 

The  third  component,  "101"  in  the  example,  consists  of  two  elements 
without  separation.  The  first  digit,  which  may  range  from  1 to  6, 
indicates  that  fiscal  year  within  the  six-year  capital  improvement 
program  when  the  requisitioning  department  asks  that  the  project  be 
initiated.  The  second  element,  "01"  in  the  example,  consists  of  two 
digits  ranging  from  01  to  89  and  reflects  the  departmental  order  of 
priority  for  projects  in  that  particular  fiscal  year,  wherever  such 
a sequence  is  feasible.  The  lower  this  two-digit  number  may  be,  the 
higher  the  departmental  priority  that  was  assigned  to  the  project  on 
its  first  submission. 

The  City  Planning  Commission  has  reserved  the  block  of  numbers  from 
90  to  99  in  this  second  element  to  designate  those  additional  capi- 
tal improvement  projects  which  it  proposes  on  its  own  initiative  to 
the  respective  operating  departments.  The  Capital  Improvement 
Advisory  Committee  (CIAC)  may  also  use  this  block  of  numbers  to  pro- 
pose additional  projects. 


APPROVED 


CAPITAL 


IMPROVEMENT 
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1973-74  MAINTENANCE  AND  REPAIR  ITEMS 

Comparative  Table 


The  following  table  shows  departmental  budget  requests,  including  supplemental  requests,  funding  recommendations  of  the 
Comraittee  and  the  Mayor,  and  appropriations  by  the  Board  of  Supervisors.  Committee  recommendations  and  appropriations 
for  1972-73  are  included  for  purposes  of  comiDarison.  All  amounts  in  thousands  of  dollars. 


1972 

-73 

1973 

-74 

Category 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recoi’omended 

Mayor 

Recommended 

Appropriated 

Tax-supported  departments. 

$2,184.4 

$1,663.3 

$3,346.8 

$3,249.4 

$2,149.6 

$2,052.6 

excluding  Municipal  Railway 

Municipal  Railway 

107.5 

43.0 

167.0 

167.0 

56.0 

56.0 

Total  Tax-Supported 

$2,291.9 

$1,706.3 

$3,513.8 

$3,416.4 

$2,205.6 

$2,108.6 

Road  Funds 

- 

140.9 

170.5 

170.5 

144.8 

144.8 

Airports  Commission  (revenue) 

114.5 

82.0 

102.1 

102.1 

96.5 

96.5 

Water  Department  (revenue) 

171.0 

21.0 

21.0 

21.0 

21.0 

21.0 

Port  Conmiission  (revenue) 

TOTALS 

236.0 

148.0 

163.5 

163.5 

154.8 

154.8 

$2,813.4 

$2,098.2 

$3,970.9 

$3,873.5 

$2,622.7 

$2,525.7 
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1973-74  RECONSTRUCTION  AND  REPLACEMENT  ITEMS 

Comparative  Tablo 


The  following  tahle  shows  departmental  budget  requests,  including  supplemental  requests,  funding  recommendations 
of  the  Committee  and  the  Mayor,  and  appropriations  by  the  Board  of  Supervisors.  Committee  recommendations  and 
appropriations  for  1972-73  are  included  for  purposes  of  comparison.  All  am.ounts  in  thousands  of  dollars. 


1972 

-73 

1973 

-74 

Category 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recomn^ended 

Appropriated 

Ad  Valorem  tax  supported  departments 

$ 1,264.9 

$ 271.6 

$2,859.4 

$2,859.4 

$1,432.7 

$1,157.0 

excluding  Municipal  Railway 

Municipal  Railway 

Total  Ad  Valorem  tax  supxjorted 

3,226.2 

3,014.2 

3,493.2 

3,498.2 

3,356.8 

48.1 

$4,491.1 

$3,285.8 

$6,357.6 

$6,357.6 

$4,789.5 

$1,205.1 

Gas  taxes  and  road  funds 

$3,263.6 

$1,133.5 

$2,125.9 

$2,125.9 

0 

0 

Recreation  and  Park  (revenues) 

- 

- 

197.0 

197.0 

185.0 

185.0 

Airports  Commission  (revenues) 

884.1 

14.1 

875.6 

075.6 

875.6 

788.6 

Municipal  Railway  (MTC  grant  funds) 

2 .940.0 

2,376.1 

2,000.0 

2,930.0 

2,000.0 

2,930.0 

740.3 

2,529.7 

4,025.0 

0 

Water  (revenues) 

Ketch  Hetchy  (revenues) 

4,170.3 

299.2 

3,225.5 

3,225.5 

3,215.4 

3,215.4 

Port  Commission  (revenues) 

TOTALS 

400 .0 

200.0 

700.0 

700.0 

700.0 

700.0 

$16,149.1 

$7,308.7 

$18,411.6 

$18,411.6 

$13,035.5 

$10,119.1 
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IMPROVEMENT  PROGRAM 
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Reconstruction  and  Replacement  Items 


P.I.N. 

Project  Description 

Amount 

Appropriated 

P.I.N. 

Project  Description 

Amount 

Appropriated 

Department  of  Public  Works  - 
General  Office 

Public  Library  (Cont.) 

423.70.101 

Various  public  buildings,  misc.  recon- 
struction and  replacement 

93,800 

631.71.101 

Potrero  Branch  Library,  replace  lighting 
in  main  reading  room 

11,500 

423.73.101 

Elevator  safety  modifications 

14,160 

631.71.102 

Bernal  Branch  Library,  replace  lighting 
in  main  reading  room 

15,000 

Department  of  Public  Health 

631.71.103 

Anza  Branch  Library,  replace  lighting 
in  main  reading  room 

10,100 

500.73.101 

Central  Emergeiicy  Hospital,  misc. 
alterations 

8,900 

631.71.104 

Anza  Branch  Library,  replace  lighting 
in  children ' s room 

10,100 

The  Fine  Arts  Museums  of  San  Francisco 

611.71.104  Legion  of  Honor,  installation  of  seven 
inclinators 

621.73.101  M.  H.  de  Young,  east  wing,  replace 
water  supply  line 


Public  Library 


631.73.101  Main  Library,  first  floor,  renovate 
men ' s restroom 

631.70.101  Main  Library,  reconstruct  freight 
elevator 


21,400 

16,200 


5,700 


Recreation  and  Park  Department  - General 


Division 

651.71.102 

Various  locations. 

rehabilitate  buildings 

80,000 

651.70.110 

Various  locations, 
systems 

rehabilitate  lighting 

20,000 

651.70.104 

Various  locations, 
systems 

reconstruct  irrigation 

90,000 

651.70.105 

Various  locations,  reconstruct  children's 
areas  and  playgrounds 

45,000 

651.70.204 

Sharp  Park,  San  Andreas  pump  replacement 

31,000 

11,800 


1 
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P.I.N. 


651.70.106 

651.73.101 

651.73.102 

651.73.103 

651.70.104 

651.73.104 


Project  Description 

Recreation  and  Park  Department  - General 

Division  (Cont.) 

Mission  Pool,  renew  circulation  system 

Chinese  Playground,  reconstruct  building 
and  playground  improvements 

Funston  Playground,  rehabilitate  lighting 
system 

Joseph  Lee  Recreation  Center,  rehabili- 
tation and  improvements 

Various  parks,  squares  and  playgrounds, 
rehabilitate  irrigation  systems 

Visitacion  Valley  Playground,  recreational 
improvements 


Amount 

Appropriated 


17.000 

135.000 

90.000 

112,500 

153.000 

90,000 


652.71.101 


Recreation  and  Park  Department  - 
Zoological  Gardens 

Various  locations,  rehabilitation 


50,000r 


Recreation  and  Park  Department  - 
Candlestick  Park 

653.73.101  Parking  lot  repaving 

653.73.102  Misc.  reconstruction  and  replacements 


100,000r 


35,000r 


P.I.N. 


659.70.101 


691.73.101 

691.73.102 
692.72.101 


726.70.101 

726.70.102 

726.71.101 

726.70.102 


736.68.119 

736.69.102 

736.71.101 


Project  Description 

Recreation  and  Park  Department  - 

Camp  Mather 

Rehabilitation  of  buildings 


C-4 

Amount 

Appropriated 


40,000 


War  Memorial 

Stage  rigging  and  cyclorama 
Rehabilitation  of  stage  lighting 
Museum  of  Art,  fire  alarm  system 


16,000 

9,000 

9,800 


Airports  Commission 

Engineering  and  inspection 

Landing  field,  aprons  and  road  reconstruc- 
tion 

Replacement  of  utilities 

Road  pavement  reconstruction  (Special 
Aviation  Fund) 


243,000r 

450,000r 

90,000r 

5,600r 


Municipal  Railway 
Services  of  engineering  division 
Replacement  of  transit  equipment  (MTC) 
Cable  car  system,  modify  existing  switch 


4,500 

3,277,2150 

2,650 


C-5 

Amount 

Amount 

P.I.N. 

Project  Description 

Appropriated 

P.I.N. 

Project  Description 

Appropriated 

8,600r 

Municipal  Railway  (Cont.) 

756.73.104 

0 ' Shaughnessy  Dam,  replace  emergency 
standby  batteries 

736.68.109 

949  Presidio  Ave.,  replace  heating  and 
ventilating  system  in  office  building 

12,900 

756.69.106 

Municipal  transit  system  power  improve- 
ment program,  replacement  of  DC  distri- 

3,000,000r 

736.73.107 

Presidio  car  house,  repair  roof 

22,000 

bution  system 

736.73.109 

Presidio  car  house,  rehabilitate  informa- 
tion center 

6,000 

Port  Commission 

736.73.110 

Various  locations,  electronic  surveillance 

7,500o 

775.72.101 

Substructure  improvements 

500,000r 

system  (MTC) 

775.70.103 

Pier  80,  fill  and  repairs 

100,000r 

736.73.112 

Replacement  of  trolley  coaches  (MTC) 

740,285o 

775.70.115 

Various  piers,  reconstruction 

100,000r 

Ketch  Hetchy 

756.71.107 

Various  buildings,  repair  and  paint 
exterior 

79,000r 

756.73.101 

O' Shaughnessy  Dam,  replace  interior  light- 
ing system 

49,000r 

756.70.102 

Moccasin-Newark  transmission  line,  paint 

36,000r 

towers 

756.73.103 

Jones  Point  to  Mather  Road,  resurface 

13,800r 

756.72.301 

Moccasin  carpenter  shop,  reconstruct  saw- 
dust collection  system 

ll,600r 

756.72.302 

Moccasin,  Priest,  West  Portal  and  Early 
Intake,  replace  security  lighting 

3,000r 

756.72.202 

Moccasin  and  Early  Intake,  replace  distri- 

14,400r 

bution  transformers 
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1973-74  CAPITAL  IMPROVEMENT  ITEMS 

Comparative  Table 

The  following  table  shows  departmental  budget  requests,  including  supplemental  requests,  funding  recommendations 
of  the  Committee  and  the  Mayor,  and  appropriations  by  the  Board  of  Supervisors.  Committee  recommendations  and 


appropriations  for  1972-73 

are  included  for 

purposes  of  comparison. 

All  amoiints 

in  thousands  of 

dollars. 

1972-73 

1973-74 

CIAC 

Recommended 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recommended 

Appropriated 

Ad  Valorem  tax  supported  departments 
excluding  Municipal  Railway 

8,230.4 

1,676.5 

7,456.6 

7,340.8 

4,002.0 

2,767.6 

Municipal  Railway 

- 

- 

- 

- 

- 

Total  Ad  Valorem  tax  supported 

8,230.4 

1,676.5 

7,456.6 

7,340.8 

4,002.0 

2,767.6 

Gas  taxes  and  read  funds 

7,527.7 

3,785.0 

6,958.1 

6,958.1 

1,007.0 

942.0 

Recreation  and  Park  (revenues) 

1.0 

2.5 

471.4 

35.0 

35.0 

203.0 

Airports  Coramission  (revenues) 

655.0 

0 

1,680.0 

1,680.0 

1,680.0 

1,512.0 

Water  (revenues) 

1,460.0 

783.5 

1,980.0 

1,980.0 

1,073.5 

0 

Hetch  Hetchy  (revenues) 

393.9 

188.9 

131.5 

131.5 

131.5 

131.5 

Port  Commission  (revenues) 

TOTALS 

420.0 

200.0 

615.0 

615.0 

400.0 

400.0 

18,688.0 

6 ,636 . 4 

19,292.6 

18,740.4 

8,329.0 

5,956.1 

Capital  Improvement  Items 


P.I.N. 

Project  Description 

Amount 

Appropriated 

P.I.N. 

Amount 

Project  Description  Appropriated 

Controller 

Sheriff 

124.72.101 

EDP  Section,  City  Hall,  new  access, 
protection  and  security  improven^ents 

160,500 

173.71.101 

Hall  of  Justice,  County  Jail  No.  1, 
security  screens  for  transom  windows 

8,600 

Fire 

173.71.102 

Hall  of  Justice,  County  Jail  No.  1, 
exterior  cell  window  grilles 

42,300 

145.71.101 

Security  measures  for  firehouses  and  three 
Fire  Department  buildings 

30,800 

173.67.119 

County  Jail  No.  2,  shower  facilities  in 
men's  building 

172,800 

Municipal  Court 

173.67.122 

County  Jail  No.  2,  first  floor,  men's 
building,  new  toilet 

8,600 

155,73.101 

161.72.115 

161.72.110 

Hall  of  Justice,  security  measures  for 
Municipal  Court 

Police 

Security  measures  for  police  stables 

Security  measures  for  police  pistol  range 

68,000 

20,000 

43,800 

173.67.101 

173.70.101 

173.67.105 

173.71.103 

County  Jail  No.  2,  automatic  firo  sprinklers 

County  Jails  No.  2 and  No.  4,  modernize 
alarm  system 

County  Jail  No.  2,  modernize  vi.sitors'  room 

County  Jails  No.  2 and  No.  4,  install  out- 
side telephone  system 

76,300 

13,900 

17,100 

9,800 

161.72.116 

Pistol  range,  storage  magazine  for  police 
bomb  detail 

8,400 

173.71.104 

County  Jail  No.  2,  renovate  kitchen  in  men's 
building  (plans  and  specifications) 

20,000 

161.72.111 

Hall  of  Justice,  fourth  floor,  fire  pro- 
tection system 

12,100 

Superior  Court 

161.71.103 

Hall  of  Justice,  lobby  barricades  and 
various  security  alterations 

26,800 

179.73.102 

City  Hall,  fourth  floor,  new  assembly  rooms 
for  jurors 

27,500 

P.I.N. 

179.73.101 

179.72.101 

181.72.101 

186.67.104 

187.67.102 

233.70.101 

233.73.101 

233.71.101 

233.67.102 


Project  Description 
Superior  Court  (Cont.) 


Amount 

Appropriated 


Hall  of  Justice,  security  alarm  systems  for  20,000 
four  courtrooms 

Hall  of  Justice,  bullet  resistant  parti-  38,500 

tions  for  Departments  22,  23  and  24 


Board  of  Supervisors 

City  Hall,  second  floor  space  expansion  5,000 

and  related  activities  (plans  and  speci- 
fications) 


Juvenile  Court 

Youth  Guidance  Center,  cottage  renovations  43,600 


Log  Cabin  Ranch,  sewage  treatment  plan  8,750 

Electricity 

Various  locations,  fire  and  police  alarm  100,000 

in  underground  districts 

India  Basin  Industrial  Park,  fire  and  124,400 

police  alarm  system 

Structure  and  roofing  for  central  fire  15,000 

alarm  system 

Central  Radio  Facility,  underground  out-  55,200 

door  wiring 


233.73.102 


Central  Radio  Station,  antenna  tower 


55,000 


1 “N.  Project  Description 

Purchasing 

311.72.101  Central  shops,  install  hydraulic  truck 
hoists 


C-8 

Amount 

Appropriated 


28,000 


Department  of  Public  Works  - General  Office 

423.70.102  Various  public  buildings,  m.isc.  minor 
capital  improvements 

423.73.107  Haight  Street  improvement  program 

423.73.108  Neighborhood  protected  residential  pro- 
gram, demonstration  project 


52,850 

250.000 

300.000 


Public  Health 


500.73.102  Laguna  Honda  Hospital,  Clarendon  Hall,  54,500 

acute  drug  detoxification  unit 

500.73.106  Laguna  Honda  Hospital,  hot  water  controls  57,000 

for  dishv/ashers 

500.71.119  Laguna  Honda  Hospital,  kitchen  fire  extin-  10,700 

guishing  system 

500.71.120  Laguna  Honda  Hospital,  modernize  electric  16,100 

outlets 

500.67.114  San  Francisco  General  Hospital,  Bldg.  90,  12,000 

enclose  main  stairway 

500.72.101  San  Francisco  General  Hospital,  Bldg.  9, 
outpatient  X-ray 


26,800 


Amount 

Description  Appropriated 

The  Fine  Arts  Museums  of  San  Francisco 


621.71.101 

M.  H.  de  Young,  install  sprinkler  system 
in  various  areas 

46,500 

621.73.106 

M.  H.  de  Young,  install  fire  alarm  bells 
in  various  areas 

3,000 

622.73.101 

Center  of  Asian  Art  and  Culture,  installa- 
tion of  smoke  detectors 

4,500 

622.72.101 

Center  of  Asian  Art  and  Culture,  automatic 
sprinkler  system 

2,400 

Public  Library 

631.73.104 

Chinatown  Branch  Library,  renovations 

31,500 

631.73.105 

Mission  Branch  Library,  renovations 

23,500 

631.73.106 

Richmond  Branch  Library,  renovations 

10,000 

631.73.103 

Various  branch  libraries,  public  toilet 
facilities 

75,000 

Recreation  and  Park  Department  - Marina 

Small  Craft  Harbor 

648.71.101 

Rehabilitations  and  improvements 

40,000r 

648.73.101 

Berthing  facilities  and  seawall 

127,984r 

P.I.M. 


656.71.101 

656.69.105 

656.69.101 
656.73.104 

656.69.107 


Project  Description 

Recreation  and  Park  Department  - General 

Division 


C-9 

Amount 

Appropriated 


Hunters  Point  redevelopment,  recreation  230,000 

and  park  facility 

Various  locations,  athletic  field  flood-  83,000 

lighting 

Various  locations,  fencing  15,000 

Marina  Green  landscaping,  irrigation  system  36,000 

and  paving 

Golden  Gate  Park,  northeast  section,  irri-  135,000 

gation  system 


656.73.105  Palace  of  Fine  Arts,  structure  improvements  31,500 


Recreation  and  Park  Department  - Zoological 
Gardens 


652.73.101  Communication  system 


35,000r 


Department  of  Public  Works  - Gas  Tax  and 

Roa.d  Fund 


670.68.101 

Preliminary  engineering 
expenses 

and  administrative 

20,000g 

670.68.103 

Various  locations. 

street  improvements 

157,000g 

670.68.104 

Various  locations, 
property 

work 

in  front  of  public 

100,000g 

P.I.N. 


670.72.103 

674.73.101 

670.73.101 

670.71.107 

674.73.102 

670.68.102 


727.70.101 

727.70.102 

727.70.103 

727.71.101 

727.69.104 

727.73.101 


Amount 

Project  Description  Appropriated 

Department  of  Public  Works  - Gas  Tax  and 
Road  Fund  (Cont.) 

Hunters  Point  Redevelopment  Area,  street  157,000g 

improvements 

Hunters  Point  Redevelopment  Area,  street  104,800g 

landscaping 

Mendell  St.,  Evans  to  Innes,  sidewalk  160,400g 

narrowing 


Harney  Way,  McKinley  to  Jamestown,  widening  148,800g 


Webster  St.,  Bush  to  O'Farrell  and  Fulton  74,000g 

to  Grove,  median  landscaping 


Engineering  costs  and  administrative  20,004s 

expenses 


Airports  Commission 

Engineering  and  inspection  459,000r 

Utility  system,  improvements  180,000r 

Landing  field  facilities,  improvements  513,000r 

Passenger  terminal  and  administration  45,000r 

facilities,  improvements 

Roads  and  parking,  improvements  180,000r 

Drainage  system,  improvements 


135,000r 


P.I.N. 


757.72.302 

757.73.101 

757.73.102 

757.70.102 
757.71.301 
757.72.101 


Project  Description 
Hetch  Hetchy 

Moccasin  penstock  valve  house 

Insulate  sheet  metal  roofs  of  various 
buildings 

Remote  indication  of  Oakdale  portal  tunnel 
pressure 

Construct  spray  paint  building  at  Moccasin 

Moccasin  housing  units,  insulate  ceilings 

Construct  shop  for  powerhouse  electrician 
at  Bryant  substation 
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Amount 

Appropriated 


47,000r 

6,600r 

31,000r 

25,000r 

10,000r 

ll,900r 


Port  Commission 

775.72.102  Install  sewer  connections 

775.70.114  Alteration  as  required  by  tenants 

775.70.110  Enlarge  and  strengthen  doors 


100,000r 

150,000r 

150,000r 


CAPITAL 


IMPROVEMENT 


PROGRAM  ; 


SECTION  D 


D-1 


FISCAL  SUMMARY 


Source  of  Funds 

Capital  Improvement 

(Costs  in 

1974-75 

Program,  1974 

thousands  of 

1975-76 

-75  through  1978-79 

dollars) 

1976-77 

1977-78 

1978-79 

Five-Year 

Totals 

Ad  Valorem  and  Sales  Taxes 

7,251.1 

9,303.8 

13,165.6 

8,110.1 

7,227,0 

45,057.6 

Gas  Taxes  and  Road  Funds 

7,277.6 

4,541.4 

6,951.8 

7,130,1 

6,065.2 

31,966.1 

Revenues 

16,455.0 

16,848.6 

9,382.4 

8,772.5 

10,201,5 

61,660.0 

Other  Sources 

12,365.7 

7,445.2 

5,056.8 

3,835.0 

1,157.0 

29,859.7 

Total  Departmental  Schedules 

43,349.4 

38,139,0 

34,556.6 

27,847.7 

24,650.7 

168,543.4 

• ' f f , 
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CAPITAL  IMPROVEMENT  PROGRAM 
1974-75  through  1978-79 
AD  VALOREM  AND  SALES  TAXES 


(Costs  in  thousands  of  dollars) 

P.I.N. Project  Description 1974-75 1975-76 1976-77 1977-78 1978-79 

ASSESSOR 

115.73.101  Install  partitioning,  air  conditioning,  electric  10.0  110.0 

panelling  and  new  ceiling  (CI7.C-CI-108) 


CITY  ATTORNEY 

117.67.101  City  Hall,  Rcoms  206  and  314,  install  library  and 

office  ventilation  (CIAC-CI-89) 


DEPARTMENT  OF  CITY  PLANNING 

119.68.101  100  Larkin  St.,  general  interior  alterations 

(CIAC-CI-109) 

CIVIL  SERVICE  COMMISSION 


121.72.101 

City  Hall, 
CI-83) 

first 

floor,  office  alterations  (CIAC- 

47,0 

121.69.101 

City  Hall, 

first 

floor,  space  utilization  study 

3.2 

121.67.103 

City  Hall, 

Room 

52-B,  convert  basement  storeroom 

17.9 

to  filing  office 


'I 

f 


I 


I 


P.I.N. 


Project  Description 


CONTROLLER 

124.72.102 

City  Hall,  EDP  Section,  provide  alternate  source 
of  electrical  service  {CIAC-CI-17) 

124.69.101 

240  Van  Ness  Avenue,  EDP  Section,  office  alterations 

131.72.101 

EMERGENCY  SERVICES 

Christmas  Tree  Point,  Twin  Peaks,  construct  under- 
ground emergency  operating  center 

141.71.101 

DISTRICT  ATTORNEY 

Hall  of  Justice,  third  floor  alterations  (CIAC-CI-92) 

145.72.101 

FIRE  DEPARTMENT 

Various  locations,  install  radio  controls  for  appa- 
ratus doors  (CIAC-CI-28) 

145.70.102 

Various  locations,  install  automatic  radio-controlled 
overhead  doors  (CIAC-CI-27) 

145.72.102 

870  Bush  St.,  remodel  and  modernize  kitchens  and 
bathrooms  (CIAC"CI-80) 

145.67.112 

Engine  Co.  42,  2430  San  Bruno  Ave.,  relocate  and 
enlarge  kitchen  (CIAC-CI-81) 

145.72.107 

Engine  Co.  35,  36  Bluxome  St.,  remodel  kitchen 
(CIAC-RR-36) 

145.71.103 

Various  locations,  install  battery-operated  emergency 
lighting  facilities  (CIAC-CI-49) 

1974-75 


1975-76 


1976-77 


1977-78 


D-3 

1978-79 


172.9 


165.9 


472.6  503.5  534.5 


23.1 


32.0 

51.4 


8.1 


18.0 


6.5 


18.2 


P.I.N. 


Project  Description 


FIRE  DEPARTMENT  (Cont.) 

145.73.101 

1249  Clayton,  convert  inactive  firehouse  to  handball 
court  and  gymnasium  (CIAC-CI-112 ) 

145.67.113 

Engine  Co.  40,  2155  18th  Ave.,  enlarge  kitchen  area 
and  remodel  officers'  quarters 

145.69,106 

Pipe  Yard,  2245  Jerrold  Ave.,  construct  storage  shed 

145,72.106 

Install  dishwashers  at  various  engine  companies 

145.72.105 

Install  grease  hoods  and  flues  over  ranges  at  various 
engine  companies 

145.67.121 

Training  Center,  2310  Folsom  St.,  construct  storage 
building  for  ladders 

145.69.107 

Engine  Co.  31,  441  12th  Ave.,  install  miscellaneous 
improvements  to  premises 

145.69.105 

Engine  Co.  4,  676  Howard  St.,  renovate  portion  of 
basement  to  provide  study  room 

145.73.202 

Training  Center,  replace  pipe  to  low  pressure  hydrant 

145.70.106 

Conduct  electro].ysis  survey  and  study  for  AWSS 

145.67.123 

Twin  Peaks  Reservoir,  pave  access  road  and  parking 
area 

155.67.102 

MUNICIPAL  COURT 

City  Hall,  renovate  various  courtrooms  and  chambers 
(CIAC-CI-66) 

155.68.101 

City  Hall,  Rooms  300,  301  and  303,  install  acousti- 
cal tile-  (CIAC^CIr-106>  - 

1974-75 


1975-76 


1976-77 


1977-78 


D-4 

1978-79 


40.0 

16.6 


38.0 

7.5 

13.0 

21.2 

15.6 

9.6 

23.8 

6.4 

8.8 


27.6 


28.8 


30.3 


21.8 


33.3 


10.6 


P.I.N. 


Project  Description 


POLICE  DEPARTMENT 

161.71.101 

Hall  of  Justice,  Crime  Lab.,  study  to  enlarge  facility 
(CIAC-CI-91) 

161.70.116 

Hall  of  Justice,  Crime  Lab.,  alterations  (CIAC-CI-107) 

161.73.101 

Three  district  stations,  replace  and  relocate  gas 
pumps  (CIAC-RR-41) 

161.73.102 

Various  police  facilities,  noise  control  booth  for 

IBM  cable  terminal  (CIAC-CI-64) 

161.71.108 

Hall  of  Justice,  Communications  Center,  install 
security  doors  and  acoustical  materials  (CIAC-CI-53) 

161.71.110 

Police  Range,  install  overhead  safety  baffles  (CIAC- 
CI-52) 

161.72.117 

Hall  of  Justice,  Photo  Lab.,  additions  and  alterations 
(CIAC-CI-98) 

161.70.122 

Hall  of  Justice,  Crime  Prevention  Detail,  Room  136, 
misc.  alterations  to  increase  security  (CIAC-CI-79) 

161.71.102 

Hall  of  Justice,  Southern  Station,  Room  101,  altera- 
tions (CIAC-CI-95) 

161.71.104 

Hall  of  Justice,  Internal  Affairs  Bureau,  misc.  altera 
tions  (CIAC-CI-96) 

161.70.117 

Hall  of  Justice,  Traffic  Bureau,  Alterations  (CIAC-CI- 
97) 

161.70.128 

planning  services,  Bureau  of  Architecture  (CIAC— Cl— 62) 

161.70.124 

Hall  of  Justice,  Intelligence  Unit,  alterations 

1974-75 


1975-76 


1976-77 


1977-78 


D-5 

1978-79 


1.3 

28.4 
5.2 

10.0 

15.5 

36.4 

12.8 

8.9 

73.3 

9.4 

14.8 

10.0 


7.1 
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Project  Description 


POLICE  DEPARTMENT  (Cont. ) 

161.71.107 

Hall  of  Justice/  various  locations/  misc.  alterations 

161.71.109 

Hall  of  Justice/  Planning  and  Research/  install 
partitions 

161.71.111 

Hall  of  Justice,  Criminal  Information  Bureau,  misc. 
alterations 

161.68.104 

Hall  of  Justice,  Traffic  Bureau,  remodel  western 
section 

161.71.201 

Hall  of  Justice,  Operations  Center,  5th  floor,  sound- 
proofing and  security  alterations 

161.71.207 

Hall  of  Justice,  Criminal  Information  Bureau,  altera- 
tions for  improved  efficiency  and  security 

161.73.108 

Traffic  Bureau,  additional  alterations 

161.73.105 

Richmond,  renovate  men's  toilet  room 

161.73.106 

Six  district  stations,  replace  toilets  in  cells 

161.73.107 

Hall  of  Justice,  Juvenile  Bureau,  install  partitions 
and  provide  auxiliary  lighting  circuit 

161.72.118 

Hall  of  Justice,  Room  434,  create  new  interrogation 

room 

161.71.113 

Hall  of  Justice,  Traffic  Bureau,  provide  acoustical 
treatment 

161.71.112 

Hall  of  Justice,  Communications  Center,  modify  air 
conditioning  system 

161.70.111 

Hall  of  Justice,  City  Prison,  alterations  to  women's 
section 

1974-75 


1975-76 


1976-77 


1977-78 


D-6 

1978-79 


10.1 

9.6 

10.7 

10.1 

21.0 

34.8 

9.5 

10.4 

10.0 

7.0 

5.6 

12.1 

28.3 


10.4 
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Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.71.105 

Block  3759,  Lot  40,  adjacent  to  Hall  of  Justice, 
provide  additional  parking  for  Police  Department 

161.70.109 

Hall  of  Justice,  City  Prison,  reconstruct  intercom 
system 

161.70.121 

Hall  of  Justice,  City  Prison,  install  TV  surveil- 
lance system 

161.69.103 

Ingleside  Station,  remodel  various  offices  includ- 
ing acoustical  treatment 

161.68.106 

Taraval  Station,  provide  additional  parking  spaces 

161.70.112 

Hall  of  Justice,  City  Prison,  preliminary  studies 
for  alterations  to  elevator 

161.71.203 

Police  Range,  install  automatic  sprinkler  system 

161.71.205 

Central  Station,  install  cabinets  and  shelving 

161.71.206 

Taraval  Station,  provide  new  restroom  and  interro- 
gation room 

161.73.201 

Hall  of  Justice,  City  Prison,  install  security 
and  provide  health  measures 

161.73.202 

Central  Station,  provide  air  conditioning 

161.73.203 

Police  Range,  install  heating  system 

161.70.110 

Hall  of  Justice,  City  Prison,  men’s  section, 
miscellaneous  alterations 

161.70.113 

Hall  of  Justice,  City  Prison,  resurface  floor 

1974-75 1975-76 1976-77 1977-78 

11.6 

22.5 

123.7 

55.6 

14.8 

2.1 

20.3 

5.9 

6.3 

7.5 


34.8 

19.5 

20.3 


1978- 


181.9 
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Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.70.106 

Hall  of  Justice/  Homicide  Bureau,  install  interrogation 
room 

161.71.302 

Taraval  Station,  provide  training  and  utility  rooms 
in  basement 

161.71.303 

Hall  of  Justice,  City  Prison,  construct  recreation 
area  on  roof 

161.67.103 

New  Northern  Police  Station,  south  side  of  Turk  St. 
between  Webster  and  Fillmore  Sts.,  acquire  land  and 
construct  building 

161.68.105 

Hall  of  Justice,  Central  Warrant  Bureau,  provide  three 
rooms  by  partitioning 

161.71.401 

Taraval  Station,  install  intercommunications  system 

161.67.201 

New  Ingleside  Police  Station,  acquire  land  and  con- 
struct building  (site  undetermined) 

161.67.302 

New  Taraval  Police  Station,  acquire  land  and  construct 
building  (site  undetermined) 

161.67.301 

New  Richmond  Station,  acquire  land  and  construct 
building  (site  undetermined) 

169.70.101 

DEPARTMENT  OF  SOCIAL  SERVICES 

1680  Mission  St.,  alterations  to  heating  and  venti- 
lating systems  (CIAC-CI-86) 

169.71.103 

1680  Mission  St.,  provide  acoustical  wall  treatment 
for  interview  rooms  (CIAC-CI-99) 

1974-75 


1975-76 


1976-77 


1977-78 


D-8 

1978-79 


12.5 

48.2 

13.3 

71.7  611.0 

10.5 

5.6 

276.8  598.3 

278.4 


11.3 


513.1 

938.1 


9.2 


F.I.N. 


Project  Description 


169.73.101 

169.73.102 

169.73.103 

169.73.104 


DEPARTMENT  OF  SOCIAL  SERVICES  (Cont.) 

1680  Mission.  St.^  provide  acoustical  wall  treatment 
for  conference  rooms  and  lobby  (CIAC-CI-lOO) 

150  Otis  St.,  provide  acoustical  treatment  for 
supervisors'  offices  (CIAC-CI-101) 

150  Otis  St.,  nev7  women's  toilet  facilities  (CIAC- 
CI-84) 

150  Otis  St.,  lighting  fixtures  for  stair  towers 
(CIAC-CI-85) 


173.67.120 

173.71.201 
173.71.105 

173.69.101 

173.71.104 

173.72.101 

173.72.102 

173.71.202 
173.71.206 


SHERIFF'S  DEPARTMENT 

Jail  #2,  men's  building,  install  66  stainless  steel 
tables  for  dining  and  passive  recreation  (CIAC-CI-29) 

Jail  #2,  install  metal  window  guards  in  cells 

Jail  #2,  construct  shower  and  storage  building  in 
farm  area  (CIAC-CI-61) 

Jail  #2,  men's  building,  convert  basement  area  into 
classroom  and  recreation  room  (CIAC-CI-57) 

Jail  #2,  men's  building,  renovate  kitchen  (CIAC-CI-15) 

Jail  #2,  Tiers  1-8,  improve  lighting 

Jail  #2,  access  road  to  exercise  yard 

Jail  #2,  construct  building  for  paint  storage 

Jail  #2,  men's  building,  replace  floor  coating 


1974-75 


1975-76 


1976-77 


1977-78 


D-9 

19  78-79 


6.2 


9.0 


12.0 


5.5 


160.0 

17.1 

8.0 

21.4 

170.0 


19.3 

25.0 


7.0 


62.2 


60.8 


35.5 
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Project  Description 


SHERIFF'S  DEPARTMENT  (Cont.) 

173.71.205 

Jail  #2,  attorney's  room  and  chaplain's  office, 
alterations  for  soundproofing  and  privacy 

173.68.105 

Jail  #4,  reconstruct  intercom  system 

173.68.108 

Jail  #1,  reconstruct  and  extend  intercom  and  PA 
systems 

173.70.309 

Jail  #1,  alterations  to  visiting  area 

173.70.503 

Jail  #2,  replace  two  elevators 

173.70.508 

Jail  #1,  alterations  to  interview  rooms 

173.67.112 

Jail  #2,  construct  new  building  for  feed  storage 

173.67.116 

Sheriff's  Office,  Room  333,  City  Hall,  remodel 
Civil  Division  office  area 

173.71.204 

Jail  #2,  construct  building  for  vehicle  storage 

173.71.203 

Jail  #2,  men's  building,  build  new  loading  dock 
with  associated  equipment 

173.70.505 

Jails  #2  and  #4,  install  roadway  lighting  within 
jail  grounds 

173.71.207 

Jail  #2 , construct  road  to  Jail  #4 

173.67.109 

Jail  #2,  construct  concrete  retaining  wall  along 
west  side  of  men's  recreation  area 

173.67.115 

Jails  #2  and  #4,  reconstruct  paving  on  roads  and 
visitors'  parking  area 

173.67.113 

Jail  #2,  convert  stable  to  farm  produce  storage 
facility 

1974-75 


1975-76 


1976-77 


1977-78 


D-10 

1978-79 


12.8 

12.3 

19.5 

19.5 

114.1 

9.7 

81.9 

15.0 
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8.2 
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Project  Description 


SUPERIOR  COURT 

179.68.102 

City  Hall,  install  air  conditioning  in  judges' 
chambers,  Rooms  409  and  413 

179.69.101 

City  Hall,  remodel  Courtrooms  403,  417,  452,  457, 
459  and  481 

179.69.102 

City  Hall,  renovate  Courtroom  450 

181.72.101 

BOARD  OF  SUPERVISORS 

City  Hall,  2nd  floor,  create  additional  office 
space  (CIAC-CI-41) 

186.67.104 

JUVENILE  COURT 

Youth  Guidance  Center,  alter  five  cottages  ($141.5 
previously  appropriated)  (CIAC-CI-10) 

186.71.201 

Ycuth  Guidance  Center,  modernize  lighting  in 
administration  building  (CIAC-CI-69) 

186.72.101 

Youth  Guidance  Center,  Arts  and  Crafts  Room, 
remodel  for  teachers'  curriculum  laboratory 
(CIAC-CI-82) 

187.69.102 

Log  Cabin  Ranch,  addition  to  recreation  hall 
(CIAC-CI-54) 

188.71.101 

Hidden  Valley  Ranch,  install  emergency  electrical 
heating  and  lighting  system  for  dormitories,  dining 
room  and  kitchen  area  (CIAC-CI-50) 

186.70.103 

Juvenile  Court,  conduct  study  of  detention 
facilities  (CIAC-CI-56) 

1974-75 


1975-76 


1976-77 


1977-78 


D-11 

1978-79 


23.2 


52.0 


72.8 


100.0  265.0  265.0 


47.0  50.3  53.1 

17.1 


7.0 


60.0 

27.0  27.0 
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Project  Description 


JUVENILE  COURT  (Cont.) 

186.73.102 

Youth  Guidance  Center,  remodel  existing  storeroom 
facilities  below  service  building 

186.68.101 

Youth  Guidance  Center,  construct  garage  for  ten 
City-owned  vehicles 

186.73.103 

Youth  Guidance  Center,  convert  two  shower  rooms 
into  storage  areas 

186.73.104 

Youth  Guidance  Center,  remove,  refinish  and 
reinstall  toilets  in  cottages 

187.67.105 

Log  Cabin  Ranch,  construct  equipment  storage 
building 

186.71.301 

Youth  Guidance  Center,  construct  warehouse  and 
realign  roadway 

213.67.117 

CALIFORNIA  ACADEMY  OF  SCIENCES 

Francis  Scott  Key  Monument,  restore  and  reset 
(CIAC-PJl-40) 

213.69.101 

Steinhart  Aquarium,  install  emergency  generator 
(CIAC-CI-18) 

213.70.101 

North  American  Hall,  conduct  preliminary  studies 
of  the  feasibility  of  using  a partially  excavated 
basement  area  (CIAC-CI-111) 

213.67.301 

213.67.104 

Hall  of  Man,  exhibit  building,  new  construction 

Steinhc.rt  Aquarium,  provide  reptile  quarantine 

213.67.104 


area 


1974-75 


1975-76 


1976-77 


1977-78 


D-12 

1978-79 


18.0 


46.0 


8.5 


6.3 


51.0 
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100.0 
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Project  Description 


213.67.114 

CALIFOPJSIIA  ACADEMY  OP  SCIENCES  (Cent.) 

Steinhart  Aquarium,  improve  ground  water  removal 
system 

213.67.302 

Steinhart  Aquarium,  complete  facility  and  construct 
new  Earth  History  Building 

213.67.116 

Hall  of  Science,  provide  additional  laboratory 
and  office  space 

221.70.101 

CHIEF  ADMINISTRATIVE  OFFICER 

Establish  revolving  fund  to  be  administered  by 

CIAC  for  various  studies  and  minor  capital 
improvements  (CIAC-CI-63) 

227.70.101 

FINANCE  AND  PvECORDS 

Study  for  New  Records  Center  (site  undetermined) 
(CIAC-CI-110) 

233.70.101 

DEPARTMENT  OF  ELECTRICITY 

Various  locations,  install  fire  and  police  alarm 
systems  in  new  underground  districts  (recurring 
budget  item;  CIAC-CI-7) 

233.70.103 

Central  Fire  Alarm  Station,  1003  Turk  St.,  con- 
struct garage  for  fire  communications  van 

1974-75 


100.0 


16.1 


200.0 


D-13 

1975-76 1976-77 1977-78  1978-79 


104.5  92.7 


l,375.0o 


312.00 


100.0  100.0  100.0  100.0 


200.0 


200.0  200.0  200.0 
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Project  Description 


REAL  ESTATE  DEPARTiyiENT 

245.73.102 

Civic  Auditorium,  main  floor,  terrazzo  flooring 
repair  (CIAC-RR-33) 

245.67.107 

Brooks  Hall  - Civic  Center  Plaza,  study  to  remedy 
operational  faults 

245.67.108 

Civic  Auditorium,  partition  west  end  of  north 
corridor  on  main  floor 

245.73.101 

429  Jessie  St.,  acquisition  of  building  for  Records 
Storage  Center  (CIAC-CI-38) 

245.67.102 

Civic  Auditorium,  provide  apparatus  for  automatic 
changing  of  curtains  in  main  arena 

245.67.110 

Civic  Auditorium,  resurface  balcony  floors 

245.69.101 

Civic  Center  area,  study  for  underground  cafeteria 
between  Civic  Auditoriim  and  Brooks  Hall 

245.69.102 

Acquire  and  remodel  building  for  general  office  use 
cn  southeast  corner  of  Van  Ness  Avenue  and  Grove 

Street 

261.71.101 

TAX  COLLECTOR 

City  Hall,  Room  106,  alterations  (Phase  III)  (CIAC- 
CI-6) 

1974-75 


1975-76 


1976-77 


1977-78 


D-14 

1978-79 


45.0 

10.7 


9.1 


100.0 

38.5 

58.9 


5.4 


385.2 


47.8 


P.I.N. 

Project  Descriotion 

PURCHASING  DEPARTMENT  - CENTRAL  SHOPS 

311.67.102 

Central  Shops,  improve  ventilation  in  automotive 
shops  (CIAC-CI-73) 

311.67.112 

Central  Shops,  enclose  service  station  work  area 
(CIAC-CI-74) 

311.67.103 

Central  Shops,  construct  "enclosed  type"  shed  for 
storage  of  ladders  and  lumber 

311.67.104 

Central  Shops,  construct  mezzanine  office  in 
Machine  Shop 

311.67.107 

Central  Shops,  enlarge  shop  entrance  to  accommo- 
date large  equipment 

311.67.111 

Central  Shops,  install  low  pressure  fire  hydrant 
and  water  line  to  test  fire  pump 

311.67.106 

Central  Shops,  install  covered  automobile  storage 

area 

311.67.101 

Central  Shops,  pave,  fence  and  light  adjacent 
storage  area 

423.70.101 

DEPARTMENT  OF  PUBLIC  WORKS  - General  Office 

Various  public  buildings,  miscellaneous  recon- 
struction and  replacement  items  (CIAC-RR-1) 

423.70.102 

Various  public  buildings,  miscellaneous  minor 
capital  improvements  (recurring  budget  item; 
CIAC-CI-1) 

423.71.103 

Reconstruct  steam  supply  and  return  piping  loop 
which  supplies  City-owned  buildings  in  Civic 
Center  (CIAC-CI-1 7) 

1974-75 


1975-76 


1976-77 


1977-78 


D-15 

1978-79 


25.6 

9.7 

30.4 

9.8 

17.7 

23.0 


64.3 

90.3 


200.0  200.0  200.0  200.0 

150.0  150.0  150.0  150.0 


200.0 

150.0 
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Project  Description 


DEPARTMENT  OF  PUBLIC  WORKS  - General  Office  (Cent.) 

423.73.102 

City  Hall,  enlarge  electric  service  (CIAC-CI-8) 

423.71.102 

Various  locations,  streetside  landscaping  (CIAC- 
CI-43) 

423.67.105 

450  McAllister  St.,  install  ventilating,  heating  and 
cooling  equipment  (CIAC-CI-8 7) 

423.70.108 

460  McAllister  St.,  Bureau  of  Traffic  Engineering, 
modify  air  conditioning  system  (CIAC-CI-88) 

423.70.106 

City  Hall,  remodel  and  improve  testing  laboratory 

423.73.105 

Hall  of  Justice,  study  of  heating,  ventilating  and 
air  conditioning  system 

423.71.101 

Hall  of  Justice,  prepare  preliminary  drawings  and 
cost  estimates  for  enlargement  of  building 

423.73.106 

City  Hall,  Room  61,  provide  ventilation  system 

423.67.106 

Maintenance  Yard,  2323  Army  St.,  construct  second 
floor  addition  to  Administration  Building 

423.68.106 

423.67.108 

Utilities  undergrounding,  study  only 

City  Hall,  Bureau  of  Engineering,  install  venti- 
lation system 

423.67.108 


1974-75 


1975-76 


1976-77 


1977-78 


D-16 

1978-79 


184.0 

150.0  300.0  300.0  300.0 


16.8 


16.7 


34.0 
(22.7) 
(11. 3g) 


7.5 


26.8 


7.6 


342.8 
(228.5) 
(114. 3g) 

10.7 


300.0 


10.7 
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Project  Description 


DEPARTMENT  OP  PUBLIC  HEALTH 

500.67.113 

Central  and  Harbor  Emergency  and  District  Health 
Center  No.  4,  install  standby  power  facilities 
for  emergency  medical  service  (CIAC-CI-48) 

500.67.139 

San  Francisco  General,  Bldg.  200,  replace  elevator 
(CIAC-CI-60) 

500.67.111 

101  Grove  St.,  modernize  two  elevators  (CIAC-CI-34) 

500.73.103 

County  Jail,  Bayview-Hunters  Point  and  Sunset- 
Richmond  District  Health  Centers,  install  X-ray 
units  and  Xomats  (ClAC-CI-71) 

500.73.104 

San  Francisco  General,  Bldg.  80,  remodel  for  family 
practice  clinic  (CIAC-CI-70) 

500.69.101 

101  Grove  St.,  prepare  study  and  preliminary  plans 
for  auditorium  egress  (CIAC-CI-77) 

500.73.105 

Central  Eniergency,  second  floor,  alterations  to 
provide  emergency  dental  clinic  (CIAC-RR-16) 

500.73.107 

Laguna  Honda,  install  emergency  lighting  and  com- 
munications circuit  (CIAC-CI-51) 

500.73.111 

Bayview-Hunters  Point,  construct  district  mental 
health  facility  (site  undetermined) 

500.70.105 

Laguna  Honda,  conduct  studies  and  prepare  plans 
for  modernization  and  rehabilitation  of  existing 
facilities  (CIAC-CI-58) 

500.73.112 

Laguna  Honda,  remodel  toilet  rooms  and  install 
safety  devices  in  ward  bathrooms 

500.71.115 

Laguna  Honda,  construct  new  laundry 

1974-75 


1975-76 


1976-77 


1977-78 


D-17 

1978-79 


143.4 

131.3 

95.1 

65.0 

217.5 

6.7 

40.0 

25.0 

100.0 

89.9 


100.7 


25.0 
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Project  DescriDtion 

DEPARTMENT  OF  PUBLIC  HEALTH  (Cont.) 

500.68.115 

San  Francisco  General,  provide  additional  temporary 
parking 

500.67.141 

San  Francisco  General,  install  lighting  in  main 
parking  area  ($14.0  previously  appropriated) 

500.73.108 

San  Francisco  General,  construct  temporary  helistop 

500.69.301 

San  Francisco  General,  Bldg.  30,  consolidate  toxi- 
cology and  microbiology  labs. 

500.67.128 

San  Francisco  General,  acquire  eleven  parcels  of  land 

500.73.109 

Laguna  Honda,  Clarendon  Hall,  remodel  alcoholism 
treatment  unit 

500.70.123 

Laguna  Honda,  Bldgs.  F,  K and  L,  install  14  sterilizers 

500.69.303 

San  Francisco  General,  construct  security  fencing 
and  gates 

500.70.104 

San  Francisco  General,  Bldgs.  10,  20,  30  and  80, 
install  hardware  to  secure  windows 

500.68.114 

Laguna  Honda,  reconstruct  meat  refrigerator  box 

500.73.113 

Central  Emergency,  office  alterations 

500.73.114 

Chinatown -North  Beach  District  Health  Center,  provide 
emergency  power  for  elevators 

500.67.109 

San  Francisco  General,  Bldg.  80,  remodel  basement 

500.67.115 

Laguna  Honda,  install  utility  closets  in  ward  kitchens 

500.69.109 

San  Francisco  General,  remodel  Wards  84,  85  and  86 

1974-75 


1975-76 


1976-77 


1977-78 


D-18 

1978-79 


50.0 

28.3  55.6 

109.0 

41.3  810.2 

125.0  125.0  125.0 

40.0 

38.9 

24.0 

32.0 

17.2 

9.0 

43.0 

23.9 

23.3 


125.0 


42.0 
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Project  Description 


DEPARTMENT  OP  PUBLIC  HEALTH  (Cent.) 

500.70.124 

San  Francisco  General,  Service  Bldg.  6,  provide  access 
to  roof 

500.70.114 

101  Grove  St.,  conduct  study  for  modernizing  and 
adding  to  the  building  and  relocating  Central  Emergency 

500.69.302 

San  Francisco  General,  study  future  use  of  existing 
building  to  remain  after  construction  of  new  hospital 
building 

500.67.132 

District  Health  Center  No.  3,  1525  Silver  Ave.,  pave 
and  enclose  parking  area  under  freeway 

500.68.111 

101  Grove  St.,  alter  Ivy  St.  exit  doors 

500.71.112 

Laguna  Honda,  modernize  boiler  burners  and  controls 

500.70.119 

Laguna  Honda,  various  areas,  modernize  bathtubs 

500.67.134 

Laguna  Honda,  various  wards,  remodel  treatment  rooms 
and  nurses'  stations 

500.67.135 

Laguna  Honda,  various  wards,  alterations  to  kitchens 

500.70.126 

San  Francisco  General,  provide  security  ward 

500.70.110 

San  Francisco  General,  various  areas,  rehabilitate 
wall-mounted  bed  lights  and  related  wiring 

500.71.111 

Laguna  Honda,  install  buzzer  system  in  rear  bedrooms 
of  all  wards 

500.70.109 

Various  health  facilities,  conduct  studies  and  pre- 
pare cost  estimates  for  miscellaneous  remodeling 
projects 

500.71.110 

101  Grove  St.,  replace  Ivy  St.  garage  door 

1974-75 


1975-76 


1976-77 


1977-78 


D-19 

1978-79 


40.8 

21.4 

59.9 

28.1 

24.6 

92.0 
75.2 

96.0 

37.9 
282.5 

43.9 


5.8 


12.0 


6.4 


P.I.N. 

Project  Description 

DEPARTMENT  OF  PUBLIC  HEALTH  (Cont.) 

500.69.203 

Laguna  Honda,  various  locations,  modernize  lighting 

500.68.104 

San  Francisco  General,  emergency  and  admitting  area, 
modify  space  to  provide  another  treatment  room 

500.67.151 

Hunters  Point-Bay view  area,  construct  ambulatory  health 
care  facility  (site  undetermined) 

500.71.109 

San  Francisco  General,  Ward  12,  remodel  into  two 
intensive  care  units 

500.69.104 

San  Francisco  General,  emergency  and  admitting  area, 
modify  surgery  room  and  provide  shielding  and  supports 
for  X-ray  equipment 

500.67.112 

Central  Emergency,  provide  radio  dispatch  room  and 
communication  center 

500.67.104 

District  Health  Center  No.  1,  3850  17th  St.,  provide 
additional  examination  rooms 

500.67.105 

District  Health  Center  No.  2,  1301  Pierce  St., 
acquire  land  for  parking  area 

500.70.117 

San  Francisco  General  , relocate  paint,  carpenter, 
steamfitter,  electrical  and  shade  shops  from  Bldg.  60 
to  new  locations 

500.67.137 

Park  Emergency,  relocate  and  construct  new  facility 
(site  undetermined) 

500.71.113 

Laguna  Honda,  7th  floor,  convert  solarium  into  Medical 
Director’s  office 

500.70.121 

Laguna  Honda,  replace  and  enlarge  portions  of  PAX 
intercom  system 

D-20 

1974-75 1975-76 1976-77 1977-78 1978-79 

58.9 

35.0 

2,500.0 

109.5 

12.0 

48.2 

44.9 

69.6 

37.8 

816.2 

24.2 


14.1 


1 
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Project  Description 

DEPARTMENT  OF  PUBLIC  HEALTH  (Cont.) 

500.71.114 

Laguna  Honda,  recondition  two  elevators  in  tower  and 
add  two  new  elevators  for  ward  areas  A and  B 

500.69.401 

Laguna  Honda,  construct  additional  parking  area 

500.68.101 

Various  district  health  centers,  install  burglar 
alarm  system 

500.70.118 

Laguna  Honda,  various  areas,  replace  lavatory  sinks 

500.69.109 

Laguna  Honda,  install  therapy  pool  water  filter 

500.71.201 

District  Health  Center  No.  1,  3850  17th  St.,  remodel 
clinic  area 

500.67.129 

Laguna  Honda,  reconstruct  paging  system 

500.71.202 

Laguna  Honda,  conduct  study  and  prepare  preliminary 
plans  for  locker  room  facilities 

500.71.210 

Laguna  Honda,  conduct  study  and  prepare  preliminary 
plans  for  pharmacy,  dental  and  X-ray  departments 

500.71.215 

Laguna  Honda,  expand  telephone  system 

500.67.154 

Laguna  Honda,  install  burglar  alarm  systems  in 
laundry  building  and  pharmacy 

500.67.142 

San  Francisco  General,  Bldg.  80,  remodel  pediatric 
and  well  baby  clinic 

500.67.122 

Laguna  Honda,  install  air  conditioning  in  pharmacy 

500.70.111 

San  Francisco  General,  install  air  conditioning  in 
pharmacy 

1974-75 


1975-76 


1976-77 


1977-78 


D-21 

1978-79 


435.5 

848.4 

18.2 

60  .6 
12.7 
25.0 

79.6 

3.2 


5.4 


11.8 

9.6 


76.8 

24.3 


22.3 


P.I.N. 


Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.69.103 

San  Francisco  General,  emergency  and  admitting  area, 
modify  three  surgery  rooms  and  provide  shielding  and 
supports  for  X-ray  equipment 

500.70.107 

San  Francisco  General,  replace  air  conditioning 
units  in  maternity  area 

500.67.125 

Laguna  Honda,  Bldg.  B,  remodel  wards  ($42.0  previ- 
ously appropriated  for  plans) 

500.69.107 

San  Francisco  General,  install  ceiling  in  pharmacy 

500.69.114 

San  Francisco  General,  Bldg.  3,  reconstruct  venti- 
lating system  in  autopsy  room 

500.67.167 

San  Francisco  General,  study  for  new  auditorium  and 
library 

500.71.203 

Laguna  Honda,  various  locations,  remodel  for  physi- 
cians' offices 

500.69.201 

Laguna  Honda,  replace  resilient  flooring  in  main 
corridors 

500.71.205 

Laguna  Honda,  Bldgs.  M and  0,  install  floodlights 
on  roofs 

500.71.206 

San  Francisco  General,  Ward  33,  remodel  for  four- 
bed  intensive  care  stroke  unit 

500.71.207 

Laguna  Honda,  Bldgs.  L and  0,  install  partitions 
in  fourth  floor  wards 

500.71.208 

Laguna  Honda,  pave  site  of  demolished  Bldg.  3 
for  additional  parking 

1974-75 


1975-76 


1976-77 


1977-78 


D-22 

1978-79 


62.9 

59.9 

697.2 

12.0 

85.8 

8.0 

34.5 

124.3 

5.2 

61.0 

39.3 


61.2 


P.I.N. 


Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.71.209 

Laguna  Honda,  all  wards,  install  new  ceiling, 
lighting  and  cubicle  curtain  tracks 

500.67.120 

Laguna  Honda,  various  areas,  provide  ventilation 

500.71.214 

Laguna  Honda,  install  reinforced  concrete  walkv/ay 
and  stairs  along  "Burma  Road" 

500.70.120 

Laguna  Honda,  install  lavatory  basins  at  various 
locations 

611.73.101 

CALIFORNIA  PALACE  OP  THE  LEGION  OF  HONOR 

Install  four  roll-down  metal  doors  for  Terrace 
Gallery  doors  and  windows  and  six  roll-down  metal 
doors  for  basement  storage  area  for  security 
(CIAC-RR-23) 

611.69.101 

Coordinate  rehabilitation  projects  (Bureau  of 
Architecture)  (CIAC-RR-39) 

611.73.102 

Install  lawn  sprinkler  system  in  the  Court  of 
Honor  (CIAC-RR-42) 

611.72.301 

Rehabilitate  Gallery  10;  install  tract  lighting 
in  Galleries  13-19  (CIAC-RR-43) 

611.71.301 

Elevator  safety  modifications  (CIAC-RR-3) 

611.71.103 

Install  ventilation  system  in  coffee  shop  and 
adjoining  corridor 

611.73.103 

Construct  metal  floor  for  second  deck  in  storage 

area 

611.71.102 

Little  Theater,  provide  new  seats 

1974-75 


1975-76 


1976-77 


1977-78 


D-23 

1978-79 


984.4 

25.2 


9.5 


190.7 


30.0 


6.0 


10.0 

42.8 


9.3 


10.2 

15.0 


10.7 
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Project  Description 


CALIFORNIA  PALACE  OF  THE  LEGION  OF  HONOR  (Cent.) 

611.70.101 

Remodel  Gallery  9 

611.70.102 

Reconstruct  portions  of  main  heating  and  ventilating 
system 

611.67.107 

Widen  perimeter  road  and  provide  new  parking  area 

611.67.104 

Remodel  Garden  Courts  1 and  2 

611.67.103 

Remodel  receptionist  area 

621.73.105 

M.  H.  de  YOUNG  MEMORIAL  MUSEUM 

Install  hydro-pneumatic  tank  with  pump,  compressor 
and  controls  to  provide  constant  water  pressure  to 
East  Wing  of  Museum  (CIAC-CI-78) 

621.72.201 

Kress  basement,  install  heat  and  temperature  con- 
trols • (CIAC-CI-55) 

621.72.203 

Galleries  and  shop  areas,  extend  and  improve  exhaust 
and  ventilation  system 

621.73.107 

Install  fan  filter  racks 

621.73.102 

Galleries  A-J,  install  tract  lighting 

621.72.202 

School  and  office  areas,  install  toilet  facilities 

621.73.108 

Install  electrical  outlets  and  lighting  in  classrooms 

621.73.109 

Install  emergency  power  supply  system  and  evacuation 
lighting  system 

621.73.110 

Hearst  Court,  install  bronze  rails 

1974-75 


1975-76 


1976-77 


1977-78 


D-24 

1978-79 


13.9 

69.6 


61.5 

53.5 

10.0 


5.0 


26.8 

26.8 


5.0 

37.0 


10.0 

7.0 

15.0 


6.0 


V- 
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Project  Description 


M.  H.  de  YOUNG  MEMORIAL  MUSEUM  (Cont.) 

621.73.103 

Relocate  men's  toilet  and  construct  new  women's  toilet 

621.73.111 

Jewelry  Classroom,  extend  plumbing  and  install  sink 

621.73.112 

Construct  new  information  center 

621.73.104 

Hearst  Court,  install  dimmer  control  system 

621.71.105 

Connect  all  roof  and  basin  drains  to  sewer 

621.71.107 

Install  access  hatch  to  steam  and  water  lines  under 
building 

621.73.113 

Relocate  existing  darkroom 

621.72.302 

Renovate  shop  space  for  art  school  offices 

621.67.301 

Convert  tower  to  offices  and  storage 

621.72.301 

Museum  engineering  shop,  extend  roof  to  loading  dock 
and  provide  direct  entrance  from  shop  to  main  building 

CENTER  OF  ASIAN  ART  AND  CULTURE 

622.71.103 

Install  footlighting  in  five  screen  display  platforms 
(CIAC-CI-102) 

622.72.101 

Install  automatic  sprinkler  system  in  storage  areas 
(CIAC-CI-46) 

622.73.102 

Replace  existing  elevator 

622.73.103 

Jade  Room,  install  catwalk 

622.73.104 

Mirror  Room  Gallery,  install  catwalk 

1974-75 


1975-76 


1976-77 


1977-78 


D-25 

1978-79 


40.0 

2.5 

12.0 

6.5 
5.7 
1.2 

3.0 

50.0 

200.0 

10.7 

11.5 

13.0 

160.0 

12.0 


3.0 
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Project  Description 


CENTER  OP  ASIAN  ART  AND  CULTURE  (Cent.) 

622.71.106 

Construct  emergency  air  conditioned  storeroom 

622.71.102 

Alter  kitchen  area  to  provide  new  display  case 

631.73.102 

PUBLIC  LIBRARY 

45  Hyde  St.,  ground  floor,  install  ventilation 
system  (CIAC-CI-93) 

648.71.103 

RECREATION  AND  PARK  DEPARTMENT 

Marina  Small  Craft  Harbor,  construct  sanitary 
facilities  to  meet  State  Water  Quality  Control 
regulations  and  City-State  Harbor  Loan  Agreement 
($70.0  previously  appropriated)  (CIAC-CI-42) 

648.  7J.,  101 

Marina  Small  Craft  Harbor,  rehabilitation  and 
improvements  ($102.0  previously  appropriated) 
(CIAC-CI-2) 

648,73.201 

Marina  Small  Craft  Harbor,  reconstruct  piers  for 
large  craft  and  resurface  roads,  walks  and  parking 
areas 

648.73.401 

Marina  Small  Craft  Harbor,  reconstruct  or  replace 
bay  side  of  harbor  shoreline  walls 

651.70.105 

Various  locations,  rehabilitate  and  reconstruct 
children's  areas  and  playgrounds  (recurring 
budget  item)  (CIAC-RR-7) 

651.70.104 

Various  locations,  reconstruct  irrigation  systems 
(recurring  budget  item)  (CIAC-RR-11) 

1974-75 


1975-76 


1976-77 


1977-78 


D-26 

1978-79 


14.5 


125.0 


80.0 


50.0 


67.4 

10.5 


100.0 


42.0 


100.0 

50.0  50.0 


100.0 

50.0 


100.0 

50.0 


90.0 


44.0 


44.0 


44.0 


44.0 


P.I.N. 


Project  Description 


RECREATION  AND  PARK  DEPARTIffiNT  (Cont.) 

651.70.110 

Various  locations,  rehabilitate  lighting  systems 
(recurring  budget  item)  (CIAC-RR-9) 

651.71.102 

Various  locations,  rehabilitate  buildings  (recurring 
budget  item)  (CIAC-RR-6) 

651.67.102 

Various  locations,  resurface  courts  and  play  areas 
(recurring  budget  item)  (CIAC-RR-10) 

651.67.103 

Various  locations,  resurface  walks,  paths,  and  park- 
ing areas  (recurring  budget  item)  (CIAC-RR-8) 

651.70.113 

Various  locations,  reconstruct  and  replace  fencing 
(recurring  budget  item)  (CIAC-RR-15) 

651.72.101 

Various  golf  courses,  resurface  parking  areas 
(recurring  budget  item)  (CIAC-RR-20) 

651.70.109 

Various  locations,  install  misc.  reconstruction  and 
minor  improvements  (CIAC-RR-24) 

651.70.206 

Golden  Gate  Park  Conservatory,  painting  and  glazing 
(CIAC-RR-27) 

651.70.207 

Golden  Gate  Park  Conservatory,  replace  electric 
service 

651.68.104 

Phelan  Beach,  reconstruct  retaining  wall  ($4.8  previ 
ously  appropriated) 

651.70.103 

Aquatic  Park  Bocci  Ball  Courts,  reconstruct  shelter 

651.70.117 

Precita  Park,  rehabilitation 

651.70.118 

Bernal  Heights  Playground,  rehabilitation 

1974-75 

1975-76 

1976-77 

1977-78 

D-2 

1978-79 

50.0 

50.0 

50.0 

50.0 

50.0 

90.0 

90.0 

90.0 

90.0 

90.0 

50.0 

50.0 

50.0 

50.0 

50.0 

50.0 

50.0 

50.0 

50.0 

50. C 

15.0 

15.0 

15.0 

15.0 

15.  C 

30.0 

30.0 

30.0 

30.0 

30.0 

50.0 

18.5 

68.8 

68.8 

68.8 

68. 

16.0 

70.0 

40.0 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT  (Cont.) 

651.70.119 

Duboce  Park,  rehabilitation  and  improvements 

651.67.115 

Garfield  Square / rehabilitation  ($25.5  previously 
appropriated ) 

651.67.201 

Franklin  Square,  rehabilitation  ($2.5  previously 
appropriated) 

651.67.120 

Golden  Gate  Park,  rehabilitate  two  windmills 
($10.0  previously  appropriated) 

651.70.202 

Golden  Gate  Park,  Metson  Lake  pipeline,  replace 
pipeline  from  water  reclamation  plant  to  lake 

651.70.108 

Great  Highway  Esplanade,  rehabilitate  seawall 

651.70.203 

Great  Highway  Esplanade,  reconstruct  curb  and 
sidewalk 

651.67.114 

Aquatic  Park,  Municipal  Pier,  lighting 

651.67.118 

Jefferson  Square,  rehabilitation 

651.67.113 

Huntington  Square,  replace  irrigation  system; 
rehabilitate  square 

651.67.116 

Ina  Coolbrith  Park,  rehabilitation 

651.70.301 

Aquatic  Park,  replace  skylights  to  locker  rooms 

651.68.501 

Golden  Gate  Park,  reconstruct  North  Mill  reser- 
voir roof 

651.70.402 

Noe  Valley  Tennis  Courts,  rehabilitate 

651.68.601 

Golden  Gate  Park,  reconstruct  arboretum  reservoir 

D-28 

1974-75 1975-76 1976-77 1977-78 1978-79 

60.0 

126.0 

66 . 0 

185.00  159.00 

(bequest) 

28.0 

15.2 

152.0 

112.0 

2.5  116.0 

77.0 

39.0 

11.8 

106.0 


71.5 


135.0 
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Project  Description 


RECREJ^TION  AND  PARK  DEPARTMENT  (Cont.) 

651.67.202 

Lafayette  Square,  rehabilitation  ($6.0  previously 
appropriated ) 

651.68.602 

Golden  Gate  Park,  reconstruct  Elk  Glen  Pumphouse 

651.69.106 

Golden  Gate  Park,  Chain  of  Lakes,  rehabilitation 

656.71.101 

Hunters  Point  Redevelopment  Project,  recreation 
and  park  facilities  ($1,319,688  previously  appro- 
priated) (CIAC-CI-0) 

656.69.105 

Various  locations,  athletic  field  floodlighting 
(CIAC-CI-25) 

656.72.101 

Lake  Merced  Recreational  Area,  develop  bicycle 
path  (CIAC-CI-68) 

656.69.101 

Various  locations,  fencing  (CIAC-CI-21) 

656.69.106 

Lincoln  Park  Golf  Course,  irrigation  system  exten- 
sivon.  Phase  III  (CIAC-CI-72) 

656.73.101 

Golden  Gate  Park,  Music  Concourse,  improvements 
(CIAC-CI~94) 

656.73.102 

Fleishhacker  Pool,  improvement  study  (CIAC-CI-90) 

656.73.106 

Golden  Gate  Park,  develop  master  plan  (CIAC-CI-55a) 

656.67.105 

Allyne  property,  park  development 

656.69.107 

Golden  Gate  Park,  northeast  section,  automatic 
irrigation  system 

1974-75 


450.0 

100.0 

40.0 

15.0 

89.1 

10.0 

15.0 

75.0 


D-29 

1975-76 1976-77 1977-78  1978-79 


80.0 

11.0 

250.0 

576.9  577.0  372.0 

100.0  100.0  120.0  120.0 


500.0  350.0 

(300.0) 

(200. 00) 


56.0 


10.  Oo 
(Bequest) 


123.0 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT  (Cent.) 

656.67.113 

Harding  Park,  automatic  irrigation  system 

656.67.509 

Fort  Funston  property.  Phase  I development  study 
(CIAC-CI-103) 

656.67.127 

Fort  Miley  property,  site  improvements  (CIAC-CI-104) 

656.72.102 

Harding  Park-Fleming  Golf  Course , construct  new 
convenience  station  and  sewer  (CIAC-CI-76) 

656.67.505 

Golden  Gate  Park,  rehabilitate  Strawberry  Hill, 
Huntington  Falls  and  Stow  Lake 

656.70.104 

Golden  Gate  Park,  Water  Reclamation  Plant,  construct 
sanitation  facility 

656.68.107 

Golden  Gate  Park,  provide  maintenance  yard  equipment 
shelter 

656.71.102 

Lake  Merced,  park  development 

656.67.109 

Fleishhacker  Playfield,  playground  improvements 

656.68.501 

Fleishhacker  Pool,  cover  for  transformer 

656.70.106 

Lands  End,  develop  observation  and  trail  area 

656.68.301 

Stanford  Heights  Reservoir,  construct  playcourts  on 
roof  slab 

656.67.120 

McKinley  Square,  development 

656.68.110 

Palace  of  Fine  Arts,  landscaping  and  lighting 

656.69.109 

Golden  Gate  Park,  convenience  station  (45th  Ave. 
and  Lincoln  Way) 

1974-75 


1975-76 


1976-77 


1977-78 


D-30 

1978-79 


49.0  200.0  200.0  400.0 

7.0 

11.0 

50. Oo 


45.0  410.0 

15.0 

7.0  67.0 


100.0  100.0  100.0 

30.0 
6.5 

73.0 

77.0 


4.5  75.5 

500.0 


39.2 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT  (Cent.) 

656.71.401 

John  McLaren  Park,  construct  domestic  water  supply 
system 

656.67.506 

Bernal  Hill,  develop  park 

656.69.113 

Golden  Gate  Park,  tennis  courts,  lighting 

656.69.117 

Sutro  Heights  Park,  rehabilitation 

659.70.101 

Camp  Mather,  various  buildings,  rehabilitation 
(CIAC-RR-18) 

659.70.102 

Camp  Mather,  swimming  pool,  rehabilitation 

659.67.105 

Camp  Mather,  replace  six  cabins 

659.67.104 

Camp  Mather,  replace  dormitory,  study  and  plans 
(CIAC-CI-59) 

659.67.102 

Camp  Mather,  pave  roads  and  parking  area 

659.67.101 

Camp  Mather,  recreation  pavilion,  construction 

691.73.101 

WAR  MEMORIAL  AND  MUSEUM  OF  ART 

Opera  House,  rehabilitate  and/or  replace  stage 
rigging  and  cycloramas  (CIAC-RR-22) 

691.73.102 

Opera  House,  rehabilitate  stage  lighting  (CIAC- 
RR-21) 

691.73.103 

Opera  House -Veterans ' Building,  general  rehabili- 
tation (CIAC-RR-32) 

1974-75 


1975-76 


1976-77 


1977-78 


D-31 

1978-79 


160.0 

122.0 

80.0 

219.0 

40.0  40.0  40.0  40.0  40.0 

17.0 

41.0  41.0 

3.0 


20.0 


45.0 


70.6  70.6 

59.9  59.9 


150.0 


150.0 


150.0 


150.0 


150.0 


P.I.N. 


Project  Description 


WAR  MEMORIAL  AND  MUSEUM  OF  ART  (Cont.) 

691.73.104 

Veterans'  Building,  first  floor,  enlarge  women's 
restroom  (CIAC-RR-19) 

692.67.101 

Museum  of  Art,  replace  and  relocate  sidewalk 
elevator  {CIAC-RR-38) 

736.72,101 

MUNICIPAL  RAILV7AY 

Transit  Improvement  Program,  debt  service  for 
facilities  improvement  program  (MTC  grant) 

736.69.102 

Replacement  of  transit  operating  equipment,  debt 
service  (MTC  grant) 

736.68.119 

Services  of  Engineering  Division  (CIAC--RR-4) 

735.73.103 

Washington -Mason  Cable  Carbarn,  replace  steel 
cover  on  sidewalk 

736.72.301 

Washington-Mason  Cable  Carbarn,  replace  floor 
cover  on  portion  of  second  floor 

736.73.111 

Elkton  Shop,  convert  rail  bender  to  hydraulic 
operation 

736.69.109 

Various  Municipal  Railway  office  buildings, 
replace  asphalt  floor  covering 

737.72.101 

Service  of  Municipal  Railway  Engineering  Division 
for  various  capital  improvement  projects 

737.71,107 

Cable  car  system,  install  front  bumpers  on  all 
cable  cars 

737.71.104 

Washington-Mason  Cable  Carbarn,  install  additions 
to  sprinkler  system  for  fire  protection 

1974-75 


1975-76 


1976-77 


1977-78 


D-32 

1978-79 


15.0 

90.0 


845.00  845.00 

4, 052.80  1, 215.00 

120.0  120.0 

0.5 

3.2 

7.5 


462. 5o  845.00 

3, 735.20  4,090.2o 

120.0  120.0 


10.8 

75.0 


75,0  75.0  75.0 


46.2 


845.00 


120.0 


75.0 


12.1 
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P.I.N. 

Project  Description 

MUNICIPAL  RAILVJAY  (Cont.) 

737.71.106 

Washington-Mascn  Cable  Carbarn,  install  instruments 
for  accurately  measuring  cable  tension 

737.70.104 

Cable  car  system,  install  traffic  signal  actuators 
at  three  intersections  along  California  St. 

737.71.105 

Washington-Mason  Cable  Carbarn,  install  fire  escape 
from  Cable  Car  Museum  to  sidewalk 

737.72.301 

Potrero  Ccach  Yard,  construct  restroom  facility  in 
paint  shop  area 

737.71.102 

Cable  car  system,  install  traffic  signal  to  be 
activated  by  cable  cars  making  left  turn  from 

Hyde  St.  into  Washington  St. 

737.68.102 

Washington-Mason  cable  carbarn,  install  sump  pit 

737.72.302 

Washington-Mason  cable  carbarn,  construct  cable 
trench  cleaniuig  machinery 

737.68.101 

G-ary-Presidio  carbarn,  construct  film  storage 
vault 

737.68.110 

Various  locations,  install  landscaping  around 
buildings  and  structures 

737.73.101 

Various  locations,  install  bus  stop  shelters 
and  benches 

737.73.102 

Rail  storage  facilities,  land  acquisition 

1974-75 


1975-76 


1976-77 


1977-78 


D-33 

1978-79 


12.1 

36.4 


6.6 


10.5 

12.1 


10.3 

23.0 
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9.3 
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D-34 


1974-75  through  1978-79 
GAS  TAXES  AND  ROAD  FUNDS 


(Costs  in  thousands  of  dollars) 


P.I.N. 

Project  Description 

1974-75 

1975-76 

1976-77 

1977-78 

1978-79 

DEPARTMENT  OF  PUBLIC  WORKS  - TPAFFICWAYS 

Major  Thoroughfares  and  Street  Improvements 

670.68.101 

Various  street  and  highway  projects,  Select  System, 
preliminary  engineering  and  administrative  activi- 
ties (recurring  budget  item) 

20  .Og 

20  .Og 

20. Og 

20 . Og 

20.  Og 

670.68.102 

Various  county  road  projects,  preliminary  engineering 
and  administrative  activities  (recurring  budget  item) 

20.0s 

20.0s 

20.0s 

20.0s 

20.  Os 

670.68.103 

Various  street  improvements.  City  aid  as  supplement 
to  assessment  procedures  (recurring  budget  item) 

162. Og 

162. Og 

162. Og 

162. Og 

162. Og 

670.68.104 

Various  locations,  construct  curbs  and  pavements  in 
front  of  public  property  (recurring  budget  item) 

100. Og 

100. Og 

100. Og 

100. Og 

100. Og 

670.68.105 

Various  locations,  reset  curbs  and  construct  conform 
pavements  (recurring  budget  item) 

22. Og 

22. Og 

22. Og 

22. Og 

22.  Og 

670.68.211 

Grand  View  Ave.,  bet.  24th  and  Clipper  Sts.,  narrow 
sidewalks 

74. Og 

670.70.118 

Milton  St.,  bet.  San  Jose  Ave.  and  Bosworth  St., 
narrow  sidewalk  on  west  side 

40. 8g 

670.71.201 

Precita  Ave.  sidewalk  narrowing  between  Mission  and 

Coso  Sts. 

62. 9g 

670.73.108 

Edna  St.,  bet.  Monterey  Blvd.  and  Hearst  Ave., 
narrow  sidewalks 

45. 3g 

P.I.N. 


Project  Description 


Major  Thoroughfares  and  Street  Improvements  (Cont.) 

670.71.116 

Page  St.,  bet.  Franklin  and  Gough  Sts.,  sidewalk 
narrowing 

670.71.105 

Maritime  Parkway,  bet.  Broadway  and  North  Point  St., 
construct  4— lane  divided  roadway  along  the  western 
side  of  The  Embarcadero,  and  landscape  median  islands 

670.69.102 

Portola  Drive  at  O'Shaughnessy  Blvd.,  construct  4-lane 
underpass 

670.63.208 

Beach  St.,  bet,  Polk  and  Lar]:.in  Sts.,  narrow  side- 
walks; also  bet,  Larkin  and  Hyde  Sts.,  reconstruct 
pavement 

670.70.112 

Key  Ave.  extension  to  Bay view  Park  Road 

670.70.115 

McAllister  St.,  bot.  Van  Ness  and  Masonic  Aves. , 
narrow  sidewalks 

670.68.209 

Larkin  St.,  bet.  California  and  Union  Sts.,  narrow 
sidev/alks 

670 . 63 , 206 

Laguna  Honda  Blvd.  widening,  bet.  7th  and  Woodside 
Aves.  and  v/idening  a portion  of  7th  Ave.,  construct 

4-  to  6 -lane  divided  roadway 

670.68.203 

Foerster  St.,  bet.  Mangels  and  Judson  Aves.,  narrow 
sidewalks 

670.70.117 

Laguna  St.,  bet.  Bay  and  Beach  Sts.,  narrow  sidewalks 

670.68.204 

Gough  St.,  bet.  Lombard  and  California  Sts.,  narrow 
sidewalks 

670.69.601 

Stanyan  St.,  bet.  McAllister  and  Turk  Sts.,  widen 
right-of-way 

1974-75 


1975-76 


1976-77 


1977-78 


D-35 

1978-79 


14. 6e 


10.  Oe 


400. Oe  2,800.0e  2,800.0e 

152. 3g 

10. Og  296. 5e 

62 . 5e 

26. Oe  303. Oe 

1,050.0a  2,080.8e 


197. Oe 

89. 7e 
429. 7e 


123. Oe 
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P.I.N. 


Project  Description 


Major  Thoroughfares  and  Street  Improvements  (Cont.) 

670.68.501 

Webster  St.  widening,  bet.  Post  and  California  Sts., 
construct  4-lane  divided  roadway 

671.69.109 

DEPARTMENT  OF  PUBLIC  WORKS  - TRAFFICWAY S 

Pavement  Reconstruction 

Various  locations,  resurface  street  areas  in  Select 

System 

671.71.111 

Merlin  St.  from  Harrison  St,  to  southerly  terminus, 
reconstruction 

671.68.210 

North  Point  St.,  bet.  Columbus  Ave.  and  The  Embarcadero, 
reconstruction 

671.71.112 

Morris  St.,  bet.  I-Iai-rison  and  Bryant  Sts.,  reconstruction 

671,70.203 

Chilton  Ava.,  bet.  Bosworth  St.  and  southerJ.y  terminus, 
reconstruction 

671.70,204 

Congo  St.,  bet.  Mangels  and  Melrose  Aves.,  reconstruction 

671.68.207 

Columbus  Ave.,  bet.  Broadway  and  Pacific  Ave., 
reconstruction 

671.68.109 

Pacific  Ave.,  bet.  Lyon  St.  and  Presidio  Ave., 
reconstruction 

671.71.110 

Jones  St.,  bet.  Union  and  Green  Sts.,  reconstruction 

671.72.204 

Arch  St.,  bet.  Shield  and  Garfield  Sts.,  reconstruction 

671.69.202 

Orizaba  Ave.,  bet.  Thrift  and  Mo.ntana  Sts.,  reconstruct 
pavement 

1974-75 


1975-76 


1976-77 


1977-78 


D-36 

1978-79 


323. Oe 


750. Oe 

46 .5g 

479. 7g 

56. 2g 
38 .2g 

20. 8g 
64. 4e 

42. 9g 

35. 2g 
61. 8g 


27.  Ig 


P.I.N. 


Project  Descrj.ption 


Pavement  Reconstruction  (Cont.) 

671.70.105 

Taylor  St.,  bet.  Green  and  Union  Sts.,  reconstruction 

671.72.108 

20th  St.,  bet.  Church  and  Sanchez  Sts.,  reconstruction 

671.69.401 

Lombard  St.,  bet.  Taylor  and  Jones  Sts.,  reconstruction 

671.69.402 

Taylor  St.,  bet,  Lombard  and  Greenwich  Sts., 
reconstruction 

671.69.403 

Greenwich  St.,  bet.  Leavenworth  St.  and  Jones  St., 
reconstruction 

671.69.404 

California  St.,  bet.  Kyde  and  Jones  Sts.,  reconstruction 

671.70.301 

Gennessee  St.,  bet.  Joost  and  Kangels  Aves., 
reconstruction 

671.72.301 

Van  Ness  Ave.,  bet.  Grove  and  McAllister  Sts., 
reconstruction 

671.68.302 

Third  St.,  bet.  Channel  and  Mariposa  Sts.,  rehabili- 
tate pavement 

671.70.302 

Washington  St.,  bet.  Stockton  and  Powell  Sts., 
reconstruction 

671.70.303 

Wetmore  St.,  bet.  Clay  and  Washington  Sts., 
reconstruction 

671.68.114 

Cherry  St.,  bet.  Sacramento  and  Clay  Sts.,  recon- 
struct low  curb  and  gutter 

671.68.209 

Division  St.,  bet.  Kansas  and  DeHaro  Sts., 
reconstruction 

671.70.401 

Filbert  St.,  bet.  Kearny  St.  and  Grant  Ave., 
reconstruction 

1974-75 


1975-76 


1976-77 


1977-78 


D-37 

1978-79 


33 . 9g 
57. Ig 
50 . 6g 
36 . 4g 

50 .5g 

114. 9e 
22. 5g 

171. 6e 

684. 4e 

43. 9g 

24. 3g 

32. 5g 

67. 4e 


51. 8g 


i 


P.I.N, 


Project  Description 


Pavement  Reconstruction  (Cont.) 

671.70.402 

Broderick  St.,  bet.  Jackson  St.  and  Pacific  Ave., 
reconstruction 

671.70.403 

Taylor  St.,  bet.  Broadway  and  Vallejo  St., 
reconstruction 

671.71.301 

Octavia  St.,  bet.  Pacific  Ave.  and  Broadway, 
reconstruction 

671.70.106 

Los  Palmos  Dr.,  bet.  Stanford  Heights  Ave.  and 
Foerster  St.,  reconstruction 

671.71.202 

Lakeview  Ave.,  bet.  Lee  Ave.  and  Josiah  Ave., 
reconstruction 

671.71.201 

Josiah  Ave.,  bat.  Lakeview  Ave.  and  Ridge  Lane, 
reconstruction 

671.68.301 

Church  St.,  bet.  17th  and  18th  and  22nd  and  30th  Sts., 
reconstruction 

671.68.203 

Berry  St.,  bet.  DeHaro  and  3rd  Sts.,  reconstruction 

671.73.301 

Sacramento  St.,  bet.  Franklin  and  Gough  Sts., 
reconstruction 

671.73.302 

Broadway,  bet . Divisadero  and  Scott  Sts . , 
reconstruction 

671.73.303 

Quintara  St.,  bet.  15th  and  16th  Aves.,  reconstruction 

671.73.304 

Sacramento  St.,  bat.  Powell  and  Mason  Sts., 
reconstruction 

671.73.305 

Douglass  St.,  bet.  Clipper  and  25th  Sts., 
reconstruction 

35 . 2g 

37. 3g 

36 . 7g 

16. 5g 

29. 8g 

39. 8g 

490. 5e 

267. 2e 
55. 2e 

53. 6e 

35  .Og 
54. 3g 


36. 4g 


rv 
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Project  Description 


Pavement  Reconstruction  (Cont.) 

671.73.306 

27uh  St.,  bet.  Noe  and  Sanchez  Sts.,  reconstruction 

671.73.307 

Ellsworth  St.,  bet.  Powhattan  and  Eugenia  Sts., 
reconstruction 

671.73.308 

22nd  St.,  bet.  DeHaro  and  Rhode  Island  Sts., 
reconstruction 

671.73.309 

Leavenworth  St.,  bet.  Union  and  Filbert  Sts., 
reconstruction 

671.73.310 

Dublin  St.,  bet.  Russia  St.  and  southern  terminus, 
reconstruction 

671.73.311 

Jones  St.,  bet.  Union  and  Filbert  Sts.,  reconstruction 

671.73.312 

Prentiss  St.,  bet.  Ogden  and  Crescent  Aves., 
reconstruction 

671.73.313 

Clay  St.,  bet.  Franklin  and  Gough  Sts.,  reconstruction 

671.73.314 

Anderson  St.,  bat.  Powhattan  and  Eugenia  A.ves., 
r e c on  1 r u c t i on 

671.73.315 

23rd  St.,  bet.  Hoffman  and  Grand  View  Aves., 
r e c on  s t r u c t i on 

671.73.316 

Shields  St.,  bet.  Monticello  and  Beverly  Sts., 
reconstruction 

671.73.317 

Italy  St.,  bet.  Mission  and  London  Sts.,  reconstruction 

671.73.318 

Prance  St.,  bet.  Mission  and  London  Sts.,  reconstruction 

671.73.319 

Congdon  St.,  bet.  Maynard  St.  and  Silver  Ave., 
reconstruction 

1974-75 
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D-39 

1978-79 


55.  Ig 
32 . 2g 

26. 4g 

40. 9g 

49 . 6g 
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33 . 7g 

43. 6g 
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P.I.N. 


Project  Description 


Pavement  Reconstruction  (Cont.) 

671.73.320 

22nd  St.,  bet.  Castro  and  Diam.ond  Sts., 
reconstruction 

672.72.101  ’ 

DEPARTMENT  OF  PUBLIC  WORKS  - TRfiFPICWAYS 

Traffic  Signals  & Channelization 

Neighborhood  Street  Improvement  demonstration 
project 

672.70.101 

Various  intersections,  install  signals  and 
channelization  (recurring  budget  item) 

672.70.104 

School  crossings,  install  signals  at  various 
locations  (recurring  budget  item) 

672.70.103 

Various  intersections,  modify  and  reconstruct 
traffic  control  devices  (recurring  budget  item) 

672.70.301 

Junipero  Serra  Blvd.  at  Ocean  Ave.,  construct 
pedestrian  overcrossing 

672.70.102 

Various  intersections,  modify  signals  (recurring 
budget  item) 

672.73.101 

Downtown  traffic  signal  installations,  various 
locations 

672.73.105 

Parnassus  Ave.,  bet.  Hillway  and  4th  Ave., 
install  traffic  signals  and  channelization 

672.71.108 

Various  residential  areas,  conduct  Citywide 
feasibility  study  for  widening  sidewalks 

1974-75 


1975-76 


1976-77 


1977-78 


D-40 

1978-79 
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lll.Og 

116. 5g 

122. Og 

127. 5g 

133. Og 

68 . Og 

17  .Sg 
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18.  Og 

18.  Og 
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20.  Oe 
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82 .5g 
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50.  Oe 

10.  Og 
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Project  Description 


672.71.106 

672.68.203 

672.73.106 

672.70.201 

672.68.601 

672.69.601 


672.68.502 

672.68.503 

672.68.604 


Traffic  Signals  s Channeliz3.tion  (Cont.) 


Downtown  area,  narrow  sidewalks  in  various  alleys 
to  provide  additional  parking  spaces 

Third  St.  bet.  16th  St.  and  Jamestown  Ave.,  install 
center  island  signals  and  replace  obsolete  signal 
wiring 


Geary  Blvd.  at  8th  Ave.,  construct  pedestrian 
overpass 

Various  streets,  parallel  to  James  Lick  Freeway, 
installation  of  special  traffic  control  devices 
for  diverting  freeway  traffic  to  City  streets  in 
emergencies 

Grade  separation.  Masonic  Ave.  and  Turk  St.,  con- 
struct underpass  for  Masonic  Ave.  traffic 


Grade  separation,  Mission  St.  at  South  Van  Ness 
Ave.,  construct  vehicular  underpass  for  left-turn 
movement  from  Mission  St.  to  South  Van  Ness  A.ve. 


Larkin  St.,  bet.  California  and  Union  Sts.,  install 
signals 

Western  Addition,  channelize  intersections  of 
Fulton  and  Scott  Sts.  and  Fulton  and  Stanyan  Sts.; 
install  related  signal  control 

Grade  separation,  Portola  Drive  at  Clipper  St., 
construct  underpass  for  Portola  Drive  traffic 


1974-75 1975-76 1976-77 1977-78 


145. Og  125. Og 

108. Oe 


156. Oe 

97. 5g 


l,100.0e 

150. Oe 


190. Og 

35. Og 


D-41 

1978-79 


l,950.0e 


l,100.0e 


P.I..N. 

Project  Description 

DEPARTMENT  OF  PUBLIC  WORKS  - TRAFFICWAYS 

Street  Lighting 

673.70.102 

Various  locations,  install  street  lighting  systems 
in  new  underground  districts  (recurring  budget  item) 

673.70.104 

Various  locations,  construct  underground  v/ired 
street  lighting  facilities  in  street  areas  outside 
underground  districts  (recurring  budget  item) 

673.70.103 

Various  locations,  provide  engineering  assistance 
to  PUC  for  street  lighting  systems  in  existing 
overhead  districts  (recurring  budget  item) 

674.73.101 

DEPARTMENT  OF  PUBLIC  WORKS  - TPAFFICWAYS 

Landsca.ping  and  Irrigation 

Hunters  Point  Redevelopment  Area,  street  landscaping 

674.71.103 

Park  Presidio  Blvd. , reconstruct  landscaping  and 
irrigation  system 

674.69.102 

Sunset  Blvd. , reconstruct  landscaping  and  irrigation 
system 

674.71.101 

Streetside  landscaping  in  FACE  areas 

674.73.103 

Drumm  St. , bet.  Clay  and  Jackson  Sts. , sidewalk 
trees  and  median  landscaping 

674.72.301 

Geary  Blvd.  underpass  at  Masonic  Ave.,  landscape 
sidewalk  and  islands 

674.71.203 

Great  Highway  from  Lincoln  Way  to  Sloat  Blvd. , 
reconstruct  landscaping  irrigation  system 

1974-75 


1975-76 


1976-77 


1977-78 


D-42 

1978-79 
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400. Og 

400 . Og 

400. Og 

400. Og 
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30  .Og 
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Project  Description 


Landscaping  and  Irrigation  (Cont.) 

674.71.202 

Streetside  landscaping 

675.73.101 

DEPARTMENT  OF  PUBLIC  WORKS  - TPAFFICWAYS 

Miscellaneous 

Municipal  Asphalt  Plant,  install  new  heat  supply 
system 

675.73.103 

Earthquake  resistance  study  of  existing  bridge 
structures 

675.68.203 

Telegraph  Hill,  east  slope,  remove  loose  rock 
from  streets;  construct  protective  barriers 

675.71.101 

Telegraph  Hill,  stabilize  east  slope,  to  prevent 
rockfalls  and  landslides 

675,68.402 

Vallejo  St.,  east  of  Jones  St.,  reconstruct  retain 
ing  wall  and  stairway 

675.68.303 

Greenwich  St.,  bet.  Hyde  and  Larkin  Sts,,  replace 
concrete  stairv/ay;  install  lighting  and  handrails 

675.68.401 

Greenwich  St.,  bet.  Hyde  and  Leavenworth  Sts., 
replace  concrete  stairways,-  connecting  walks,  and 
retaining  walls 

675.63.302 

Baiter  St.,  bet.  Broadway  and  Vallejo  St.,  repair 
slope  and  retaining  wall;  install  handrailing  for 
stairs 

675.68.501 

Vallejo  St.,  west  of  Taylor  St.,  reconstruct  con- 
crete stairways;  install  landscaping  and  concrete 
walkway 

1974-75 1975-76 1976-77  1977-78 
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Project  Description 


Miscellaneous  (Cont.) 

675.68.111 

DPW  Maintenance  Yard,  2323  Army  St.,  construct 
retaining  wall  at  south  property  line  for  storage 
of  sand 

675.70.401 

San  Jose  Ave,,  east  slope,  near  Richland  Ave., 
construct  retaining  wall  for  slope  stabilization 

675.68.505 

Waller  St.,  bet.  Broderick  St.  and  Buena  Vista 

East,  replace  wooden  bulkheads  and  stairway  with 
concrete  retaining  wall  and  stairway 

675.68.502 

Great  Highway  at  Taraval  St.,  rehabilitate  pedes- 
trian underpass 

675.68,503 

Great  Highway  at  Judah  St.,  rehabilitate  pedestrian 
underpass 

675.68.504 

Great  Highway  at  Wawona  St.,  rehabilitate  pedestrian 
underpass 

1974-75 


101. 9g 
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IMPROVEMENT 


PROGRAM 


D-45 


1974-75  through  1978-79 
REVENUES 


P.I.N. 


652.71.101 

652.71.102 

652.71.103 

652.71.201 

652.71.202 
652.71.302 
652.71.401 
652.71.501 


Project  Description 


(Costs  in  thousands  of  dollars) 

1974-75 


RECREATION  AND  PARK  DEPARTMENT  - ZOOLOGICAL  GARDENS 

Various  facilities,  rehabilitation  (recurring  budget 
item) 

Service  building,  remodel 
Lion  House,  remodel 

Pachyderm  Building,  remodel  into  tropical  animal  house 

Moats  for  hoofed  animals,  construct  (Zoological  Society) 

Administration  Building,  construct 

Australian  Scene,  construct  moated  paddocks 

Burrov/ing  and  Nocturnal  Animal  exhibits,  construct 
($400.0  Zoological  Society) 

RECREATION  AND  PARIC  DEPARTMENT  - CANDLESTICK  PARK 
Repave  parking  lot  (recurring  budget  item) 


50. Or 

28. Or 
10. Or 
2. Or 
75.00 


100. Or 


1975-76  1976-77  1977-78  1978-79 


50. Or 


105. Or 
200. Or 
75 . Oo 
300. Or 


300. Or 


700.0 
(300. Or) 
(400. Oo) 


653.73.101 


50. Or 


50. Or 


50. Or 


50. Or 


I 


■q 


• •• i 


1 


P.I.N. 


Project  Description 


AIRPORTS  COMMISSION 

726.70.101 

Services  of  the  Airport  Engineering  Division  for 
reconstruction  and  replacement  items  (recurring 
budget  item) 

726.70.102 

Landing  field  pavement,  reconstruction  (recurring 
budget  item) 

726.71.101 

Utilities  relocation  and  replacement  (recurring 
budget  item) 

727.70.101 

Services  of  the  Airport  Engineering  Division  for 
capital  improvements  (recurring  budget  item) 

727.70.102 

Utilities  System,  enlarge  and  improve  system 
(recurring  bxidget  item) 

727.70.103 

Landing  field  facilities,  improvements  (recurring 
budget  item) 

727.71.101 

Passenger  terminal  facilities,  minor  improvements 
(recurring  budget  item) 

727.69.104 

Roads  and  parking  facilities,  minor  improvements 
(recurring  budget  item) 

727.73.101 

Drainage  system,  improvements 

746.68.101 

WATER  DEPARTMENT 

Various  locations,  renew  water  services  (recurring 
budget  item) 

746.68.102 

Various  locations,  relocate  and  realign  water 
mains  (recurring  budget  item) 

1974-75 


1975-76 


1976-77 


1977-78 


D-46 

1978-79 


250. Or 

250. Or 

250 .Or 

250. Or 

250. Or 

400. Or 

400. Or 

400. Or 

400. Or 

400. Or 

100. Or 

50. Or 

50 . Or 

50. Or 

50  .Or 

300. Or 

300. Or 

300. Or 

300. Or 

200. Or 

150. Or 

150. Or 

150. Or 

50. Or 

50. Or 

50  .Or 

50. Or 

50. Or 

50. Or 

50. Or 

50. Or 

50. Or 

50. Or 

50. Or 

50. Or 

30.  Or 

30. Or 

30. Or 

30. Or 

30. Or 

100. Or 

100. Or 

50. Or 

50  .Or 

50. Or 

1,500. Or 

1,500. Or 

1,500. Or 

1,500. Or 

1,500. Or 

250. Or 

250. Or 

250. Or 

250. Or 

250. Or 

/ 


P.I.N. 


Project  Description 


W?-TER  DEPARTMENT  (Cont.) 

746.68.103 

Various  locations,  relocate  and  realign  water 
services  (recurring  budget  item) 

746.68,104 

Various  locations,  replace  water  mains  (recurring 
budget  item) 

746.68.105 

Various  locations,  reconstruct  and  restore  fences 
(recurring  budget  item) 

746.68.106 

Various  locations,  grade  and  resurface  roads 
(recurring  budget  item) 

746.68.108 

Various  locations,  water  mains,  cement  mortar 
lining  (recurring  budget  item) 

746.68.109 

Various  locations,  reconstruct  drain  and  air 
valves  (recurring  budget  item) 

746.68.110 

Various  locations,  misc.  repair  and  improvements 
to  buildings  (recurring  budget  item) 

746.68.203 

Bay  Division  Pipelines  1 and  2 (Dumbarton 

Straits) , exterior  rehabilitation 

746.68.201 

Various  locations,  misc.  reconstruction  and 
replacement  (proposals  for  budget  year  are 
listed  individually) 

746.68.202 

Various  City  distribution  reservoirs,  rehabili- 
tate to  meet  State  requirements 

747.68.101 

Various  locations,  water  main  extensions 
(recurring  bvidget  item) 

747.63.102 

Various  locations,  provide  nev/  service  pipes 
and  meters  (recurring  budget  item) 

1974-75 


1975-76 


1976-77 


1977-78 


D-47 

1978-79 


225. Or 

225. Or 

225. Or 

225. Or 

225 .Or 

550. Or 

550 .Or 

550 .Or 

550. Or 

550. Or 

25. 5r 

25. 5r 

25. 5r 

25. 5r 

25. 5r 

16 . Or 

16 . Or 

16.  Or 

16  .Or 

16. Or 

500. Or 

500. Or 

500. Or 

500. Or 

500. Or 

10.  Or 

10. Or 

10. Or 

10. Or 

10.  Or 

35. Or 

35. Or 

35.  Or 

35.  Or 

35  .Or 

66.  Or 

66.  Or 

66.  Or 

66.  Or 

66. Or 

100. Or 

100. Or 

100. Or 

100. Or 

100. Or 

550. Or 

420. Or 

420. Or 

420. Or 

420. Or 

420. Or 

415 .Or 


415. Or 


415 .Or 


415. Or 


415. Or 
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Project  Description 


WATER  DEPARTMENT  (Cont.) 

747.68.103 

Various  locations,  install  gate  valves  (recurring 
budget  item) 

747.68.104 

Various  locations,  pipeline  electrolysis,  install 
protective  devices  (recurring  budget  item) 

747.68.105 

Various  locations,  survey  property  lines  and  set 
monuments  (recurring  budget  item) 

747.68.106 

Various  locations,  constmact  secondary  feeder  mains 
(recurring  budget  item) 

747.68.107 

Various  locations,  watershed  lands,  erosion  control 
(recurring  budget  item) 

747.68.108 

Various  locations,  install  drain  and  air  valves 
(recurring  budget  item) 

747.68.109 

Various  locations,  construct  fences  (recurring 
budget  item) 

747.68.110 

Various  locations,  motorize  large  valves  (recurring 
budget  item) 

747.68.401 

Northeast  area  of  Sutro  System,  construct  feeder 
mains 

747.68.209 

Various  locations,  install  misc.  minor  capital 
improvements 

747.72.201 

San  Antonio  Reservoir,  construct  chlorination  plant 

747.68.116 

City  Distribution  Yard,  construct  storage  hopper 
for  sand  and  gravel 

747.68.204 

Construct  a chlorination  and  dechlorination  plant 
at  Alameda  East  Portal  of  the  Coast  Range  Tunnel 

1974-75 

1975-76 

1976-77 

1977-78 

D-48 

1978-79 

49.  Or 

49.  Or 

49.  Or 

49.  Or 

49. Or 

8.  Or 

8.  Or 

8.  Or 

8. Or 

8. Or 

25. Or 

25  .Or 

25  .Or 

25. Or 

25. Or 

600. Or 

600. Or 

600. Or 

600. Or 

600. Or 

12  .Or 

12  .Or 

12. Or 

12. Or 

12  .Or 

28. Or 

28.  Or 

28. Or 

28. Or 

28. Or 

25. Or 

25.  Or 

25  .Or 

25. Or 

25. Or 

35 . Or 

35.  Or 

35. Or 

35. Or 

35. Or 

900. Or 

800. Or 

300. Or 

100. Or 

100. Or 

100. Or 

100. Or 

100. Or 

211. Or 
43. Or 


336. Or 
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Project  Description 


HETCH  HETCHY  SYSTEM 

756.69.106 

Muni  Transit  System,  power  improvement  program, 
replace  DC  distribution  system 

756.72.102 

1401  Bryant  St.,  reconstruct  office 

756.72.103 

1401  Bryant  St.,  repair  roof  of  storage  shed 

756.70.114 

Services  to  Engineering  Division  (recurring 
budget  item) 

756.71.107 

Various  locations,  rehabilitate  exterior  of 
buildings 

756.73.102 

Eleanor-Cherry  interconnecting  tunnel,  gate  tower 
protection 

756.70.102 

Moccasin-Mewark  transmission  line,  paint  towers 
(recurring  budget  item) 

756.71.301 

Abandoned  Switchyard,  Moccasin,  relocate  electric 
power  and  conmmications  facilities 

756.70.113 

Moccasin  Village,  replace  street  lighting 

756.71.403 

Moccasin  Village,  replace  plumbing  in  eleven 
cottages 

756.71.401 

Oakdale  Maintenance  Yard,  replace  distribution 
system  wiring 

756.73.105 

Priest  Housing  Unit,  replace  service  panel  and 
wiring 

756.71.408 

Moccasin  Village,  rehabilitate  heating  system 
in  six  cottages 

1974-75 1975-76 1976-77  1977-78 


8,000.0 
(2, 667. Or) 
(5,333.00) 


3,000.0 
(1,000. Or) 
(2,000.0o) 


5 . 8r 


4.3r 

245. Or  245. Or 


245. Or 


245. Or 


53. 5r  27. 6r 

51. Or 


29. Or  32. Or  35. Or  38. Or 


36. Or 


6.6r 

21. Or  37. Or 

7.  Or 


3.9r 


D-49 

1978-79 


245. Or 


19. 2r 
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■a/.  / ? ‘ 


JL 


■) 


;’r 


r, 

». 


Y 


ic; 


-*  1 . ■• . ■ 


f 


:i0 


, i. 


u 


'■  ’ . ^■ 


. C'i 


P,I,N. 


Project  Description 


HETCH  HETCHY  SYSTEM  (Cent.) 

756.69.105 

Remove  Cashman  Creek  valvehouse 

756.72.201 

Moccasin  Administration  Building,  rehabilitate 
central  heating  system 

756.73.106 

Moccasin  housing  units,  replace  wiring 

756.71.405 

Moccasin  Warehouse  Mo.  2,  rehabilitate  interior 
for  plumbing  shop,  storage  of  goods,  and  shov;er 
facilities 

756.73.107 

Moccasin  reregulating  reservoir,  recontour  bottom 

756.71.402 

Moccasin  Village,  resurface  roads 

756.73.108 

Moccasin  Shop  buildings,  replace  windows 

756.71.407 

Moccasin  Village,  replace  doors  for  garages 

756.72.401 

Moccasin  private  telephone  system,  replace 
telephones 

756.71.404 

O' Shaughnessy  Dam,  replace  telephone  system 

757.70.104 

Services  of  Engineering  Division  (recurring 
budget  item) 

757.72.401 

Moccasin  Warehouse  No.  1,  extension 

757.71.302 

Moccasin  Village,  enclose  carport  for  Garage 

No . 6b 

757.67.601 

Various  reservoirs,  install  remote  water  level 
recorders 

1974-75 

39. Or 
66. Or 

6 .6r 


195 . Or 

116. Or 
2.6r 


1975-76 


35. 7r 

140. Or 
59.  Or 
4.7r 
6 . Ir 


195. Or 


1976-77 


2.9r 

15. Or 
195. Or 


1977-78 


195. Or 


D-50 

1978-79 


195. Or 


165. Or 


165. Or 


P.I.N. 


Project  Description 


PORT  COMMISSION 

775.72.101 

Various  operating  piers,  substructure  improvements 
and  repairs 

775.72.102 

Various  piers,  construct  sanitary  sewers  and  connect 
to  City  system 

775.70.103 

Army  Street  Terminal,  Pier  80,  undertake  additional 
fill  and  repairs  as  required  by  continuing  expected 
subsidence 

775.70.115 

Various  piers,  reconstruct  piers  damaged  by  ships 
and  other  causes  (recurring  budget  item) 

775.70.114 

Various  piers,  make  alterations  as  required  by 
tenants  (recurring  budget  item) 

775.70.110 

Various  piers,  enlarge  existing  doors  of  warehouse 
sheds  to  accommodate  larger  cargo  handling  equipment 

775.70.304 

Ferry  Building,  beautify  portions  of  exterior  and 
make  interior  improvements 

775 .70.302 

Ferry  Building,  remodel  Port  Commission  offices 

775.73.101 

Warm  Water  Cove  or  Fisherman's  Wharf,  provide  recre- 
atioiial  improvements 

775.70.303 

Ferry  Building,  relocate  garage  to  adjacent  pier 

775.69.120 

The  Embarcadero,  modernize  street  lighting  at  specific 
areas.  Phase  II 

775.72.201 

Piers  90-92,  improve  road  and  railroad  tracks 

775.72.202 

Pier  27,  provide  truck  crane 

1974-75 


1975-76 


1976-77 


1977-78 


D-51 

1978-79 


500. Or 

100. Or  100. Or 

100. Or  100. Or 

150. Or  150. Or 

2, 150. Or  1,850. Or 

150. Or  150. Or 

60. Or  1,000. Or 

70.  Or 
85 . Or 

40. Or 
76. Or 

50. Or 


.Or 

.Or  150. Or  150. Or 

.Or  150. Or  150. Or 

.Or  150. Or  150. Or 


100 

150 

150 

150 


600. Or 
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Project  Description 

PORT  COMJ'IISSION  (Cont.) 

775.70.305 

Ferry  Building,  south  wing,  construct  new  entrance 
and  install  new  elevator 

775.70.306 

BART  platform,  rear  of  Ferry  Building,  install 
landscaping  and  lighting  on  platform 

775.70.402 

The  Embarcadero,  between  Pier  7 and  Powell  Street, 
remove  certain  railroad  tracks  and  reconstruct 
street 

775.70.404 

The  Embarcadero,  betv.'een  Pier  1 and  Pier  16, 
install  streetside  landscaping 

775.72.301 

Various  piers,  construct  ship  sewer  connections 

775.70.602 

Ferry  Building,  install  complete  air  conditioning 
system 

775.70.603 

Area  between  Piers  23  and  27,  construct  pedestrian 
bridge  and  view  platform 

775.70.203 

The  Embarcadero,  Piers  1 to  7 and  14  to  22,  remove 
railroad  tracks  and  reconstruct  street 

775.70.309 

Pier  45,  make  improvements  in  preparation  for 
ccnmiercial  development.  Phase  II 

775.73.301 

The  Embarcadero,  provide  for  development  of  area 
west  of  Ferry  Building  for  automobile  parking 

775.70.403 

The  Embarcadero,  various  portions,  reconstruction 

775.72.601 

775.72.602 

Piers  90-92,  construct  auto  repair  and  distribution 
center 

Alvord  Grant,  construct  railroad  and  truck  access 
to  area 

775.72.602 


1974-75 1975-76 1976-77 1977-78 

200. Or 

211. Or  500. Or 

400. Or 

70.  Or 

100. Or  100. Or  200. Or  100. Or 

1,446. Or 

180. Or 

225. Or 

235. Or 

100. Or 

1,000. Or 

350. Or 


D-52 

1978-79 


100. Or 


820. Or 


::t  \ 


P„I.N. 


Project  De s cription 


775.70.501 

775.73.601 

775.73.602 


775.73.603 


PORT  COMMISSION  (Cont.) 

Maintenance  Shop  Building,  new  construction 

Freight  distribution  warehouse,  new  construction 

Fisherman's  Wharf,  construct  breakwater  for  basin 
protection 

Ferry  Building,  north  side,  reconstruct  access  and 
service  road 


1974-75 


1975-76 


1976-77 


1977-78 


D-53 

1978-79 


517. Or 
1,100. Or 
1,120. Or 


300. Or 
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CITY  AND  COUNTY  OF  SAN  FRANCISCO 


RECOMMENDED  SIX-YEAR 
CAPITAL  IMPROVEMENT 

PROGRAM 

1974-75  through  1979-80  fiscal  years 


Submitted  by  the  CAPITAL  IMPROVEMENT  ADVISORY  COMMITTEE 
pursuant  to  Administrative  Code  Section  a.uy  Tune  15, 1974 


CITY  AND  COUNTY 


OF  SAN  FRANCISCO 


Office  of  Chief  Administrative  Officer 


TO:  Mayor  Joseph  L.  Alioto 

and  the  Board  of  Supervisors 

FROM:  Capital  Improvement  Advisory  Committee 

SUBJECT:  REPORT  ON  CAPITAL  IMPROVEMENT  PROGRAM,  PART  II 


Gentlemen: 

Herein  submitted,  pursuant  to  Ordinance  139-66,  is  the  recommended 
Capital  Improvement  Program  for  1974-75  through  1979-80.  This 
report  is  Part  II  of  the  Committee's  annual  report  on  the  program. 
It  contains  the  approved  program  for  1974-75,  a recommended  bond 
schedule,  and  the  capital  improvement  program  for  the  five-year 
period  beginning  in  1975-76.  Part  I of  the  annual  report,  contain- 
ing budget  year  recommendations,  was  submitted  on  January  15,  1974. 

The  Capital  Improvement  Program  for  the  five-year  period  reflects 
the  City  Planning  Commission's  report  of  November  26,  1973,  as 
adjusted  to  include  those  unfunded  projects  recommended  initially 
for  1974-75.  The  departmental  schedules  have  been  reviewed  with 
the  operating  departments  and  they  will  be  used  for  the  develop- 
ment of  the  budgetary  program  for  1975-76. 

For  1974-75,  approximately  $3.5  million  exclusive  of  maintenance 
€md  repair  items  was  appropriated  to  support  the  physical  plant 
from  the  ad  valorem  tax  base.  In  actual  dollars  appropriated,  this 
amount  was  about  $500,000  below  the  level  of  appropriations  for 
1973-74;  however,  in  meeting  the  capital  requirements  of  the  physi- 
cal plant,  the  1974-75  allocation  was  sxibstantially  less  than  1973- 
74.  Two  principal  factors  account  for  this  reduction  in  effective 
dollars:  First,  the  $1.0  million  allocated  to  the  Performing  Arts 
Center  for  1974-75  was  not  a charge  against  the  program, in  1973-74; 


and,  second,  with  construction  costs  escalating  at  approximately 
ten  per  cent  over  the  past  year,  the  reduced  level  of  appropri- 
ations will  accomplish  much  less  in  1974-75.  Therefore,  to  equate 
the  level  of  appropriations  for  1974-75  to  1973-74,  approximately 
$2.0  million  in  additional  funds  would  have  been  necessary  in  1974- 
75  to  maintain  the  Scune  level  of  accomplishment.  With  the  passage 
of  each  year,  the  Committee  becomes  increasingly  concerned  that  the 
fiscal  requirements  of  the  physical  plant  are  rising  while  the  level 
of  funding  available  to  resolve  these  needs  is  steadily  declining. 

In  Part  I of  the  Committee's  report,  concern  was  expressed  regarding 
the  fiscal  situation  facing  the  gas  tax  program.  The  Committee  was 
encouraged  to  note  that  the  capital  program  for  street  improvements 
received  svibstcintial  funding  for  1974-75  in  relationship  to  the  rec- 
ommended program.  However,  the  Committee  continues  to  be  concerned 
about  the  amount  of  gas  tax  funds  which  are  being  allocated  to  the 
non-capital,  fiscal  requirements  of  street  cleaning,  street  light- 
ing energy  costs  and  sewer  repair.  These  allocations  reduce  signi- 
ficantly the  amount  of  funds  available  for  the  important  street 
improvement  program  for  the  city's  extensive  street  system. 

The  Committee  observes  with  concern  the  growing  tendency  to  use 
departmental  revenues  for  "one  time"  allocations  to  meet  budgetary 
deficiencies.  While  the  fiscal  problems  of  the  City  are  complex 
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and  must  be  resolved,  this  method  does  not  resolve  the  problem.  It 
is  only  pushed  off  to  a subsequent  fiscal  year.  A continuing  solu- 
tion to  the  fiscal  problem  must  be  found,  and  perhaps  the  revenue 
generating  departments  can  be  a part  of  the  solution,  but  the  capi- 
tal program  for  these  departments  must  not  be  detrimentally  affected. 
Once  the  unplanned  diversion  of  revenues  begins,  the  philosophy 
behind  the  first  allocation  may  be  a start  down  the  same  road  traveled 
previously  by  the  sales  tax  and  gas  tax  receipts. 

Funds  such  as  sales  teuc  receipts  designated  originally  to  provide 
for  needed  improvements  to  the  physical  plant  on  a pay-as-you-go 
basis  have  been,  in  the  Committee's  opinion,  over-allocated  to  non- 
capital, recurring  expenditure  programs.  In  1974-75,  estimated  Capi- 
tal Improvement  Fund  receipts  from  the  sales  tax  are  $27,000,000. 

Of  this  amount,  after  deducting  bond  interest  and  redemption  and 
transfers  to  capital  projects,  $11,163,460  is  designated  as  "surplus 
transfers."  In  1973-74,  surplus  transfers  to  the  general  fund  were 
estimated  to  be  $9,894,747  with  $8,750  allocated  to  capital  projects 
from  an  estimated  $25.5  million  in  total  sales  tax  receipts.  Fortu- 
nately, a substantial  allocation  of  General  Revenue  Sharing  funds 
was  made  to  the  program  in  1973—74.  For  1974-75,  the  allocation  of 
these  funds  was  reduced  significantly . 

The  appearance  and  condition  of  the  physical  plant  is  a reflection 
of  a city's  pride  in  itself  and  its  citizens.  If  the  visual  and 
structural  condition  of  public  facilities  is  allowed  to  progres- 
sively deteriorate,  not  only  does  the  physical  plant  suffer,  but  it 
creates  a malignancy  which  can  spread  to  a city|s  social,  political 
and  economic  life.  San  Francisco  can  still  avoid  this  situation. 


but  its  symptoms  are  here  today.  They  are  being  nurtured  through 
inadequate  appropriations.  Arnold  Toynbee  observed  that  "You  can 
mark  the  decline  of  a civilization  from  the  moment  it  neglects 
routine  maintenance . " 


;llon.  Chief  Administrative  Officer  and 
!(an.  Capital  Improvement  Advisory  Committee 

^ohn  D.  Crowley,  General  Manager,  Public  Utilities 


Nathan  B.  Cooper,  Controller 

Allan  B.  Jacobs,  Director  of  Planning 

Joseph  M.  Caverly,  General  Manager,  Recreation 
and  Park  Department 

S,  Myron  Tatarian,  Director  of  Public  Works 
John  H.  Tolan,  Jr.,  Mayor's  Deputy  for  Development 


rt^orx/U  toxu:iiun  poi^d  ^orfT  trc^/^  -xa  aAoit^^siye  a:?l  :fui 

OJKi  ua't*'  JhiiLj  btfrxAAdo  »»cLtyoT  bicwrzA  .ri.Tx-J*! 

sJseipdn  5i  ^niior^  mU  xn^  nol^B%lii"Xo  m io  d.’ii:>9£>  erf:r  i{:iMi 

*' .©oaftnoJniftxa  anl&uan 


bii*  »vi^^'r^irtiinbA  Hficibi<rr 

yCio^Xvt>^  ^nMmvxtqml  ,n&feR;JL6(fO 

' \ 

V, 

•aJlitlXxdU  olXth/^i  lAionoO  ,V»iwo*x'’2  *0  .'uioC^ 

Toxica JfioO  ,*i.ai^ooO  .9  rwliAM 

poionAX?  'io  *(o5o«iia  ,t)cio3«L  .9  n&XXA 

n&X:#a*^cr»?  oop»nAM  lEi;:in90  .M  ' qosol 

insffi^iTiqoa  bhA 

i'o  xoJr>o-iX<2  , ii^X-iJi^jAT  noivN  .S 

ifWBqoiEVttQ  *is?^  Yjdoq  : a'^oydH  , . »T.  ^anloT  .H  ortbO 


51  .«£>idb:iq  •d^  er/Ioeox  Xoa  eootb  boddoji  iLI:/  «h«vXoe9-x  od  5sMr.^  i.,nn 
~c/103  pnxi/nijnoD  A .3»3V  IaoeXI  ^fTatrpoedtna  a oJ  llo  L^ai/t:  vino  ^.t 
»t'/idvsi  orf5  aqfi!fi«>q  bnA  \bniroi  od  58u<n  /ooXdo^'^j  .'soait  ort.?  :>,  'mjtt 
-Iqisi'  9ri3  50d  ,rJoi5t/Xo«  t>d5  lo  53«q  • od  ft*o  adiiofUiaqab 
.badosilB  VAi^^snaar.Hdiib  9d  >cyi  .i5i;ai- adri'-’^^isqaL.  - n'i  awiycxq  £*3 

%^'fqoeoXidq  ^an^i^ed  noun^ven  noioi«*r?b  fc^rrr'f ::jni. 
bdXsvfixi  bB&i.  doifia  ®rf5  .T'^ob  5x^b  b tr^  Yfia  itoiaaooXi*.  e».lj  IwuruHi 

.«5ql90»‘X  KB-  ~afip  bns  xar  ael£a  td.'  'oi  \ifcyoivjtrj 

i'Xi»j»o5q  o5  Yllsftipi3[0  f-ndo/rplaab  p5ql<(»'>w.  *,  ; a»X«8.  rirwuc  cb*u;v 
c^uov~a*“V®Q  * dnaXq  'p-aievdq  c*ft5  :!-i  ,:*vo3*:^r  bal!>«»n  xoi 

-non  o5  bi. ’.■  oblXAr-'cavc  , noiniqo  «’»»55i-!«K>D  94t*  cl  ,rtaod  avart  bImmI 
-JU^bO  Pv^5«j5U5a9  il  , enai'Ss/o^rq  prtl  tuirsaa,  ,Xa.'’iqt»v 

.C  J,000,rs:?  ous  xad  - tlBB  add  oktsS  adqxaoax  biu/9  irtjtfs»vcaq«l  X«5 
brtc  noldqiBobad  biu  - bnod  pniiooikab  isJla  *ii'  50 

«x;Iqif/:i"  ex»  bpitrapiai  b aJ  031  »C.>Xi  r <:  v »B5:!iato'sq  iedxqao  aJ  3iv<  i/*b35 
^■j*w  bnoi  XaT-’i-nap  <^r‘J  o5  rr  .u5  euXtjtLua  »^^-£^Ci  nl  ‘*.?.3r'  n-  ii 
adDoto^^X  Xa5i<j»-:)  o5  f>a5«3C'IXa  0SV»e?  diiv  od  od  baJBJa.* -•o 

-xr^io^  .85qf0j£'i  xjfcl  eaX^F^.  1a5o5  oi  noillim  biiBxiiei^  nm  acni 

atnul  pinitAaS  eur  ; t i4>if>  fsD  noldfiDoIX^  Xaidi  Edpcfr'*  x ,YX^3an 
lo  .;  i^xooXXa  ad:?  loS  ,^r-EVPX  ni.  rtq  adj  65  c.inyr 

. yXifiBollir..  le  .boD#/b«  wbw  bbor  ..  daouU 

fioi5o9r\ox  n ei  •JTi»i-q  laoIcY^tq  ®d5  ‘^6  aoi:ijJ>aoo  Lna  a jjuiv- • ^ i* 
brtfi  iat»r-iv  sd"  51'  .an-*z>5i3  a5J  bna  l/a.*>51  ni  jbl'iq  x'  vJia  » io 
-acnpcnq  o5  b9W6lI&  ax  ^ jldxXiaal  oiXJtaq  5o  voXJibn^  jirnrum 

5x  dp-cf  ,-X955(.'e  d/jsXq  JaoiaY.iq  r/id  aaoo  yX.'»;  ’on  ,s5ii .oxxojsb  ylavia 
XaoxdiXoq  ,XfciDoa  b*y51o  o5  bao^qa  xui-  ilcidw  YartACoiXaa  a aodsara 
,flol5Bt/5i&  aJ  fcicvjB  Xix5a  nuo  osaiiD'ra'i^  uft2  -tfllX  oX.K*aoo  j.  bxia 


TABLE  OP  CONTENTS 


Achieving  the  Program 

Section  A 

Financing  Plan 

A-1 

Proposed  Bond  Program 

A-2 

Capital  Improvement  Progreim:  1974-75 

Section  B 

Maintenance  and  Repair  Program 

B-1 

Reconstruction  and  Replacement 

and  Capital  Improvement  Program 

B-2 

Capital  Improvement  Program:  1975-76  through  1979-80 

Section  C 

Fiscal  Summary 

C-1 

Ad  Valorem  Tax  and  Sales  Tax  Program 

C-2 

Gas  Tax  and  Road  Fund  Program 

C-38 

Revenue  Program 


C-48 


ACHIEVING 


SECTION  A 


A-1 


FINANCING  PLAN 

The  following  is  a summary  of  the  sources  of  financing  and  amounts  required  to  achieve  the  recommended  capital 
improvement  program  contained  in  this  report  for  fiscal  years  1975-76  through  1979-80  (costs  in  thousands  of 


dollars) : 

Ad  Valorem  and  Sales  Taxes 

$ 55,371.2 

Gas  Taxes  and  Road  Funds 

30,606.0 

Revenues 

54,401.3 

Other  Sources 

16,244.0 

Proposed  Bonds  (including  1974-75) 

634,600.0 

TOTAL  CAPITAL  IMPROVEMENT  PROGRAM 

$791,222.5 
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PROPOSED  BOND  PROGRAM 

The  following  table  of  proposed  bonds  as  submitted  by  the  various  departments  reflects  the  recommended  bond  schedule  approved  by  the 
City  Planning  Commission  in  their  report  of  January  20,  1974,  and  changes  proposed  thereto  during  the  development  of  this  report.  The 
total  amovint  of  the  bond  program,  by  type,  is  as  follows  (costs  in  millions  of  dollars): 


Date  of 
Submission 


1974-75 


1975-76 


1976-77 


1977-78 


General  obligation  bonds 
Revenue  bonds 

Total 


$409.6 

225.0 

$634.6 


Bond  Proposal 

General  Obligation  Bonds 

Multi-purpose  Improvements 
Port  Improvements 
School  Reconstruction  (children's 
centers) 

Fire  System  Improvements 

Multi-purpose  Improvements 
Zoological  Gardens  Improvements 
Recreation  and  Park  Improvements 
Main  Library 

Embarcadero  Transit  Station 
Street  Improvements 

Multi-purpose  Improvements 
District  Mental  Health  Centers 
Opera  House-Veterans'  Building, 
rehabilitation 

Civic  Center  Improvements  (courts 
and  education  building) 

Civic  Center  Improvements  (heating 
and  cooling  plant) 

Emergency  Operating  Center 

Multi-purpose  Improvements 
Chinatown -North  Beach  Community 
Hospital 


Date  of 


Amount 

Submission 

Bond  Proposal 

Amount 

1977-78 

Moccasin  Transmission  Line 

Extension 

$ 7.5 

$ 6.0 

M.  H.  de  Young,  East  Wing 

7.0 

49.1 

1978-79 

Multi-purpose  Improvements 

6.0 

2.5 

Fire  System  Improvements 

8.5 

13.4 

Coulterville  Power  Plant 

48.4 

6.0 

1979-80 

Multi-purpose  Improvements 

6.0 

10.0 

San  Joaquin  Pipeline  No.  4 

45.1 

30.0 

26.0 

Revenue  Bonds 

5.0 

18.0 

1974-75 

Yerba  Buena  Center 

225.0 

6.0 

POSSIBLE 

FUTURE  BOND  PROPOSALS: 

13.5 

Water  pollution  control 

County 

jail  improvements 

15.3 

District  police  station  improvements 

Public 

office  building 

45.8 

Records  Center  and  voting  machines  warehouse 

Central  shops  improvements 

12.7 

Public 

Health,  101  Grove,  remodel 

2.0 

Hetch  Hetchy,  new  power  generating  facilities 

Youth  Guidance  Center  improvements 

6.0 

Senior 

Citizen  Center 

Laguna 

Honda  improvements 

13.8 

School 

improvements 

Legion 

of  Honor  improvements 
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MAINTENANCE  AND  REPAIR  PROGRAM 

Comparative  Table 

The  following  table  shows  departmental  budget  requests,  funding  recommendations  of  the  Committee  cind  the  Mayor,  and 
appropriations  by  the  Board  of  Supervisors.  Departmental  requests  and  appropriations  for  1973-74  are  included  for 
purposes  of  comparison.  All  amounts  in  thousands  of  dollars. 


1973-74 1974-75 


Category 

Department 

Requested 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recommended 

Appropriated 

Tax-supported  departments, 
excluding  Municipal  Railway 

$3,346.8 

$2,052.6 

$3,390.9 

$3,279.2 

$2,154.3 

$2,007.3 

Municipal  Railway 

Total  tax-supported 

167.0 

56.0 

125.0 

125.0 

65.0 

65.0 

$3,513.8 

$2,108.6 

$3,515.9 

$3,404.2 

$2,219.3 

$2,072.3 

Road  Funds 

170.5 

144.8 

381.7 

381.7 

355.7 

334.7 

Airports  Commission  (revenue) 

102.1 

96.5 

156.9 

156.9 

91.0 

91.0 

Water  Department  (revenue) 

21.0 

21.0 

21.0 

21.0 

13.7 

13.7 

Port  Commission  (revenue) 

TOTALS 

163.5 

154.8 

167.0 

167.0 

165.0 

165.0 

$3,970.9 

$2,525.7 

$4,242.5 

$4,130.8 

$2,844.7 

$2,676.7 
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AND  CAPITAL  IMPROVEMENT  PROGRAM 
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Comparative  Table 

The  following  table  shows  departmental  budget  requests,  funding  recommendations  of  the  Committee  and  the  Mayor,  and 
appropriations  by  the  Board  of  Supervisors.  Departmental  requests  and  appropriations  for  1973-74  are  included  for 


purposes  of  comparison. 

All  amounts  in  thousands 

of  dollars. 

1973-74 

1974' 

-75 

Category 

Department 

Requested 

Appropriated 

Department 

Requested 

CIAC 

Recommended 

Mayor 

Recommended 

Appropriated 

Ad  valorem  tax  supported  departments 
excluding  Municipal  Railway 

$10,316.0 

$ 3,924.6 

$10,596.2 

$ 8,240.8 

$ 2,858.4 

$ 3,139.4 

Municipal  Railway 

Total  ad  valorem  tax  supported 

3,498.2 

48.1 

1,213.3 

630.4 

374.7 

374.7 

$13,814.2 

$ 3,972.7 

$11,809.5 

$ 8,871.2 

$ 3,233.1 

$ 3,514.1 

Gas  taxes  and  road  funds 

9,084.0 

942.0 

6,804,6 

6,804.6 

6,839.6 

5,417.0 

Recreation  and  Park  (revenue) 

668.4 

388.0 

201.0 

201.0 

201.0 

201.0 

Recreation  and  Park  (other  sources) 

- 

- 

150.0 

150.0 

0 

0 

Airports  Commission  (revenue) 

2,555.6 

2,300.6 

2,662.5 

2,662.5 

2,157.5 

2,157.5 

Water  Department  (revenue) 

4,910.0 

0 

4,230.0 

4,230.0 

3,147.3 

3,147.4 

Hetch  Hetchy  System  (revenue) 

3,357.0 

3,346.9 

2,847.8 

2,847.8 

2,845.2 

2,860.2 

Municipal  Railway  (MTC.) 

2,000.0 

4,025.0 

3,735.2 

3,735.2 

3,735.2 

3,735.2 

Port  Commission  (revenue) 

TOTALS 

1,315.0 

1,100.0 

1,915.0 

1,915.0 

946.0 

976.0 

$37,704.2 

$16,075.2 

$34,355.6 

$31,417.3 

$23,104.9 

$22,008.4 
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RECONSTRUCTION  AND  REPLACEMENT  AND  CAPITAL  IMPROVEMENT  PROGRAM 

Departmental  Schedules 


P»I»N.  Project  Description 

Fire  Department 

145.74.101  Pier  22h  (Fireboat  No.  1),  install 
sewer  line 


Amount 

Appropriated 


10.0 


Project  Description 
County  Clerk 

225.74.101  City  Hall,  Room  317,  alterations  and 
improvements 


Amount 

Appropriated 


42.0 


Social  Services 

169.74.101  150  Otis  St.,  install  emergency  telephone 

in  elevators 


Sheriff 

173.71.104  Sheriff,  Jail  No.  2,  men's  building, 
renovate  kitchen 

173.74.101  Sheriff,  Jail  No.  2 and  No.  4,  rehabili- 
tation program  (Phase  I) 


Board  of  Supervisors 

181.72.101  Board  of  Supervisors,  City  Hall,  2nd 
floor,  create  additional  office  space 


0.4 


187.5 


80.0 


162.0 


Department  of  Electricity 

233.70.101  Various  locations,  install  fire  and 
police  alarm  systems  in  new  under- 
ground districts 


Department  of  Public  Works  - General  Office 

423.70.101  Various  public  buildings,  miscellaneous 
reconstruction  and  replacement  items 

423.70.102  Various  public  buildings,  miscellcineous 
minor  capital  improvements 

423.73.101  Various  locations,  elevator  safety 
modifications 

423.74.103  Various  locations,  boiler  fuel  storage 
tanks 


102.9 


75.0 


35.0 


24.8 


34.1 


Juvenile  Court 

186.67.104  Youth  Guidance  Center,  alter  five 
cottages 


47.0 


Department  of  Public  Health 

500.73.112  Laguna  Honda,  install  safety  devices 
in  ward  bathrooms 


37.5 


€-7 


•StsXi.'t'Ou '2 


^mjoaA 

fTOiiai:io?.eQ  Jr> .M> ? .1 
y:>mjoO 


0.£^ 

brTi  9({oi  .‘frTQJXa  iCOOui  ,XXt-K  \;jiO 

alnGf,r  vojcq/n.t 

xox.^v.ess 

V^xoJrii^ojXa  io  ^fi-3'':rji£ci3<3 

e.iOi 

bn&  oTL^lt  XXs^ani  »enoi:>6ooX  aifoxiisV 
-‘-labnu  ’fan  nl  Batai3.'{s  rruiXa  -rz  'loq 

bfOKmp 

. xox.ov.ecs 

eot*10  X«i9ii90  - sX'XoW  o'r IdkJ^  lio  f.  .raJ 

0.2T 

eooocsslitioaim  s^unibXii/d  X‘iXdjwq  sucLtr.V 
n,'ao:Ji  ■tn-  jJiso^Xqai  bria  nol^OLrirfartccoi 

lOX.o'T.esi. 

O.gt 

aiXJorifiXXao -iju  tepnibXlud  oiXdDcj  suoiieV 
iiin3mBVo"tqiRl.  iaXiqao  -xonxr: 

iax.o'.  .Es^ 

a.^s 

Yduiaa  xojavoXs  vanoxdaool  airt>ixcV 

ftfiol  tfioilLibofl' 

xox.er.Ls^ 

i.M 

Xi^o!:  xeilod  »anoXdj5joi  aiioxaeV 

2;^ri<>d 

r(j  eali  ^iXA/I  !lo  Jn  'ir*'ir 

£.T£ 

r-«olvf'5  XXa'Jcrti  .ftbiioM 

s/apcmfded  lu 

£XI.£T.  J£ 

THa»i30AJ'5S»  apfA  woiTDonTtROoaa 


je7  7mJi/5q-<J 

.^auoaA 
!S:?Ji:.ixao  4.vA 

s’ii7 

O.OX 

Xlfi^arti  ,(I  .o;'  JsodoiW)  t^SS  -sax'!  X0X.*T.2>X 

^^niX  x«w»a 

i*.0 

aaoiviaZ  ialoot 

anoric^XsrJ  Xono^oms  ilr.:tertl  ».d3  aidO  OCT  XOX.i'T.f’dX 

RiodevdXo  ill 

e.x&x 

1 llijana 

v^rtibXxud  a'fif>.v:  ,£  .oM  XlaT.  *l^xx®/l8  l-Oi.ir  tXX 

nsiiiddiM  -i^evono  j 

0 . J? 

- xXifi^fte^  .oil  bnfi  £ .c«  Hr.^  .V.xxa/lS  lOi.frT.XTf 

(i  oaa/fZ)  flUi'it-ytq  noldA--t 

O.SdX 

vxo«iv:(oaa^  lo  irisofi 

bftS  *Xiih  Y-'''"'  .sxo.  ‘■.■xt*.7ia2  '^o  brxftoG  X'il.il'.Xdl 

:>o6qe  Xaa  i.:»  Lb  .rjs  oJo^^  /iool*^ 

o.r> 

a*vli  xadXft  ,xa:fnaO  aonabitfO  /Wx/oY  ^01,Vd.38i 

B-4 


Amount 


P.I.N. 

Project  Description 

Appropriated 

P.I.N. 

Project  Description 

Fine  Arts  Museums 

651.70.104 

Various  locations,  reconstruct  irriga- 
tion systems 

621.74.101 

M.  H.  de  Young,  various  galleries, 
reconstruct  skylights  and  ventilation 

40.0 

651.70.105 

Various  locations,  rehabilitate  and 

system 

reconstruct  children's  areas  and  play- 
grounds 

621.74.102 

Legion  of  Honor,  elevator  safety 
modifications  (freight  elevator) 

11.5 

651.70.110 

Various  locations,  rehabilitate  lighting 
systems 

621.74.105 

Legion  of  Honor,  install  four  roll- 
down  metal  doors  for  Terrace  Gallery 

16.5 

651.71.102 

Various  locations,  rehabilitate 

and  for  basement  storage  area  for 

buildings 

security 

651.74.101 

Sharp  Park  Golf  Course,  replace  water 
mains  under  freeway 

Asian  Art  Museum 

651.74.102 

Great  Highway  parking  area,  slope 

622.72.101 

Automatic  sprinkler  system 

13.9 

protection 

651.74.104 

Golden  Gate  Park,  Sharon  Building, 

Recreation  and  Park  Department  - 

reconstruct 

Marina  Small  Craft  Harbor 

656.71.101 

Hunters  Point  Redevelopment  Project, 

648.71.103 

Marina  Small  Craft  Harbor,  construct 
sanitary  facilities  to  meet  State 

135.0 

recreation  and  park  facilities 

water  quality  control  regulations  and 
City-State  harbor  loan  agreement 

Recreation  and  Park  Department  - 

Zoo  Division 

Recreation  and  Park  Department  - 

General  Division 

652.71.101 

Various  facilities,  rehabilitation 

Improvement  plan,  preparation 

652.74.101 

651.67.102 

Various  locations,  resurface  courts 
and  play  areas 

50.0 

651.67.103 

Various  locations,  resurface  walks, 
paths,  and  parking  areas 

50.0 

Amount 

Appropriated 

90.0 

35.0 

30.0 

90.0 

34.7 

14.0 

175.0 

500.0 

50.0 

35.0 
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Amount 

Appropriated 


Recreation  and  Park  Department  - 

Candlestick  Park 

653.73.101  Parking  lot,  repaving  65.0 

653.74.101  Various  capital  improvements  50.0 

Department  of  Public  Works  - 

Gas  Tax  and  Road  Fund 

670.68.101  Various  street  and  highway  projects,  20.0 

Select  System,  preliminary  engineering 

and  administrative  activities 

670.68.102  Various  county  road  projects,  prelimi-  20.0 

nary  engineering  and  administrative 

activities 

670.68.103  Various  street  improvements.  City  aid  229.0 

as  supplement  to  assessment  procedures 

670.68.104  Various  locations,  construct  curbs  and  130.0 

pavements  in  front  of  public  property 

670.68.105  Various  locations,  reset  curbs  and  31.9 

construct  conform  pavements 

671.74.101  Lane  St.,  from  Evans  Ave.  to  southerly  21.5 

terminus  (India  Basin  Redevelopment 

Project) 

675.73.102  Third  St.  Bridge  at  Channel,  structural  114.1 

repairs  and  painting 

675.73.103  Earthquake  resistance  study  of  existing 
bridge  structures 


44.0 
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P.I.N. 

Project  Description 

Amount 

Appropriated 

671.69.109 

Various  locations,  resurface  street 
areas  in  Select  System 

1,000.0 

673.74.101 

Cross  Over  Drive,  Park  Presidio  Bypass, 
improvement  of  roadway  lighting 

42.1 

672.70.104 

School  crossings,  install  signals  at' 
various  locations 

22.0 

672.70.103 

Various  intersections,  modify  and  recon- 
struct traffic  control  devices 

20.0 

671.74.102 

Norfolk  St.,  bet.  Folsom  and  Harrison 
Sts.,  reconstruction 

43.7 

671.74.103 

Crescent  Ave.,  bet.  Folsom  and  Banks 

Sts.,  reconstruction 

22.0 

672.74.101 

Transit  preferential  streets  program, 
installation  of  signs,  overhead  lane 
signals  or  exclusive  rights-of-way 

100.0 

672.72.105 

Various  neighborhood  shopping  districts, 
beautification  and  improvements 

155.0 

671.74.105 

12th  St.,  bet.  Folsom  and  Harrison  Sts., 
reconstruction 

87.3 

671.74.106 

Divisadero  St.,  bet.  Pacific  Ave.  and 
Washington  St.,  reconstruction 

93.0 

672.71.101 

Various  locations,  install  traffic  sig- 
nals and  channelization  at  intersections 

165.0 

672.72.101 

Neighborhood  Protected  Residential  Area 
Program 

200.0 

r-v. 
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P.I.N. 

Project  Description 

Appropriated 

Department  of  Public  Works  - 
Gas  ^ax  and  Road  Fund  (Cont.) 

674.73.101 

Hunters  Point  Redevelopment  Area, 
street  landscaping 

15.3 

672.74.103 

Great  Highway,  construct  two  pedes- 
trian underpasses 

150.0 

671.74.108 

Jarboe  Ave.,  bet.  Folsom  and  Gates 

Sts. , reconstruction 

18.8 

672.70.101 

Various  intersections,  install  signals 
and  channelization 

. 111.0 

673.70.104 

Various  locations,  construct  under- 
ground wired  street  lighting  facili- 
ties in  street  areas  outside  under- 
ground districts 

30.0 

673.70.103 

Various  locations,  provide  engineering 
assistance  to  PUC  for  street  lighting 
systems  in  existing  overhead  districts 

10.0 

670.74.106 

Various  locations,  sidewalk  ramps  for 
the  handicapped 

120.0 

672.74.104 

Bicycle  lane  program 

25.0 

671.74.110 

Buchanan  St.,  bet.  Grove  and  Hayes  Sts., 
reconstruction 

43.6 

671.73.314 

Anderson  St . , bet . Powhattan  and 

35.3 

Eugenia  Aves. , reconstruction 

671.68.301  Church  St.,  bet.  17th  and  18th  and 
21st  and  30th  Sts.,  reconstruction 


400.4 
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Amount 


P.I.N. 

Project  Description 

Appropriated 

675.74.102 

Municipal  Asphalt  Plant,  noise 
abatement  work 

92.5 

675.74.103 

DPW  Maintenance  Yard,  2323  Army  St., 
noise  abatement  work 

16.2 

672.73.101 

Downtown  traffic  signal  installations, 
various  locations 

110.0 

670.74.101 

Bepler  St.,  bet.  county  line  and  90 
feet  northerly,  land  acquisition  and 
street  improvement 

14.0 

674.72.101 

Telegraph  Hill  Blvd.,  restore  embank- 
ment landscaping 

72.0 

671.74.111 

Jones  St.,  bet.  Bay  and  North  Point  Sts., 
reconstruction 

44.0 

675.71.101 

Telegraph  Hill,  stabilize  east  slope, 
to  prevent  rockfalls  and  landslides 

110.0 

671.74.112 

Henry  St.,  bet.  Castro  and  Noe  Sts., 
reconstruction 

58.6 

672.74.106 

New  shoreline  recreation  area  and 
Candlestick  Park,  access  study 

10.0 

671.73.308 

22nd  St.,  bet.  DeHaro  and  Rhode  Island 
Sts.,  reconstruction 

32.6 

672.70.102 

Various  intersections,  modify  signals 

75.0 

671.73.306 

27th  St.,  bet.  Noe  and  Sanchez  Sts., 
reconstruction 

60.8 
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P.I.N. 


671.73.315 

675.68.302 

671.73.317 

672.68.109 

671.73.318 

671.70.401 

674.74.101 

671.74.114 

672.74.107 

672.73.105 


Amount 

■^ypisct  Description  Appropriated 

Department  of  Public  Works  - 
Gas  Tax  and  Road  Fiind  (Cont.) 


23rd  St.,  bet.  Hoffman  and  Grand  View  49.0 

Aves . , reconstruction 


Baker  St.,  bet.  Broadway  and  Vallejo  37.0 

St . , repair  slope  and  retaining  wall ; 
install  handrailing  for  stairs 

Italy  St.,  bet.  Mission  and  London  Sts.,  27,1 

reconstruction 

Northern  Waterfront  traffic  corridor,  120,0 

bet.  Bay  and  Jefferson  Sts.,  install 
signals  at  various  intersections 

France  St.,  bet.  Mission  and  London  Sts.,  27.1 

reconstruction 


Filbert  St.,  bet.  Kearny  St.  and  Grant 
Ave.,  reconstruction 

19th  Ave.,  bet.  Lincoln  Way  and  Sloat 
Blvd.,  streetside  landscaping 

15th  St.,  bet.  San  Bruno  Ave.  and  Vermont 
St.,  reconstruction 

Study  of  alternative  treatments  of  major 
street  system  in  the  Richmond  District 

Parnassus  Ave.,  bet.  Hillway  and  4th 
Ave.,  install  traffic  signals  and 
channelization 


56.9 

40.0 

28.3 

10.0 

45.0 
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P.I.N. 

Amount 

Project  Description  Appropriated 

671.74.116 

Clay  St.,  bet.  Kearny  and  Montgomery  61.4 

Sts.,  reconstruction 

671.74.117 

Divisadero  St.,  bet.  Waller  St.  and  55.0 

Duboce  Ave.,  reconstruction 

671.73.305 

Douglass  St.,  bet.  Clipper  and  25th  40.4 

Sts.,  reconstruction 

670.73.108 

Edna  St.,  bet.  Monterey  Blvd.  and  46.0 

Hearst  Ave.,  narrow  sidewalks 

671.71.111 

Merlin  St.,  from  Harrison  St.  to  51.0 

southerly  terminus,  reconstruction 

671.71.112 

Morris  St.,  bet.  Harrison  and  Bryant  60.8 

Sts.,  reconstruction 

671.69.401 

Lombard  St.,  bet.  Taylor  and  Jones  Sts.,  55.3 

reconstruction 

671.70.203 

Chilton  Ave.,  bet.  Bosworth  St.  and  41.9 

southerly  terminus,  reconstruction 

671.73.310 

Dublin  St.,  bet.  Russia  St.  and  southerly  54.2 

terminus,  reconstruction 

675.68.505 

Waller  St.,  bet.  Broderick  St.  and  Buena  50.0 

Vista  East,  replace  wooden  bulkheads  and 
stairway  with  concrete  retaining  wall  and 
stairway 

671.73.319 

Congdon  St.,  bet.  Maynard  St.  and  Silver  26.7 

Ave.,  reconstruction 

26.7 
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P.I.N. 


671.70.403 

671.73.311 

674.73.103 

674.71.104 


691.74.101 

692.67.101 


726.70.102 

726.71.101 

727.70.102 

727.70.103 
727.70.103 


Amount 

Project  Description  Appropriated 

Department  of  Public  Works  ~ 

Gas  Tax  and  Road  Fund  (Cont . ) 

Taylor  St.,  bet.  Broadway  and  Vallejo  42.6 

St.,  reconstruction 

Jones  St.,  bet.  Union  and  Filbert  Sts.,  45.6 

reconstruction 

Drumm  St.,  bet.  Clay  and  Jackson  Sts.,  30.0 

sidewalk  trees  and  median  landscaping 

Street side  landscaping,  various  loca-  100.0 

tions 


War  Memorial 

Performing  Arts  Center,  construction  1,000.0 

Safety  modifications  for  three  elevators  15.6 


Airports  Commission 

Landing  field  pavement,  reconstruction  845.0 

Utilities  relocation  and  replacement  100.0 

Utilities  System,  enlarge  and  improve  125.0 

system 

Landing  field  facilities,  improvements  450.0 

Landing  field  facilities,  improvements  10.0 

(Special  Aviation  Fund) 
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Amount 


P.I.N. 

Project  Description 

Appropriated 

727.71.101 

Terminal  and  airport  service  facili- 
ties , improvements 

250.0 

727.69.104 

Roads  and  parking  facilities,  minor 
improvements 

225.0 

727.74.102 

Interim  cargo  facilities,  improvements 

34.5 

727.74.103 

Airfield  service  roads,  improvements 

93.0 

727.74.101 

Airport  security  radio  system,  improve- 
ments 

25.0 

Municipal  Railway 

736.69.102 

Replacement  of  transit  operating 
equipment,  debt  service  (MTC) 

3,735.2 

736.74.101 

GMC  Motor  Coaches,  install  plastic 
seats 

343.0 

736.74.102 

GMC  Motor  Coaches,  provide  hinged  rail 
for  operator's  seat 

15.0 

736.74.106 

Geneva  Car  House,  rehabilitate  fire 

4.0 

fighting  equipment 


736.74,107  Washington -Mason  Cable  Carbarn,  reha-  12.7 

bilitate  sprinJcler  system 

Water  Department 

746.68.101  Various  locations,  renew  water  services 


1,350.0 
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Amount 

P. I.N.  Project  Description  Appropriated 


Water  Department  (Cont.) 

746.68.102 

Various  locations,  relocate  cind 
realign  water  mains 

100.0 

746.68.103 

Various  locations,  relocate  and 
realign  water  services 

100.0 

746.68.104 

Various  locations,  replace  water 
mains 

266.0 

746.68.106 

Various  locations,  grade  and 
resurface  roads 

10.0 

746.68.108 

Various  locations,  water  mains, 
cement  mortar  lining 

248.4 

746.74.102 

Forest  Knolls  tank,  rehabilitate 

10.0 

747.68.101 

Various  locations,  water  main 
extensions 

383.4 

747.68.102 

Various  locations,  provide  new 
service  pipes  and  meters 

242.1 

747.68.103 

Various  locations,  install  gate 
valves 

30.0 

747.68.104 

Various  locations,  pipeline  elec- 
trolysis, install  protective  devices 

30.0 

747.68.106 

Various  locations,  constiruct 
secondary  feeder  mains 

200.7 

747.68.107 

Various  locations,  watershed  lands, 
erosion  control 

8.8 
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P.I.N. 

Project  Description 

Amount 

Appropriated 

747.68.108 

Various  locations,  install  drain 
and  air  valves 

18.0 

747.68.109 

Various  locations,  construct  fences 

10.0 

747.68.110 

Various  locations,  motorize  large  valves 

35.0 

747.73.102 

Turner  Dam,  renovate  outlet  structure 

25.0 

747.74.101 

Corporation  Yard,  improve  shop  facilities 

80.0 

Hetch  Hetchy  System 

756.73.103 

Jones  Point  to  Mather  Road,  resurface 
road 

30.0 

756.71.107 

Various  locations,  rehabilitate  exterior 
of  buildings 

79.0 

756.70.102 

Moccasin-Newark  transmission  line,  paint 
towers 

80.0 

756.74.103 

O'Shaughnessy  Dam  Spillway,  sandblast 
and  paint  drum  gates 

18.0 

756.74.104 

O'Shaughnessy  Dam,  sandblast  and  paint 
slide  gates , operating  cylinders  and 
piping 

11.0 

756.74.105 

San  Joaquin  Pipeline  No.  2,  repair  lining 

762.0 

756.74.106 

San  Joaquin  River  Valve  House,  mechanical 
repairs 

10.5 

756.74.107 

Holm  Penstock,  repainting 

40.0 
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Amount 

Appropriated 


P«I.N.  Project  Description 

756.74.108  Tesla  Portal  Valve  House,  provide  7.0 

air  release  valve  piping 

756.73.105  Priest  Housing  Unit,  replace  service  4.0 

panel  and  wiring 

756.72.201  Moccasin  Administration  Building,  76.0 

rehabilitate  central  heating  system 

756.73.106  Moccasin  Housing  Units,  replace  wiring  6.6 

756.73.108  Moccasin  Shop  Buildings,  replace  4.7 

windows 

756.74.109  Intake  Cottages,  replace  service  panel  6.2 

and  wiring 

756.74.110  Moccasin  Machine,  automotive  and  weld-  26.0 

ing  shops,  rehabilitate  heating  system 

756.74.111  Moccasin  Warehouse,  rehabilitate  3.5 

heating  system 

756.74.112  Moccasin  Shop  area,  various  buildings,  7.5 

replace  electrical  service  panels  and 

wiring 

756.74.101  Relocate  City -owned  underground  facili-  50.0 

ties 

756.74.102  Paint  and  repair  Municipal  Railway's  200.0 

trolley  pole  facilities 

756.69.106  Municipal  Railway  Transit  System,  965.0 

power  improvement  program,  replace 

DC  distribution  system 
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P.I.N. 


756.72.103 


757.74.101 


Project  Description 

1401  Bryant  St.,  repair  roof  of 
storage  shed 

Moccasin  Reregulating  Reservoir,  deepen 
reservoir 


Amount 

Appropriated 

4.7 


445.0 


757.74.102  Moccasin  Automotive  and  Welding  Shops, 
provide  exhaust  ducting  system 

757.74.103  Intake  switchyard,  providing  drainage 
and  sump  pumping  system 


3.0 


5.5 


Replacement  of  obsolete  materials 


15.0 


Port  Commission 


775.72.101 

Various  operating  piers,  substructure 
improvements  and  repairs 

648.0 

775.70.115 

Various  piers,  reconstruct  piers  damaged 
by  ships  and  other  causes 

100.0 

775.72.102 

Various  piers,  construct  sanitary  sewers 
and  connect  to  City  system 

69.0 

775.72.301 

Various  piers,  construct  ship  sewer 
connections 

30.0 

775.70.114 

Various  piers,  make  alterations  as  required 
by  tenants 

100.0 

775.70.110 

Various  piers,  enlarge  existing  doors  of 
warehouse  sheds  to  accommodate  larger 
cargo  handling  equipment 
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CAPITAL  IMPROVEMENT  PROGRAM:  1975-76  THROUGH  1979-80 

Fiscal  Summary 

(Costs  in  thousands  of  dollars) 


X Sources  of  Financinq 

1975-76 

1976-77 

1977-78 

1978-79 

1979-80 

Totals 

Ad  Valorem  and  Sales  Taxes 

$12,507.1 

$12,244.2 

$10,737.9 

$11,269.8 

$ 8,612.2 

$ 55,371.2 

Gas  Taxes  and  Road  Funds 

6,039.5 

4,440.6 

4,021.7 

6,297.6 

9,806.6 

30,606.0 

Revenues 

12,776.4 

12,613.9 

10,648.0 

9,026.0 

9,337.0 

54,401.3 

Other  Sources* 

5,408.2 

4,818.8 

1,715.0 

3,090.0 

1,212.0 

16,244.0 

Total  Departmental  Schedules 

$36,731.2 

$34,117.5 

$27,122.6 

$29,683.4 

$28,967.8 

$156,622.5 

*Other  Sources  designated  as  "o"  in  the  departmental  schedules. 
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CAPITAL  IMPROVEMENT  PROGRAM;  1975-76  THROUGH  1979-80 


AD  VALOREM  AND  SALES  TAXES 


P.I.N. 


Project  Description 


115.73.101 

ASSESSOR 

Install  partitioning,  air  conditioning,  electric 
panelling  and  new  ceiling 

117.74.101 

CITY  ATTORNEY 

City  Hall,  general  office  modernization  and  installa 
tion  of  ventilation  system 

119.68.101 

DEPARTMENT  OF  CITY  PLANNING 

100  Larkin  St.,  general  interior  alterations 

121.72.101 

CIVIL  SERVICE  COMMISSION 

City  Hall,  first  floor,  office  alterations 

121.69.101 

City  Hall,  first  floor,  space  utilization  study 

121.67.103 

City  Hall,  Room  52-B,  convert  basement  storeroom 
to  filing  office 

124.72.102 

CONTROLLER 

City  Hall,  EDP  Section,  provide  alternate  source 
of  electrical  service 

124.69.101 

240  Van  Ness  Avenue,  EDP  Section,  office  alterations 

1,41.71.101 

DISTRICT  ATTORNEY 

Hall  of  Justice,  Third  Floor,  office  alterations 
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Project  Description 


FIRE  DEPARTMENT 

145.72.101 

Various  locations,  install  radio  controls  for 
apparatus  doors 

145.70.102 

Various  locations,  install  automatic  radio-controlled 
overhead  doors 

145.72.102 

Chief's  residence,  870  Bush  St.,  remodel  and  modernize 
kitchens  and  bathrooms 

145.67.112 

Engine  Co.  42,  2430  San  Bruno  Ave.,  relocate  and 
enlarge  kitchen 

145.72.107 

Engine  Co.  8,  36  Bluxome  St.,  remodel  kitchen 

145.71.103 

Various  locations,  install  battery-operated  emergency 
lighting  facilities 

145.73.101 

1249  Clayton,  convert  inactive  firehouse  to  handball 
court  and  gymnasium 

145.67.113 

Engine  Co.  40,  2155  18th  Ave.,  enlarge  kitchen  area 
and  remodel  officers'  quarters 

145.69.106 

Pipe  Yard,  2245  Jerrold  Ave.,  construct  storage  shed 

145.72.106 

Install  dishwashers  at  various  engine  companies 

145.72.105 

Install  grease  hoods  and  flues  over  ranges  at 
various  engine  companies 

145.67.121 

Training  Center,  2310  Folsome  St.,  construct  storage 
building  for  ladders 

145.69.107 

Engine  Co.  31,  441  12th  Ave.,  install  miscellaneous 
improvements  to  premises 
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Project  Description 


FIRE  DEPARTMENT  (Cont.) 

145.69.105 

Engine  Co.  35,  676  Howard  St.,  renovate  portion  of 
basement  to  provide  study  room 

145.73.202 

Training  Center,  replace  pipe  to  low  pressure  hydrant 

145.70.106 

AWSS,  conduct  electrolysis  survey  and  study 

145.67.123 

Twin  Peaks  Reservoir,  pave  access  road  and  parking 
area 

151.74.101 

MAYOR 

Study  of  office  space  requirements 

155.67.102 

MUNICIPAL  COURT 

City  Hall,  renovate  various  courtrooms  and  chambers 

155.68.101 

City  Hall,  Rooms  300,  301  and  303,  install  acoust- 
ical tile 

161.71.101 

POLICE  DEPARTMENT 

Hall  of  Justice,  Crime  Lab.,  study  to  enlarge 
facility 

161.70.116 

Hall  of  Justice,  Crime  Lab.,  alterations 

161.73.101 

161.73.102 

Three  district  stations,  replace  and  relocate  gas 
pumps 

Various  police  facilities,  noise  control  booth  for 
IBM  cable  terminal 

161.73.102 
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Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.71.110 

Police  Range,  install  overhead  safety  baffles 

161.72.117 

Hall  of  Justice , Photo  Lab . , additions  and  alterations 

161.71.104 

Hall  of  Justice,  Internal  Affairs  Bureau,  miscellane- 
ous alterations 

161.70.117 

Hall  of  Justice,  Traffic  Bureau,  alterations 

161.70.128 

Planning  services.  Bureau  of  Architecture 

161.71.107 

Hall  of  Justice,  various  locations,  misc.  alterations 

161.71.109 

Hall  of  Justice,  Planning  and  Research,  install 
partitions 

161.71.111 

Hall  of  Justice,  Criminal  Information  Bureau,  misc. 
alterations 

161.68.104 

Hall  of  Justice,  Traffic  Bureau,  remodel  western 
section 

161.71.201 

Hall  of  Justice,  Operations  Center,  5th  Floor, 
soundproofing  and  security  alterations 

161.71.207 

Hall  of  Justice,  Criminal  Information  Bureau,  altera- 
tions for  improved  efficiency  and  security 

161.73.108 

Hall  of  Justice,  Traffic  Bureau,  additional 
alterations 

161.73.105 

Richmond  Station,  renovate  men's  toilet  room 

161.73.106 

Six  district  stations,  replace  toilets  in  cells 
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P.I.N. 


Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.73.107 

Hall  of  Justice,  Juvenile  Bureau,  install  partitions 
and  provide  auxiliary  lighting  circuit 

161.71.113 

Hall  of  Justice,  Traffic  Bureau,  provide  acoustical 
treatment 

161.74.101 

Southern  Station,  Room  101,  alterations 

161.74.103 

Richmond  Station,  space  study 

161.74.105 

Various  police  facilities,  install  new  lighting 
fixtures 

161.74.106 

Southeast  Station,  additional  alterations 

161.72.118 

Hall  of  Justice,  Rm.  434,  create  new  interrogation 
room 

161.71.112 

Hall  of  Justice,  Communications  Center,  modify  air 
conditioning  system 

161.70.111 

Hall  of  Justice,  City  Prison,  alterations  to 
women ' s section 

161.74.104 

Richmond  Station,  remodeling 

161.71.105 

Block  3759,  Lot  40,  adjacent  to  Hall  of  Justice, 
provide  additional  parking  for  Police  Department 

161.70.109 

Hall  of  Justice,  City  Prison,  reconstruct  intercom 
system 

161.70.121 

Hall  of  Justice,  City  Prison,  install  TV  surveil- 
lance system 
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P.I.N. 


Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.69.103 

Ingleside  Station,  remodel  various  offices  including 
acoustical  treatment 

161.68.106 

Taraval  Station,  provide  additional  parking  spaces 

161.70.112 

Hall  of  Justice,  City  Prison,  preliminary  studies 
for  alterations  to  elevator 

161.71.203 

Police  Range,  install  automatic  sprinkler  system 

161.71.205 

Central  Station,  install  cabinets  and  shelving 

161.71.206 

Taraval  Station,  provide  new  restroom  and  interro- 
gation room 

161.73.201 

Hall  of  Justice,  City  Prison,  install  security  and 
provide  health  measures 

161.73.202 

Central  Station,  provide  air  conditioning 

161.73.203 

Police  Range,  install  heating  system 

161.70.110 

Hall  of  Justice,  City  Prison,  men's  section,  miscel- 
laneous alterations 

161.70.113 

Hall  of  Justice,  City  Prison,  resurface  floor 

161.70.106 

Hall  of  Justice,  Homicide  Bureau,  install  interro- 
gation room 

161.71.302 

Taraval  Station,  provide  training  and  utility  rooms 
in  basement 

161.71.303 

Hall  of  Justice,  City  Prison,  construct  recreation 
area  on  roof 
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Project  Description 


POLICE  DEPARTMENT  (Cont.) 

161.67.103 

New  Northern  Police  Station,  south  side  of  Turk  St. 
bet.  Webster  and  Fillmore  Sts.,  acquire  laind  and 
construct  building 

161.68.105 

Hall  of  Justice,  Central  Warrant  Bureau,  provide 
three  rooms  by  partitioning 

161.71.401 

Taraval  Station,  install  intercommunications  system 

161.67.201 

New  Ingleside  Police  Station,  acquire  land  and  con- 
struct building  (site  undetermined) 

161.67.302 

New  Taraval  Police  Station,  acquire  land  and  construct 
building  (site  undetermined) 

161.67.301 

New  Richmond  Station,  acquire  land  and  construct 
building  (site  undetermined) 

169.70.101 

DEPARTMENT  OF  SOCIAL  SERVICES 

1680  Mission  St.,  alterations  to  heating  and  ventilat- 
ing systems 

169.73.102 

150  Otis  St.,  provide  acoustical  treatment  for  super- 
visors' offices 

169.73.103 

150  Otis  St.,  new  women's  toilet  facilities 

169.73.104 

150  Otis  St.,  lighting  fixtures  for  stair  towers 

169.74.102 

150  Otis  St.,  provide  additional  office  space  for 
supervisors 
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Proiect  Description 

DEPARTMENT  OF  SOCIAL  SERVICES  (Cont.) 

169.71.103 

1680  Mission  St.,  provide  acoustical  wall  treatment 
for  interview  rooms 

169.73.101 

1680  Mission  St.,  provide  acoustical  wall  treatment 
for  conference  rooms  and  lobby 

173.74.101 

SHERIFF'S  DEPARTMENT 

Jail  No.  2,  rehabilitation  program 

173.74.102 

Jails  Nos.  1 and  3,  remodel  isolation  cells 

173.71.105 

Jail  No.  2,  construct  shower  and  storage  building 
in  farm  area 

173.69.101 

Jail  No.  2,  men's  building,  convert  first  floor 
area  into  classroom  and  recreation  room 

173.72.101 

Jail  No.  2,  Tiers  1-8,  improve  lighting 

173.71.202 

Jail  No.  2,  construct  paint  storage  building 

173.68.105 

Jail  No.  4,  reconstruct  intercom  system 

173.70.309 

Jail  No.  1,  alterations  to  visiting  area 

173.67.116 

Sheriff's  Office,  City  Hall,  remodel  Civil 

Division  office  area 

173.74.201 

Jail  No.  2,  rotunda  area,  provide  new  offices  on 

2nd  floor  and  dining -classroom  area  on  3rd-6th 
floors 

173.74.202 

Jail  No.  2,  administrative  area,  security 
measures 
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Project  Description 


173.72.102 

173.71.206 
173.71.205 

173.68.108 

173.70.503 

173.70.508 

173.67.120 

173.67.112 

173.71.204 

173.71.203 

173.70.505 

173.71.207 

173.67.109 

173.67.115 


SHERIFF'S  DEPARTMENT  (Cont.) 

Jail  No.  2,  provide  access  road  to  exercise  yard 

Jail  No.  2,  replace  floor  coating 

Jail  No.  2,  attorney's  room  and  chaplain's  office, 
alterations  for  soundproofing  auid  privacy 

Jail  No.  1,  reconstruct  and  extend  intercom  and 
PA  systems 

Jail  No.  2,  replace  two  elevators 

Jail  No.  1,  alterations  to  interview  rooms 

Jail  No.  2,  men's  building,  install  66  stainless 
steel  tables  for  dining  and  passive  recreation 

Jail  No.  2,  construct  new  building  for  feed  storage 

Jail  No.  2,  construct  building  for  vehicle  storage 

Jail  No.  2,  men's  building,  build  new  loading  dock 
with  associated  equipment 

Jails  Nos.  2 and  4,  install  roadway  lighting 
within  jail  grounds 

Jail  No.  2,  construct  road  to  Jail  No.  4 

Jail  No.  2,  construct  concrete  retaining  wall  along 
west  side  of  men ' s recreation  area 

Jails  Nos.  2 and  4,  reconstruct  paving  on  roads  and 
visitors'  parking  area 
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Project  Description 


SHERIFF'S  DEPARTMENT  (Cont.) 

173.67.113 

Jail  No.  2,  convert  stable  to  farm  produce  storage 
facility 

179.68.102 

SUPERIOR  COURT 

City  Hall,  install  air  conditioning  in  judges' 
chambers.  Rooms  409  and  413 

179.67.101 

City  Hall,  install  air  conditioning  in  Courtrooms 
411,  417,  418,  426  and  429  and  adjacent  judges' 
chambers 

179.69.101 

City  Hall,  remodel  Courtrooms  403,  417,  452,  457, 
459  and  481 

179.69.102 

City  Hall,  renovate  Courtroom  450 

181.72.101 

BOARD  OF  SUPERVISORS 

City  Hall,  2nd  Floor,  create  additional  office 
space 

186.67.104 

JUVENILE  COURT 

Youth  Guidance  Center,  alter  five  cottages 

186.71.201 

Youth  Guidance  Center,  modernize  lighting  in 
administration  building 

186.72.101 

Youth  Guidance  Center,  Arts  and  Crafts  Room, 
remodel  for  teachers'  curriculum  laboratory 
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Project  Description 


JUVENILE  COURT  (Cont.) 

186.74.101 

Hidden  Valley  Ranch,  install  emergency  electrical 
heating  and  lighting  system  for  dormitories, 
dining  room  and  kitchen  area 

186.70.103 

Juvenile  Court,  conduct  study  of  detention  facilities 

186.73.102 

Youth  Guidance  Center,  remodel  existing  storeroom 
facilities  below  service  building 

186.74.102 

Log  Cabin  Ranch,  install  emergency  electrical  system 

186.74.103 

Log  Cabin  Ranch,  remodel  auto  shop  to  provide  two 
classrooms 

186.74.104 

Log  Cabin  Ranch,  expand  existing  laundry  room 

186.74.201 

Log  Cabin  Ranch.-  addition  to  recreation  hall 

186.74.202 

Log  Cabin  Ranch,  improve  sewage  treatment  facilities 

186.68.101 

Youth  Guidance  Center,  construct  garage  for  ten 

City -owned  vehicles 

186.73.103 

Youth  Guidance  Center,  convert  two  shower  rooms  into 
offices  for  Public  Defender 

186.74.203 

Log  Cabin  Ranch,  construct  equipment  storage  building 

186.74.204 

Youth  Guidance  Center,  remodel  dormitories  in 
dependency  cottage  W3 

186.74.205 

Hidden  Valley  Ranch,  relocate  sewer  line 

186.71.301 

Youth  Guidance  Center,  construct  warehouse  and 
realign  roadway 
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Proiect  Description 

JUVENILE  COURT  (Cont.) 

186.72.101 

Youth  Guidance  Center,  remodel  dependency 
cottages  W1  and  W2 

186.74.301 

Youth  Guidance  Center,  remodel  lighting  and 
ventilation  systems  in  seven  classrooms 

186.74.302 

Log  Cabin  Ranch,  construct  new  single  men's 
quarters 

186.74.401 

Youth  Guidance  Center,  landscaping  and  install 
irrigation  system 

186.74.402 

Youth  Guidance  Center,  install  new  telephone 
switchboard  and  paging  system 

186.74.403 

Log  Cabin  and  Hidden  Valley  Ranches,  resurface 
roadways 

186.74.404 

Log  Cabin  and  Hidden  Valley  Ranches,  modernize 
water  and  chlorination  facilities 

186.74.405 

Log  Cabin  Ranch,  install  new  walk-in  refriger- 
ator 

186.74.406 

Log  Cabin  and  Hidden  Valley  Ranches,  landscap- 
ing and  irrigation 

213.67.117 

CALIFORNIA  ACADEMY  OF  SCIENCES 

Francis  Scott  Key  Monument,  restore  and  reset 

213.69.101 

Steinhart  Aquarium,  install  emergency  generator 

213.67.104 

Steinhart  Aquarixom,  provide  reptile  quarantine 
area 
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Project  Description 


CALIFORNIA  ACADEMY  OF  SCIENCES  (Cont.) 

213.70.101 

North  American  Hall,  conduct  preliminary  studies  of 
the  feasibility  of  using  a partially  excavated 
basement  area 

213.67.114 

Steinhart  Aquarium,  improve  ground  water  removal 
system 

213.67.302 

Steinhart  Aquarium,  complete  facility  and  construct 
new  Earth  History  Building 

213.67.116 

Hall  of  Science,  complete  second  floor  to  provide 
additional  laboratory  and  office  space 

221.70.101 

CHIEF  ADMINISTRATIVE  OFFICER 

Establish  revolving  fund  to  be  administered  by  CIAC 
for  various  studies  and  minor  capital  improvements 

227.70.101 

DEPARTMENT  OP  FINANCE  AND  RECORDS 

Study  for  New  Records  Center  (site  undetermined) 

233.70.101 

DEPARTMENT  OF  ELECTRICITY 

Various  locations,  install  fire  and  police  alarm 
systems  in  new  underground  districts  (recurring 
budget  item) 

233.70.103 

Central  Fire  Alarm  Station,  1003  Turk  St.,  construct 
garage  for  fire  communications  van 
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P.I.N. 


Project  Description 


REAL  ESTATE  DEPARTMENT 

245.73.102 

Civic  Auditoriim,  main  floor,  terrazzo  flooring 
repair 

245.67.107 

Brooks  Hall  - Civic  Center  Plaza,  study  to  remedy 
operational  faults 

245.67.108 

Civic  Auditorium,  partition  west  end  of  north 
corridor  on  main  floor 

245.67.102 

Civic  Auditorixim,  provide  apparatus  for  automatic 
changing  of  curtains  in  main  arena 

245.67.110 

Civic  Auditorium,  resurface  balcony  floors 

245.69.101 

Civic  Center  area,  study  for  underground  cafeteria 
between  Civic  Auditorium  and  Brooks  Hall 

245.73.101 

429  Jessie  St.,  acquisition  of  building  for  Records 
Storage  Center 

245.69.102 

Acquire  and  remodel  building  for  general  office 
use  on  southeast  corner  of  Van  Ness  Avenue  and 
Grove  Street 

261.71.101 

TAX  COLLECTOR 

City  Hall,  Room  106,  alterations  (Phase  III) 

311 -.67.102 

PURCHASING  DEPARTMENT 

Central  Shops,  improve  ventilation  in  automotive 
shops 

311.  a?.  116 

Central.  Shops , . fire  hose  test  facility  _ — 
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P.I.N. 


Project  Description 


PURCHASING  DEPARTMENT  (Cent.) 

311.67.112 

Central  Shops,  enclose  service  station  work  area 

311.67.103 

Central  Shops,  construct  "enclosed  type"  shed 
for  storage  of  ladders  and  lumber 

311.67.104 

Central  Shops,  construct  mezzanine  office  in 

Machine  Shop 

311.67.107 

Central  Shops,  enlarge  shop  entrance  to  accommo- 
date large  equipment 

311.67.111 

Central  Shops,  install  low  pressure  fire  hydrant 
and  water  line  to  test  fire  piomp 

311.67.106 

Central  Shops,  install  covered  automobile  storage 
area 

311.67.101 

Central  Shops,  pave,  fence  and  light  adjacent 
storage  area 

423.70.101 

DEPARTMENT  OF  PUBLIC  WORKS  - General  Office 

Various  public  buildings,  miscellaneous  recon- 
struction and  replacement  items  (recurring  budget  item) 

423.70.102 

Various  pxablic  buildings,  miscellaneous  minor 
capital  improvements  (recurring  budget  item) 

423.71.103 

Reconstruct  steam  supply  and  return  piping  loop 
which  supplies  City-owned  buildings  in  Civic 

Center 

423.73.102 

City  Hall,  enlarge  electric  service 
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P.I.N. 


Project  Description 


DEPARTMENT  OF  PUBLIC  WORKS  - General  Office  (Cent.) 

423.71.102 

Various  locations,  streetside  landscaping  (Board 
of  Supervisors*  Res.  515-68) 

423.67.105 

450  McAllister  St.,  install  ventilating,  heating 
and  cooling  equipment 

423.70.108 

460  McAllister  St.,  Bureau  of  Traffic  Engineering, 
modify  air  conditioning  system 

423.73.105 

Hall  of  Justice,  study  of  heating,  ventilating  and 
air  conditioning  system 

423.74.103 

Various  locations,  boiler  fuel  storage  tanks 

423.73.108 

Neighborhood  Protected  Residential  Area  Program, 
various  locations,  improvements 

423.70.106 

City  Hall,  remodel  and  improve  testing  laboratory 

423.71.101 

Hall  of  Justice,  prepare  preliminary  drawings  and 
cost  estimates  for  enlargement  of  building 

423.73.106 

City  Hall,  Room  61,  provide  ventilation  system 

423.68.106 

Utilities  undergrounding,  study  only 

423.67.108 

City  Hall,  Bureau  of  Engineering,  install  venti- 
lation system 

423.67.106 

Maintenance  Yard,  2323  Army  St.,  construct  second 
floor  addition  to  Administration  Building 
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Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH 

500.67.113 

Central  Emergency  and  District  Health  Center  No.  4, 
install  standby  power  facilities  for  emergency 
medical  service 

500.67.139 

San  Francisco  General,  Bldg.  200,  replace  elevator 

500.67.111 

101  Grove  St.,  modernize  two  elevators 

500.73.103 

County  Jail,  Bayview-Hunters  Point  and  Sunset- 
Richmond  District  Health  Centers,  install  X-ray 
units  and  Xomats 

500.73.104 

San  Francisco  General,  Bldg.  80,  remodel  for  family 
practice  clinic 

500.69.101 

101  Grove  St.,  prepare  study  and  preliminairy  plans 
for  auditorium  egress 

500.73.105 

Central  Emergency,  alterations  to  provide  emergency 
dental  clinic 

500.73.107 

Laguna  Honda,  install  emergency  lighting  and  com- 
munications circuit 

500.67.151 

Hunters  Point-Bay view,  ambulatory  health  care 
facility,  construction 

500.70.105 

Laguna  Honda,  conduct  studies  and  prepare  plans 
for  modernization  and  rehabilitation  of  existing 
facilities 

500.73.112 

Laguna  Honda,  install  safety  devices  in  ward 
bathrooms 

500.69.301 

San  Francisco  General,  consolidate  toxicology  and 
microbiology  labs. 
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Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.69.302 

San  Francisco  General,  study  future  use  of  existing 
building  to  remain  after  construction  of  new 
hospital  building 

500.71.112 

Laguna  Honda,  modernize  boiler  burners  and  controls 

500.70.117 

San  Francisco  General,  relocate  paint,  plumbing, 
carpenter,  shade  and  steeimfitting  shops 

500.71.111 

Laguna  Honda,  install  buzzer  system  in  rear  bath- 
rooms of  all  wards 

500.71.115 

Laguna  Honda,  construct  new  laundry 

500.68.115 

San  Francisco  General,  provide  additional  temporary 
parking 

500.67.141 

San  Francisco  General,  install  lighting  in  main 
parking  area 

500.73.108 

San  Francisco  General,  construct  helistop 

500.67.128 

San  Francisco  General,  acquire  eleven  parcels  of 
land 

500.73.109 

Laguna  Honda,  Clarendon  Hall,  remodel  alcoholism 
treatment  unit 

500.70.123 

Laguna  Honda,  Bldgs.  F,  K and  L,  install  14 
sterilizers 

500.69.303 

San  Francisco  General,  construct  security  fencing 
and  gates 

500.70.104 

San  Francisco  General,  Bldgs.  10,  20,  30  and  80, 
install  hardware  to  secure  windows 
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Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.68.114 

Lagiina  Honda,  reconstruct  meat  refrigerator  box 

500.73.113 

Central  Emergency,  office  alterations 

500.73.114 

Chinatown -North  Beach  District  Health  Center, 
provide  emergency  power  for  elevators 

500.67.109 

San  Francisco  General,  Bldg.  80,  remodel  basement 

500.67.115 

Laguna  Honda,  install  utility  closets  in  ward 
kitchens 

500.69.109 

San  Francisco  General,  remodel  Wards  84,  85  and 

86 

500.70.124 

San  Francisco  General,  Service  Bldg.  6,  provide 
access  to  roof 

500.70.114 

101  Grove  St.,  conduct  study  for  modernizing 
and  adding  to  the  building  and  relocating 

Central  Emergency 

500.67.132 

District  Health  Center  No.  3,  1525  Silver  Ave., 
pave  and  enclose  parking  area  under  freeway 

500.68.111 

101  Grove  St.,  alter  Ivy  St,  exit  doors 

500.70.119 

Laguna  Honda,  various  areas,  modernize  bathtubs 

500.73.111 

Hunters  Point-Bay view,  district  mental  health 
facility,  construction  (site  undetermined) 

500.67.134 

Laguna  Honda,  various  wards,  remodel  treatment 
rooms  and  nurses'  stations 
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Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.67.135 

Laguna  Honda,  various  wards,  alterations  to  kitchens 

500.70.110 

San  Francisco  General,  various  areas,  rehabilitate 
wall-mounted  bed  lights  and  related  wiring 

500.70.109 

Various  health  facilities,  conduct  studies  and  pre- 
pare cost  estimates  for  miscellaneous  remodeling 
projects 

500.71.110 

101  Grove  St.,  replace  Ivy  St.  garage  door 

500.69.203 

Laguna  Honda,  various  locations,  modernize  lighting 

500.68.104 

San  Francisco  General,  emergency  and  admitting  area, 
modify  space  to  provide  another  treatment  room 

500.71.109 

San  Francisco  General,  Ward  12,  remodel  into  two 
intensive  care  units 

500.69.104 

San  Francisco  General,  emergency  and  admitting  area, 
modify  surgery  room  and  provide  shielding  and  sup- 
ports for  X-ray  equipment 

500.67.112 

Central  Emergency,  provide  radio  dispatch  room  and 
comniunication  center 

500.67.104 

District  Health  Center  No.  1,  3850  17th  St.,  provide 
additional  examination  rooms 

500.67.105 

District  Health  Center  No.  2,  1301  Pierce  St., 
acquire  land  for  parking  area 

500.67.137 

Park  Emergency,  relocate  and  construct  new  facility 
(site  undetermined) 
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Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.71.113 

Laguna  Honda,  7th  floor,  convert  solarium  into 
Medical  Director's  office 

500.70.121 

Laguna  Honda,  replace  and  enlarge  portions  of 

PAX  intercom  system 

500.71.114 

Laguna  Honda,  recondition  two  elevators  in  tower 
and  add  two  new  elevators  for  ward  areas  A and  B 

500.69.401 

Laguna  Honda,  construct  additional  parking  area 

500.68.101 

Various  district  health  centers,  install  burglar 
alarm  system 

500.70.118 

Laguna  Honda,  various  areas,  replace  lavatory 
sinks 

500.69.109 

Laguna  Honda,  install  therapy  pool  water  filter 

500.71.201 

District  Health  Center  No.  1,  3850  17th  St., 
remodel  clinic  area 

500.67.129 

Laguna  Honda,  reconstruct  paging  system 

500.71.202 

Laguna  Honda,  conduct  study  and  prepare  prelimi- 
nary plans  for  locker  room  facilities 

500.71.210 

Laguna  Honda,  conduct  study  and  prepare  prelimi- 
nary plans  for  pharmacy,  dental  and  X-ray 
departments 

500.71.215 

Laguna  Honda,  expand  telephone  system 

500.67.154 

Laguna  Honda,  install  burglar  alarm  systems  in 
laundry  building  and  pharmacy 

C-23 


1-9:75^76 1976-77 


1977-78 1978-79 1979-80 


25.9 

15.1 

466.0 

907.8 

19.5 

64.8 


13.6 

26.8 

85.2 

3.4 


5.8 


12.6 


10.3 


• O'* 


f 


I . 


f 


'•H. 


i 


H •„ 


d* ' -yc 


P.I.N. 


Project  Description 


DEPARTMENT  OF  PUBLIC  HEALTH  (Cent.) 

500.67.142 

San  Francisco  General,  Bldg.  80,  remodel  pediatric 
and  well  baby  clinic 

500.67.122 

Laguna  Honda,  install  air  conditioning  in  pharmacy 

500.70.111 

San  Francisco  General,  install  air  conditioning  in 
pharmacy 

500.69.103 

San  Francisco  General,  emergency  and  admitting  area, 
modify  three  surgery  rooms  and  provide  shielding  and 
supports  for  X-ray  equipment 

500.70.107 

San  Francisco  General,  replace  air  conditioning 
units  in  maternity  area 

500.67.125 

Laguna  Honda,  Bldg.  B,  remodel  wards 

500.69.107 

San  Francisco  General,  install  ceiling  in  pharmacy 

500.69.114 

San  Francisco  General,  Bldg.  3,  reconstruct  venti- 
lating system  in  autopsy  room 

500.67.167 

San  Francisco  General,  study  for  new  auditorixim  and 
library 

500.71.203 

Laguna  Honda,  various  locations,  remodel  for  physi- 
cians' offices 

500.69.201 

Laguna  Honda,  replace  resilient  flooring  in  main 
corridors 

500.71.205 

Laguna  Honda,  Bldgs.  M and  0,  install  floodlights 
on  roofs 

500.71.206 

San  Francisco  General,  Ward  33,  remodel  for  four- 
bed  intensive  care  stroke  unit 
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Proiect  Description 

DEPARTMENT  OF  PUBLIC  HEALTH  (Cont.) 

500.71.207 

Laguna  Honda,  Bldgs.  L and  0,  install  partitions 
in  fourth  floor  wards 

500.71.208 

Laguna  Honda,  pave  site  of  demolished  Bldg.  3 for 
additional  parking 

500.71.209 

Laguna  Honda,  all  wards,  install  new  ceiling, 
lighting  and  cubicle  curtain  tracks 

500.67.120 

Laguna  Honda,  various  areas,  provide  ventilation 

500.71.214 

Laguna  Honda,  install  reinforced  concrete  walkway 
and  stairs  along  "Burma  Road" 

500.70.120 

Laguna  Honda,  install  lavatory  basins  at  various 
locations 

621.74.101 

THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO 

M.  H.  de  Young,  various  galleries,  reconstruct^’ 
skylights  and  ventilation  system 

621.74.103 

Legion  of  Honor,  various  galleries,  relighting 

621.74.104 

M.  H.  de  Young,  provide  for  protection  of  art 
objects  from  seismic  disturbances 

621.74.105 

Legion  of  Honor,  install  four  roll-down  metal 
doors  for  Terrace  Gallery  doors  and  windows  and 
gix  roll“down  metal  doors  for  basement  storage 
area  for  security 

621.74.106 

Legion  of  Honor,  various  galleries,  provide 
ultraviolet  radiation  protection 
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Project  Description 


THE  FINE  ARTS  MUSEUMS  OP  SAN  FRANCISCO  (Cont.) 

621.74.107 

M.  H.  de  Young ^ various  galleries # provide  ultraviolet 
radiation  protection 

621.74.108 

M.  H.  de  Young,  install  fire  escapes  for  east  wing 
offices 

621.73.107 

M.  H.  de  Young,  Hearst  Court,  install  four  fan 
filter  racks 

621.73.110 

M.  H.  de  Young,  Hearst  Court:,  install  bronze  rails 

621.72.201 

M.  H.  de  Young,  Kress  basement,  install  atmospheric 
control  system 

621.74.109 

M.  H.  de  Young,  Kress  basement,  install  CO^  fire 
extinguisher  system 

621.71.105 

M.  H.  de  Young,  connect  roof  and  basin  drains  to 
sewer 

621.74.201 

M.  H.  de  Young,  strengthen  tower  against  seismic 
shock 

621.74.202 

Legion  of  Honor,  rehabilitate  heating  and  venti- 
lating equipment 

621.73.109 

M.  H.  de  Young,  install  emergency  power  supply 
system 

621.73.111 

M.  H.  de  Young,  extend  plumbing  in  classroom  area 

621.72.203 

M.  H.  de  Young,  extend  and  improve  exhaust  fan 
and  ventilation  system 

621.74.203 

M.  H.  de  Young,  lighting  for  conservator's  shop 
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Project  Description 


THE  FINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO  (Cent.) 

621.72.202 

M.  H.  de  Young,  school  and  office  area,  install 
toilet  facilities 

621.67.301 

M.  H.  de  Young,  renovate  tower  for  conservation 
Iciboratory 

621.74.301 

M.  H.  de  Young,  install  new  sink  in  conservator's 
shop 

621.74.302 

Legion  of  Honor,  various  galleries,  rehabilitate 

621.74.303 

Legion  of  Honor,  improve  ventilation  system  in 
coffee  shop  and  terrace  corridor 

621.73.103 

M.  H.  de  Young,  relocate  men's  toilet 

621.74.304 

Legion  of  Honor,  remodel  receptionist  area 

621.73.112 

M.  H.  de  Young,  construct  orientation -information 
center 

621.73.104 

M,  H.  de  Young,  Hearst  Court,  install  dimmer 
light  control  system 

621.74.305 

M.  H.  de  Young,  Hearst  Court,  provide  four 
wall  cases 

621.74.306 

Legion  of  Honor,  rehabilitate  Little  Theater 

621.74.401 

Legion  of  Honor,  widen  perimeter  road  and  provide 
new  parking  area 

621.74.402 

Legion  of  Honor,  prepare  study  and  plans  for 

Court  of  Honor  underground  exhibit  and  storage 

area 
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Project  Description 


THE  PINE  ARTS  MUSEUMS  OF  SAN  FRANCISCO  (Cont.) 

621.73.113 

M.  H.  de  Young,  relocate  darkroom 

621.72.302 

M.  H.  de  Young,  renovate  shop  space  for  art  school 
offices 

622.71.103 

ASIAN  ART  MUSEUM  OF  SAN  FRANCISCO 

Install  footlighting  in  five  screen  display  platforms 

622.73.102 

Existing  passenger  elevator,  rehabilitate 

622.74.101 

Freight  elevator,  new  construction 

622.74.102 

Establish  development  program,  study  and  plans 

622.73.103 

Jade  Room,  install  catwalk 

622.73.104 

Mirror  Room  Gallery,  install  catwalk 

622.71.106 

Construct  emergency  air  conditioned  storeroom 

622.71.102 

Alter  kitchen  area  to  provide  new  display  case 

622.74.601 

Install  quartz  iodide  roof  lighting  for  security 

622.74.602 

Install  aunpmeter  for  main  power  supply 

622.74.603 

Install  voltmeter  for  main  power  supply 

631.73.102 

PUBLIC  LIBRARY 

45  Hyde  St.,  ground  floor,  install  ventilation 
system 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

Marina  Small  Craft  Harbor 

648.73.101 

Reconstruct  berthing  facilities  ($127,984  previously 
appropriated)  ($150,000  Harbor  Sinking  Fund) 

648.71.101 

Rehabilitation  and  improvements 

648.73.401 

Reconstruct  or  replace  bay  side  of  harbor  shoreline 
walls 

General  Division 

651.71.102 

Various  locations,  rehabilitate  buildings  (recurring 
budget  item) 

651.70.105 

Various  locations,  rehabilitate  and  reconstruct 
children's  areas  and  playgrounds  (recurring  budget 
item) 

651.70.104 

Various  locations,  reconstruct  irrigation  systems 
(recurring  budget  item) 

651.67.102 

Various  locations,  resurface  courts  and  play  areas 
(recurring  budget  item) 

651.67.103 

Various  locations,  resurface  walks,  paths,  and 
parking  areas  (recurring  budget  item) 

651.70.110 

Various  locations,  rehabilitate  lighting  systems 
(recurring  budget  item) 

651.70.113 

Various  locations,  reconstruct  and  replace  fencing 
(recurring  budget  item) 

651.72.101 

Various  golf  courses,  resurface  parking  areas 
(recurring  budget  item) 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

General  Division  (Cont.) 

651.74.102 

Great  Highway  parking  area,  slope  protection 

651.70.109 

Various  locations,  install  misc.  reconstruction 
and  minor  improvements 

651.74.103 

Golden  Gate  Park,  Conservatory,  rehabilitation 
and  improvement  ($122,000  bequest  and  Centennial 
Fund) 

651.68.104 

Phelan  Beach,  reconstruct  retaining  wall 

651.70.103 

Aquatic  Park  Bocci  Ball  Courts,  reconstruct 
shelter 

651.70.117 

Precita  Park,  rehabilitation 

651.70.118 

Bernal  Heights  Playground,  rehabilitation 

651.70.119 

Duboce  Park,  rehabilitation  and  improvements 

651.67.115 

Garfield  Square,  rehabilitation 

651.67.201 

Franklin  Square,  rehabilitation 

651.67.120 

Golden  Gate  Park,  rehabilitate  two  windmills 
(bequest) 

651.70.202 

Golden  Gate  Park,  Metson  Lake  pipeline,  replace 
pipeline  from  water  reclamation  plant  to  lake 

651.70.108 

Great  Highway  esplanade,  rehabilitate  seawall 

651.70.203 

Great  Highway  esplanade,  reconstruct  curb  and 
sidewalk 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

General  Division  (Cont.) 

651.67.114 

Aquatic  Park,  Municipal  Pier,  lighting 

651.67.118 

Jefferson  Square,  rehabilitation 

651.67.113 

Huntington  Square,  replace  irrigation  system; 
rehabilitate  square 

651.67.116 

Ina  Coolbrith  Park,  rehabilitation 

651.70.301 

Aquatic  Park,  replace  skylights  to  locker  rooms 

651.68.501 

Golden  Gate  Park,  reconstruct  North  Mill  reservoir 
roof 

651.70.402 

Noe  Valley  tennis  courts,  rehabilitate 

651.68.601 

Golden  Gate  Park,  reconstiruct  arboretum  reservoir 

651.67.202 

Lafayette  Square,  rehabilitation  ($6.0  previously 
appropriated) 

651.68.602 

Golden  Gate  Park,  reconstruct  Elk  Glen  Pumphouse 

651.69.106 

Golden  Gate  Park,  Chain  of  Lakes,  rehabilitation 

656.71.101 

Hunters  Point  Redevelopment  Project,  recreation 
and  park  facilities 

656.69.105 

Various  locations,  athletic  field  floodlighting 

656.69.106 

Lincoln  Park  Golf  Course,  irrigation  system  exten- 
sion, Phase  III 

656.67.505 

Golden  Gate  Park,  rehabilitate  Strawberry  Hill, 
Huntington  Falls  and  Stow  Lake 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

General  Division  (Cont.) 

656.68.301 

Stanford  Heights  Reservoir,  construct  playcourts 
on  roof  slab 

656.68.104 

Golden  Gate  Park,  construct  new  Conservatory  growing 
house 

656.73.106 

Golden  Gate  Park,  develop  master  plan 

656.69.101 

Various  locations,  fencing 

656.73.101 

Golden  Gate  Park,  Music  Concourse,  improvements 

656.74.201 

Golden  Gate  Park,  Strybing  Arboretum,  Pinetum, 
further  development 

656.74.202 

Josephine  Randall  Museum,  develop  environment  center 

656.74.203 

Ocean  Beach,  shoreline  rehabilitation  and  improve- 
ment ($2,500,0  federal  grant) 

656.67.105 

Allyne  property,  park  development 

656.67.113 

Harding  Park,  automatic  irrigation  system 

656.67.509 

Fort  Funston  property.  Phase  I development  study 

656.67.127 

Fort  Miley  property,  site  improvements 

656.72.102 

Harding  Park -Fleming  Golf  Course,  construct  new 
convenience  station  and  sewer 

656.70.104 

Golden  Gate  Park,  water  reclamation  plant,  construct 
sanitation  facility 
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Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

General  Division  (Cont.) 

656.68.107 

Golden  Gate  Park,  provide  maintenance  yard  equipment 
shelter 

656.71.102 

Lake  Merced,  park  development 

656.67.109 

Fleishhacker  Playfield,  playground  improvements 

656.74.301 

Lincoln  Park,  improve  trails,  construct  overlook 
and  provide  parking  improvements 

656.68.501 

Fleishhacker  Pool,  cover  for  transformer 

656.70.106 

Lands  End,  develop  observation  and  trail  area 

656.67.120 

McKinley  Square,  development 

656.68.110 

Palace  of  Fine  Arts,  landscaping  and  lighting 

656.69.109 

Golden  Gate  Park,  convenience  station  (45th  Ave. 
and  Lincoln  Way) 

656.74.401 

Aquatic  Park,  rehabilitation  and  improvement 

656.71.401 

John  McLaren  Park,  construct  domestic  water  supply 
system 

656.67.506 

Bernal  Hill,  develop  park 

656.69.113 

Golden  Gate  Park,  tennis  courts,  lighting 

656.69.117 

Sutro  Heights  Park,  rehabilitation 
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RECREATION  AND  PARK  DEPARTMENT  (Cent . ) 

Camp  Mather 

659.70.101 

Camp  Mather,  various  buildings,  rehabilitation 
(recurring  budget  item) 

659.67.104 

Camp  Mather,  replace  dormitory,  study  and  plans 

659.70.102 

Camp  Mather,  swimming  pool,  rehabilitation 

659.67.105 

Camp  Mather,  replace  six  cabins 

659.67.102 

Camp  Mather,  pave  roads  and  parking  area 

659.67.101 

Camp  Mather,  recreation  pavilion,  construction 

691.73.101 

WAR  MEMORIAL  AND  MUSEUM  OF  ART 

Opera  House,  rehabilitate  and/or  replace  stage 
rigging  and  cycloramas 

691.73.102 

Opera  House,  rehabilitate  stage  lighting 

691.73.103 

Opera  House-Veterans'  Building,  general  rehabili 
tat ion 

691.73.104 

Veterans'  Building,  first  floor,  enlarge  women's 
restroom 

691.74.101 

Performing  Arts  Center,  construction 

692.67.101 

Museum  of  Art,  replace  and  relocate  sidewalk 
elevator 
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Project  Description 


MUNICIPAL  RAILWAY 

736.68.119 

Services  of  Municipal  Railway's  Engineering  Division 

736.69.102 

Replacement  of  transit  operating  equipment,  debt 
service  (MTC  grant  funds) 

736.74.103 

Elkton  Shops,  re-roof  and  waterproof  skylights 

736.74.104 

Washington-Mason  Cable  Carbarn,  replace  water  piping 
system 

736.74.105 

Various  locations,  exterior  painting 

736.73.102 

Washington-Mason  Cable  Carbarn,  rehabilitate  storage 
area 

736.69.111 

Washington-Mason  Cable  Carbarn,  reconstruct  elevator 
room 

736.69.109 

Various  buildings,  replace  floor  covering 

736.73.111 

Elkton  Shop,  convert  rail  bender  to  hydraulic 
system 

736.74.201 

CMC  Motor  Coaches,  modify  door  operating  mechanism 

736.73.101 

Washington-Mason  Cable  Carbarn,  replace  tension 
carriage 

736.73.103 

Washington-Mason  Cable  Carbarn,  replace  steel 
cover  on  sidewalk 

736.74.202 

Cable  Car  System,  modify  curve  pulleys  and 
appurtenances 
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Project  Description 


MUNICIPAL  RAILWAY  (Cent.) 

736.73.105 

Cable  Car  System,  overhaul  underground  cable 
facilities 

736.73.104 

Replace  cable  car  machinery  and  reconstruct 
California  cable  grip  system 

737.72.101 

Services  of  Municipal  Railway's  Engineering  Division 

737.68.102 

Washington-Mason  Cable  Carbarn,  install  sump  pit 
for  oil  and  grease  removal  system 

737.72.302 

Cable  trench  cleaning  machineiry,  new  construction 

737.74.101 

Outdoor  coach  yards,  provide  lighting 

737.74.102 

Washington-Mason  Cable  Carbarn,  improve  interior 
lighting 

737.74.103 

Kirkland  Building,  rehabilitation  and  improvements 

737.74.104 

Presidio  Building,  rehcibilitation  and  improvements 

737.74.105 

Presidio  Building,  improve  interior  lighting 

737.74.106 

Potrero  Carbarn,  rehabilitation 

737.74.107 

Washington-Mason  Cable  Carbarn,  remodel  men's  room 

737.74.108 

Presidio  Building,  remodel  portion  to  new  offices 

737.74.109 

Various  locations , paving  and  drainage  around 
building  and  yards 

737.71.104 

Washington-Mason  Cable  Carbarn,  sprinkler  system 
extension 
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Project  Description 


MUNICIPAL  RAILWAY  (Cont.) 

737.71.105 

Washington -Mason  Cable  Carbarn,  install  fire  escape 
from  offices 

737.72.301 

Potrero  Coach  Yard,  construct  restroom  facility  in 
paint  shop  area 

737.74.110 

Washington-Mason  Cable  Carbarn,  construct  second- 
story  addition 

737.68.101 

Geary -Presidio  Carbarn,  construct  film  storage 
vault 

737.68.110 

Various  locations,  landscaping  around  buildings  and 
structures 

737.71.107 

Cable  cars,  install  bumpers 

737.71.106 

Washington-Mason  Cable  Carbarn,  install  cable  tension 
measuring  instrumentation 

737.73.102 

Rail  storage  facility,  land  acquisition  (site 
undetermined ) 

C-37 


7.0 

11.0 

34.0 

10.0 


26.7 

48.5 

12.7 

105.0 


I 


y-drex 


b,T 

o.ri 

0.^£ 

O.OI 

v.ds: 

e.8^  ^ 

^ ■ .. 

■*'  t •^.'.. 

' iaii 


9 


r:c'. 


as"^f  S) 

r/diiXr-V 


Y 


fe%.. 

1 1 ;'ft  <r. 


♦ 

<(.ihpi!— ititu  I ■ Mil  ■ ■ III  ij— III  ■ I'i  mm  — 


(.^ilOa)  Y/HHAH  4A<3I0Itlt« 

9q£OBO  euil  XI«:t8ni  ^asetkiBO  sldeO  noeAM-mxtpAliteAM 

89?15io  Mini 

al  'mo<3n^9erx  ^oxrxlanoo  ^frusY  iloBcO  otb^Sc^ 

B&-xa  qofto  JnJtitq 

y* 

-bnooes  :#otr£^Bnoo  ^nxjsdtteO  dIdisO  no8cr4-no:fpni<te«tf 

noi:iJJbt»  Ysjia 

s^-ia^a  m£li  rtonnutanoc  ,madF3B3  oiX)i«"  9:rt-Y^®® 

Mubv 

bn£  zprtlb£j:u<f  brifOXB  pniqAoebfisX  «8noi:^iiooX  srroi'xsV 

so^ii^acix^a 


M.T,< 


aox.K.rcT 

X0C.5T.W 

oxx.K.rer 

i / 

XOX.W.^Et 

oxx.ea.m 


si9<pRfd  XXB:tBni  ^aiAO  j>XcUiD 

aaiznsit  oldno  i£B:fBni  oldaO  /soiWiM-nocJ^iitejsH 

noi:t«^rtd«i(n^»ai  ^ixuMbM  ^ 


rox.XT.rer 

dOX.JT.CCV 


sdia)  noi:»i«X£rpo5  fefl*l  sparicvdfm  X1ji#I 

(bdnXarreloIxru/ 


COX.CV.rCT 


s 


C-38 


CAPITAL 


I M 


P R O V E M 

G A 


ENT  PROGRAM 

S TAXES  AND 


19  7 5 

ROAD 


-76  THROUGH 

FUNDS 


19  7 9 


8 0 


Explanation  of  Symbols  for  Sources  of  Financing 

e - 1.04  Cent  Funds 
g - Gas  Taxes 
s - Road  Funds 


P.I.N. 


Project  Description 


DEPARTMENT  OF  PUBLIC  WORKS  - TRAFFICWAYS 

Major  Thoroughfares  and  Street  Improvements 

670.68.101 

Various  street  and  highway  projects.  Select  System, 
preliminary  engineering  and  administrative  activities 
(recurring  budget  item) 

670.68.102 

Various  county  road  projects,  preliminary  engineering 
and  administrative  activities  (recurring  budget  item) 

670.68.103 

Various  street  improvements.  City  aid  as  supplement 
to  assessment  procedures  (recurring  budget  item) 

670.68.104 

Various  locations,  construct  curbs  and  pavements  in 
front  of  public  property  (recurring  budget  item) 

670.68.105 

Various  locations,  reset  curbs  and  construct  conform 
pavements  (recurring  budget  item) 

670.68.211 

Grand  View  Ave,,  bet.  24th  and  Clipper  Sts.,  narrow 
sidewalks 

670.70.118 

Milton  St.,  bet.  San  Jose  Ave.  and  Bosworth  St., 
narrow  sidewalk  on  west  side 

670.71.201 

Precita  Ave.  sidewalk  narrowing  between  Mission 
and  Coso  Sts. 

670.71.116 

Page  St.,  Franklin  to  Gough  Sts.,  narrow  sidewalks 

670.71.105 

670.74.102 

The  Embarcadero , King  to  Bay  Sts . , study  surface 
traffic  alternatives  to  existing  roadway 

Willow  St.,  bet.  Van  Ness  Ave.  and  Polk  St.,  narrow 
sidewalks 

670.74.102 
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Project  Description 


Major  Thoroughfares  and  Street  Improvements  (Cont.) 

670.74.103 

Downtown  area,  narrow  sidewalks  in  various  alleys  to 
provide  additional  parking  spaces 

670.70.115 

McAllister  St.,  bet.  Van  Ness  Ave.  and  Gough  St., 
narrow  sidewalks 

670.70.112 

Key  Ave.  extension  to  Bay view  Park  Road 

670.68.209 

Larkin  St.,  bet.  California  and  Union  Sts.,  narrow 
sidewalks 

670.68.206 

Laguna  Honda  Blvd.  widening,  bet.  7th  and  Woodside 

Aves.  and  widening  a portion  of  7th  Ave.,  construct 

4-  to  6 -lane  divided  roadway 

670.69.102 

Portola  Drive  at  O'Shaughnessy  Blvd.,  construct  4-lane 
underpass  to  serve  Portola  Dr.  traffic 

670.70.117 

Laguna  St.,  bet.  Bay  and  Beach  Sts.,  narrow  sidewalks 

670.69.601 

Stanyan  St.,  bet.  McAllister  and  T\ark  Sts.,  widen 
right-of-way 

670.68.501 

Webster  St.  widening,  bet.  Post  and  California  Sts., 
construct  4-lane  divided  roadway 

671.69.109 

Pavement  Reconstruction 

Various  locations,  resurface  street  areas  in  Select 
System 

671.73.313 

Clay  St.,  bet.  Franklin  and  Gough  Sts.,  reconstruction 

671.74.107 

Broadway  bet.  Leavenworth  and  Jones  Sts.,  reconstruction 
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Project  Description 


Pavement  Reconstruction  (Cont.) 

671.74.109 

Pine  St.,  bet.  Sansome  auid  Montgomery  Sts., 
reconstruction 

671.74.115 

25th  St.,  bet.  Rhode  Island  and  DeHaro  Sts., 
reconstruction 

671.73.304 

Sacramento  St.,  bet.  Powell  and  Mason  Sts., 
reconstruction 

671.74.118 

Fell  St.,  bet.  Laguna  and  Octavia  Sts.,  reconstruction 

671.74.201 

Powell  St,,  bet.  Post  and  Sutter  Sts.,  reconstruction 

671.74.202 

Taylor  St . , bet . Columbus  Ave . and  Francisco  St . , 
reconstruction 

671.73.320 

22nd  St.,  bet,  Castro  and  Diamond  Sts.,  reconstruction 

671.74.203 

Mason  St.,  bet.  Pacific  Ave.  and  Jackson  St., 
reconstruction 

671.74.204 

Mason  St.,  bet.  Vallejo  and  Green  Sts.,  reconstruction 

671.74.205 

Filbert  St.,  bet.  Broderick  and  Lyon  Sts., 
reconstruction 

671.74.206 

Divisadero  St.,  bet.  Broadway  and  Vallejo  St., 
reconstruction 

671.74.207 

Florida  St.,  bet.  16th  and  Mariposa  Sts., 
reconstruction 

671.74.208 

Powell  St.,  bet.  O'Farrell  and  Geary  Sts., 
reconstruction 

C-41 


1975-76  1976-77 1977-78 


1978-79  1979-80 


62. 5e 

23. 8e 

60. 9e 

75  .Oe 
31 ,0g 
32. 4e 

32. 4g 
31. 4g 

33. 8g 
110. 5g 

56. 5e 

113. 9g 


31. 3g 


P.I.N. 


Project  Description 


Pavement  Reconstruction  (Cont.) 

671.74.209 

First  St.,  bet.  Brannan  St.  and  The  Embarcadero, 
reconstruction 

671.74.210 

Minna  St.,  bet.  6th  and  7th  Sts.,  reconstruction 

671.74.211 

Moss  St.,  bet.  Folsom  and  Howard  Sts.,  reconstruction 

671.74.212 

Filbert  St.,  bet.  Larkin  St.  and  Van  Ness  Ave., 
reconstruction 

671.74.213 

Webster  St.,  bet.  Oak  and  Page  Sts.,  reconstruction 

671.74.214 

Page  St.,  bet.  Scott  and  Divisadero  Sts., 
reconstruction 

671.74.215 

Alameda  St.,  bet.  San  Bruno  Ave.  and  Vermont  St., 
reconstruction 

671.74.216 

Head  St.,  bet,  Randolph  and  Shields  Sts., 
reconstruction 

671.74.217 

Vernon  St.,  bet.  Randolph  and  Sargent  Sts., 
reconstruction 

671.74.218 

Minna  St.,  bet.  2nd  and  3rd  Sts.,  reconstruction 

671.68.109 

Pacific  Ave.,  bet.  Lyon  St.  and  Presidio  Ave., 
reconstruction 

671.68.210 

North  Point  St . , bet . Columbus  Ave . and  The  Embarca- 
dero, reconstruction 

671.74.301 

First  St.,  bet.  Bryant  and  Brannan  Sts.,  recon- 
struction 

671.74.302 

Stevenson  St.,  bet.  5th  and  6th  Sts.,  reconstruction 
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Project  Description 


Pavement  Reconstruction  (Cont.) 

671.74.303 

Berry  St./  bet.  3rd  and  7th  Sts./  reconstruction 

671.69.404 

California  St./  bet.  Hyde  and  Jones  Sts., 
reconstruction 

671.74.304 

Gilbert  St./  bet.  Bryant  and  Brannan  Sts./ 
reconstruction 

671.74.305 

Stevenson  St.,  bet.  1st  and  2nd  Sts./  reconstruction 

671.74.306 

Natoma  St./  bet.  Fremont  and  1st  Sts./  reconstruction 

671.74.307 

Minna  St./  bet.  8th  and  9th  Sts./  reconstruction 

671.70.402 

Broderick  St./  bet.  Jackson  St.  and  Pacific  Ave., 
reconstruction 

671.72.204 

Arch  St./  bet.  Shield  and  Garfield  Sts./  recon- 
struction 

671.70.303 

Wetmore  St./  bet.  Clay  and  Washington  Sts./ 
reconstruction 

671.72.108 

20th  St./  bet.  Church  and  Sanchez  Sts./  reconstruction 

671.68.114 

Cherry  St./  bet.  Sacramento  and  Clay  Sts./  reconstruct 
low  curb  and  gutter 

671.73.303 

Quintara  St./  bet.  15th  and  16th  Aves./  reconstruction 

671.70.106 

Los  Palmos  Dr./  bet.  Stanford  Heights  Ave.  and 
Foerster  St . / reconstruction 
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Project  Description 


Traffic  Signals  & Channelization 

672.70.104 

School  crossings,  install  signals  at  various 
locations  (recurring  budget  item) 

672.70.103 

Various  intersections,  modify  and  reconstruct 
traffic  control  devices  (recurring  budget  item) 

672.74.101 

Trauisit  preferential  streets  program,  installa- 
tion of  signs,  overhead  lane  signals  or  exclusive 
rights-of-way 

672.71.101 

Various  locations,  install  traffic  signals  and 
channelization  at  intersections  presenting  safety 
problems 

672.74.102 

19th  Ave.,  bet.  Rossmoor  Dr.  and  Junipero  Serra 
Blvd.,  pedestrian,  transit  and  vehicular  movements 
study 

672.72.101 

Neighborhood  Protected  Residential  Area  Program 

672.70.101 

Various  intersections,  install  signals  and  chan- 
nelization (recurring  budget  item) 

672.74.104 

Bicycle  lame  program 

672.74.105 

Cross  Over  Dr.,  undergrounding  study 

672.73.101 

Downtown  traffic  signal  installations,  various 
locations 

672.70.102 

Various  intersections,  modify  signals  (recurring 
budget  item) 
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Project  Description 


Traffic  Sianals  & Channelization  (Cont.) 

672.68.109 

Northern  Waterfront  traffic  corridor,  bet.  Bay 
and  Jefferson  Sts.,  install  signals  at  various 
intersections 

672.70.107 

Various  locations,  install  traffic  signal  pre-empt 
controls  near  firehouses 

672.68.203 

Third  St.  bet.  16th  St.  and  Jamestown  Ave.,  install 
center  island  signals  and  replace  obsolete  signal 
wiring 

672.70.201 

Various  streets,  parallel  to  James  Lick  Freeway, 
installation  of  special  traffic  control  devices 
for  diverting  freeway  traffic  to  City  streets  in 
emergencies 

672.73.106 

Geary  Blvd.  at  8th  Ave.,  construct  pedestrian 
overpass 

672.68.502 

Larkin  St.,  bet.  California  and  Union  Sts.,  install 
signals  following  the  sidewalk  narrowing  proposed 
in  Project  670.68.209 

672.69.601 

Grade  separation.  Mission  St.  and  South  Van  Ness 
Ave.,  construct  vehicular  underpass  for  left- 
turn  movement  from  Mission  St.  to  South  Van  Ness 
Ave. 

672.68.601 

Grade  separation.  Masonic  Ave.  and  Turk  St.,  con- 
struct underpass  for  Masonic  Ave.  traffic 

C-45 


1975-76 1976-77 1977-78 1978-79 


120. Og  120. Og 


33  .Og 


108. Oe 


97. 5g 


5.0e  151. Oe 


190. Oe 


15. Oe  135. Oe 


1979-80 


l,950.2e 


10.  Oe 


l,190.0e 


t'T-ax’^x 


>Tgi 


pO.Ofii  ^i.ozi 


OD.IJQI 


pSixe 


sO.ISI  dO.0 

ao.oei 


'^',1  ao.etl  aO.’tl 


ao.oei,! 


oO.Ol 


nQX:k2list»Q  .tSiP.  - I** 

' • . • ■ . . ^ . 

x'.5«pD>  mr '*f^•riI•^fTrrf^ff!>  sXanr^S 

YsG  ^loftiaioo  rtmyij  !&:?->■  rwt..iixoM 

etfoirtjpv  :te.  aTciipi?  -isd^oi  ».«-■♦?.  ;raaxo^)^  &as 

iuiol:>t'dtix»5a  i 

eox.8d.^;^d 

^qri.-— xq  Isn^iB  oi3'l«x.*t  I.fr,  ♦ •.nx  ^eao4imo49t 

«ra.V  - *.'9xi.’>  *n 

VOi.OV.S^d 

Ii6:izni  , i€»vA  nv,’o;lai.(iii^  f><r  . :»2  riz.'^i  ,:i&d‘.:i2  fcxiifl 
-.•/xv-ta  dzit  loado  bi.B  bncl^x  xo^n^-o . 

rn 

eo£,8d.sva 

Mold  Bcaust  Ct  ■ , C-‘5  BBXia  auoix*y 

^^fDXVob  Xoxirtoo  l»i' oq»2  io  nolitollAJ  ini 

ni  a^s^x:t3  \pl'j  o:t  -yi\  ^.z-.^-'.ovkb  ici 

^ r ' iotiaxn^SD 

r0£ . OV  . £Td 

jiolx:h»3b:^‘’  .‘tOLri*Ja;,.>o  , . avA  r{:f3.  :ffi  ,LvJO 

saBqxuvo 

cM.cr.tra 

iX»:J2ni  noihi-  bne  'ii.jrjcIirjsO  . itad  ».^S  ni)(x'>i 

bsaoqcxq  ;vr-Xvvo3X6r.  ^Usvr^bia  orU  oc/^l  :oi  sXiin^i  i 

'i’OS  ord  :h3rf^  ^ 

£0>.'.ea.£Co 

aeoH  neV  ri:Jwc2  hr.B  .dS  nc/uaXt'.  ,noi:^EX':;«36ra 

xoi  c «;3qxabRiJ  xclLToi.'lsv  • ixuxXai.  vo  . jvA 
8BoH  neV  noiyith:  ipii-  'Jna.’^vor  ^ ruj 

, vA 

JOo.gc 

-rtoo  1 . i8  b/wi  .&vA  olao'  ^ ^aoiJerjtqait  abp'ii) 

Ziii1iST.i  ,9vA  3-fto?*£X->  aa/jqxsbnt# 

XOb.JJd.'TTd 

P.I.N. 


Project  Description 


Street  Licrhting 

673.70.104 

Various  locations,  construct  underground  wired 
street  lighting  facilities  in  street  areas  outside 
underground  districts  (recurring  budget  item) 

673.70.103 

Various  locations,  provide  engineering  assistance 
to  PUC  for  street  lighting  systems  in  existing 
overhead  districts  (recurring  budget  item) 

674.74.101 

Landscaping  and  Irrigation 

19th  Ave.  bet.  Lincoln  Way  and  Sloat  Blvd.,  street 
side  landscaping 

674.71.103 

Park  Presidio  Blvd.,  reconstruct  landscaping  and 
irrigation  system 

674.71.104 

Streetside  landscaping  (recurring  budget  item) 

674.71.203 

Great  Highway  from  Lincoln  Way  to  Sloat  Blvd., 
reconstruct  landscaping  irrigation  system 

675.74.101 

Miscellaneous 

Various  bridge  structures,  rehabilitate  for  earth- 
quake safety 

675.73.103 

Earthquake  resistance  study  of  existing  bridge 
structures 

675.71.101 

Telegraph  Hill,  stabilize  east  slope,  to  prevent 
rockfalls  and  landslides 
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Proiect  Description 

Miscellaneous  (Cont.) 

675.68.502 

Great  Highway  at  Taraval  St . , reconstruct  pedestrian 
underpass 

675.68.503 

Great  Highway  at  Judah  St . , reconstruct  pedestrian 
underpass 

675.68.504 

Great  Highway  at  Wawona  St.,  reconstruct  pedestrian 
underpass 

675.74.104 

Stockton  St.  Tunnel,  surface  renovation 

675.70.401 

San  Jose  Ave.,  east  slope,  near  Richland  Ave., 
construct  retaining  wall  for  slope  stabilization 

675.68.111 

DPW  Maintenance  Yard,  2323  Anny  St. , construct 
retaining  wall  at  south  property  line  for  storage 
of  sand 
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CAPITAL  IMPROVEMENT  PROGRAM:  1975-76  THROUGH  1979-80 

REVENUES 


P.I.N. 


Project  Description 


RECREATION  AND  PARK  DEPARTMENT 

Zoological  Gardens 

652.71.101 

Various  facilities/  rehabilitation  (recurring  budget 
item) 

652.71.103 

Lion  House,  remodel 

652.71.201 

Pachyderm  Building,  remodel  into  tropical  animal 
house 

652.71.202 

Moats  for  hoofed  animals,  construct  (Zoological 
Society) 

652.71.302 

Administration  Building,  construct 

652.71.401 

Australian  Scene,  construct  moated  paddocks 

652.71.501 

Burrowing  and  nocturnal  animal  exhibits,  construct 
($400.0  Zoological  Society) 

653.73.101 

Candlestick  Park 

Parking  lot  repaving  (recurring  budget  item) 

653.74.101 

Various  capital  improvements 

726.70.102 

AIRPORTS  COMMISSION 

Landing  field  pavement , reconstruction  (recurring 
budget  item) 
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Project  Description 


AIRPORTS  COMMISSION  (Cont.) 

726.71.101 

Utilities  relocation  and  replacement  (recurring 
budget  item) 

727.70.102 

Utilities  System,  enlarge  and  improve  system 
(recurring  budget  item) 

727.70.103 

Landing  field  facilities,  improvements  (recurring 
budget  item) 

727.71.101 

Terminal  and  airport  service  facilities,  improve- 
ments (recurring  budget  item) 

727.69.104 

Roads  and  parking  facilities,  minor  improvements 
(recurring  budget  item) 

727.74.102 

Interim  cargo  facilities,  improvements  (recurring 
budget  item) 

746.68.101 

WATER  DEPARTMENT 

Various  locations,  renew  water  services  (recurring 
budget  item) 

746.68.102 

Various  locations,  relocate  and  realign  water  mains 
(recurring  budget  item) 

746.68.103 

Various  locations,  relocate  and  realign  water 
services  (recurring  budget  item) 

746.68.104 

Various  locations,  replace  water  mains  (recurring 
budget  item) 

746.68.105 

Various  locations,  reconstruct  and  restore  fences 
(recurring- budget  item) 
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Project  Description 


WATER  DEPARTMENT  (Cent.) 

746.68.106 

Various  locations,  grade  and  resurface  roads 
(recurring  budget  item) 

746.68.108 

Various  locations,  water  mains,  cement  mortar 
lining  (recurring  budget  item) 

746.68.109 

Various  locations,  reconstruct  drain  and  air 
valves  (recurring  budget  item) 

746.68.110 

Various  locations,  raise,  repair  and  improvements 
to  buildings  (recurring  budget  item) 

746.68.203 

Bay  Division  Pipelines  1 and  2 (Dumbarton 
Straits),  exterior  rehabilitation 

746.74.101 

San  Andreas  Fluoride  Station  No.  2,  rehabilitate 

746.68.201 

Various  locations,  raise,  reconstruction  and 
replacement  (proposals  for  budget  year  are 
listed  individually) 

746.68.202 

Various  City  distribution  reservoirs,  rehabili- 
tate to  meet  State  requirements 

747.68.101 

Various  locations,  water  main  extensions  (recur- 
ring budget  item) 

747.68.102 

Various  locations,  provide  new  service  pipes 
and  meters  (recurring  budget  item) 

747.68.103 

Various  locations,  install  gate  valves  (recurring 
budget  item) 

747.68.104 

Various  locations,  pipeline  electrolysis,  install 
protective  devices  (recurring  budget  item) 
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Project  Description 


WATER  DEPARTMENT  (Cent.) 

747.68.105 

Various  locations,  survey  property  lines  and  set 
monuments  (recurring  budget  item) 

747.68.106 

Various  locations,  construct  secondary  feeder 
mains  (recurring  budget  item) 

747.68.107 

Various  locations,  watershed  lands,  erosion  con- 
trol (recurring  budget  item) 

747.68.108 

Various  locations,  install  drain  and  air  valves 
(recurring  budget  item) 

747.68.109 

Various  locations,  construct  fences  (recurring 
budget  item) 

747.68.110 

Various  locations,  motorize  large  valves  (recur- 
ring budget  item) 

747.72.201 

San  Antonio  Reservoir,  construct  chlorination 
plant 

747.68.401 

Northeast  area  of  Sutro  System,  construct  feeder 
mains 

747.68.209 

Various  locations,  install  misc.  minor  capital 
improvements  (proposals  for  budget  year  are 
listed  individually) 

747.74.201 

Central  Pump  Station,  install  emergency  piamp 

747.74.203 

747.74.202 

Various  City  reservoirs , modifications 

Sunol  Valley  Filter  Plant,  construct  connection 
between  Alemeda  Creek  Siphon  and  San  Antonio 
Reservoir 

747.74.202 
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Project  Description 


WATER  DEPARTMENT  (Cent.) 

747.68.204 

Alameda  East  Portal  of  Coast  Range  Tunnel, 
construct  chlorination  and  dechlorination  plant 

756.74.101 

HETCH  HETCHY  SYSTEM 

Relocate  City-owned  underground  facilities  (recur- 
ring budget  item) 

756.74.102 

Paint  and  repair  Municipal  Railway's  trolley  pole 
facilities  (recurring  budget  item) 

756.69.106 

Municipal  Railway  Transit  System,  power  improve- 
ment program,  replace  DC  distribution  system 
(local  contribution) 

756.71.107 

Various  locations,  rehabilitate  exterior  of 
buildings 

756.70.102 

Moccasin-Newark  transmission  line,  paint  towers 
(recurring  budget  item) 

756.71.403 

Moccasin  Village,  various  cottages,  replace  plxombing 
and  bathroom  fixtures 

756.71.301 

Abandoned  Moccasin  Switchyard,  relocate  electric 
power  and  communications  facilities 

756.71.407 

Moccasin  garages,  replace  doors 

756.74.201 

Moccasin  Village,  replace  six-inch  water  line 

756.74.202 

Early  Intake,  reconstruct  portions  of  Cherry 
Diversion  structure 
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Project  Description 


HETCH  HETCHY  SYSTEM  {Cent.) 

756.74.203 

Camp  Mather  to  0 ' Shaughnessy  Dam,  resurface 
access  road 

756.71.402 

Moccasin  Village,  resurface  roads 

756.74.204 

Intake  Switchyard,  Warnerville  Substation,  and 
Holm  and  Kirkwood  Powerhouses,  paint  exterior 
switchyard  equipment 

756.74.205 

Hetch  Hetchy  Power  Telemetering  and  Supervisory 
Control  Systems,  replace  and  modernise  various 
components 

756.70.113 

Moccasin  Village,  replace  street  lighting 

756.71.408 

Moccasin  and  Intake  housing  units,  various 
cottages,  rehabilitate  heating  systems 

756.72.401 

Moccasin  private  telephone  system,  replace 
telephones 

756.71.404 

O' Shaughnessy  Dam,  replace  telephone  system 

756.71.401 

Oakdale  Maintenance  Yard,  replace  distribution 
system 

756.69.105 

Cashman  Creek  Valve  House,  remove 

756.71.406 

Moccasin  Warehouse  No.  2,  reconstruct  storage 
and  personnel  areas 

757.71.302 

Moccasin  Shops,  enclose  garage  No.  6B 

757.72.401 

Moccasin  Warehouse  No.  1,  extension 
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Project  Description 


757.67.601 

HETCH  HETCHY  SYSTEM  (Cont.) 

Various  reservoirs,  install  remote  water  level 
recorders 

PORT  COMMISSION 

775.72.101 

Various  operating  piers,  substructure  improvements 
and  repairs  (recurring  budget  item) 

775.72.102 

Various  piers,  construct  sanitary  sewers  and 
connect  to  City  system 

775.72.301 

Various  piers,  construct  ship  sewer  connections 

775.70.115 

Various  piers,  reconstruct  piers  damaged  by  ships 
and  other  causes  (recurring  budget  item) 

775.70.114 

Various  piers,  make  alterations  as  required  by 
tenants  (recurring  budget  item) 

775.70.110 

Various  piers,  enlarge  existing  doors  of  ware- 
house sheds  to  accommodate  larger  cargo  handling 
equipment  (recurring  budget  item) 

775.70.302 

Ferry  Building,  remodel  Port  Commission  offices 

775.73.101 

Warm  Water  Cove  or  Fisherman's  Wharf,  provide 
recreational  improvements  ($50,000  federal  grant) 

775.70.304 

Ferry  Building,  beautify  portions  of  exterior 
and  make  interior  improvements 

775.72.201 

Piers  90-92,  improve  road  and  railroad  tracks 
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Project  Description 


PORT  COMMISSION  (Cent.) 

775.70.403 

The  Embarcadero , various  portions,  reconstruction 

775.70.602 

Ferry  Building,  install  complete  air  conditioning 
system 

775.70.113 

Ferry  Building,  west  side,  improvements 

775.74.401 

Provide  truck  crane  for  combination  vessel 
operations 

775.69.120 

The  Embarcadero,  modernize  street  lighting  at 
specific  areas.  Phase  II 

775.70.305 

Ferry  Building,  south  wing,  construct  new  entrance 
and  install  new  elevator 

775.70.603 

Area  between  Piers  23  and  27,  construct  pedestrian 
bridge  and  view  platform 

775.72.601 

Auto  repair  and  distribution  center,  construction 

775.72.602 

Alvord  Grant,  construct  railroad  and  truck  access 
to  area 

775.70.501 

Maintenance  Shop  Building , new  construction 

775.73.603 

Ferry  Building,  north  side,  reconstruct  access 
and  service  road 

775.74.601 

Pier  35,  passenger  facility  improvements 
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